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First  Annual  Report  of  the  Department  of  Architecture 


To  the  Honorable,  the  Legislature  of  the  State  of  New  YorJc: 

I  have  the  honor  to  transmit  herewith  the  first  annual  report  of 
the  newly  created  Department  of  Architecture.  A  six  months'  ex- 
perience under  this  most  recent  subdivision  of  State  government 
shows  conclusively  that,  as  was  predicted  in  my  report  of  a  year 
ago,  the  architectural  demands  of  the  State  are  now  more  ade- 
quately met  and  the  economies  of  the  commonwealth  are  to  a 
greater  degree  conserved.  Embodying  as  it  does  the  eminently 
practical  and  carefully  considered  suggestions  of  the  legislative 
committee  of  the  New  York  State  Association  of  the  American 
Institute  of  Architects,  the  present  law  may  properly  be  termed 
the  most  comprehensive  in  architectural  legislation,  State  or 
Federal.  Under  its  provisions  a  decided  impetus  has  been  given 
to  the  Department,  with  the  result  of  decreasing  materially  the 
accumulated  work.  Manifest  improvement  in  method  and  man- 
agement of  the  several  divisions,  designing,  drafting,  engineering 
and  executive,  is  but  one  of  the  many  desirable  results  of  the  new 
law.  It  has  already  demonstrated  that  it  makes  for  both  efficiency 
and  economy. 

The  work  done  under  the  direction  of  this  Department  during 
the  fiscal  year  ending  September  30,  1914,  is  included  in  the  fol- 
lowing statement : 

[3] 
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Contracts  in  force  October  1,  1913  * $4,004,361  29 

Contracts  awarded  1913-1914 2,479,176  30 

Special  fund  estimates    (not  included   in   con- 
tracts)     398,985  42 

Percentage  contracts 260,644  31 


Total  face  of  contracts  and  orders  adminis- 
tered 1913-1914 $7,143,067  32 

Face  of  contracts  concluded  1913-1914,  including 
special  fund  estimates  and  percentage  contracts 
as  above 2,483,695  62 


Face  of  contracts  in  force  October  1,  1914 $i,659,371  70 

Certificates  issued  upon  contracts  in  force  Octo- 
ber 1,  1914,  not  including  special  fund  esti- 
mates approved,  or  percentage  certificates. . . .       1,939,477  86 


Balance  of  unperformed  work  upon  contracts 

effective  October  1, 1914 $2,719,893  84 


Summary  of  contract  progress  for  1913-1914: 

Contracts  completed $2,483,695  62 

Partial  payment  on  uncompleted 

contracts    1,939,477  86 

$4,423,173  48 


Total  contract  progress  1913-1914 $4,423,173  48 

Value  of  Department  work  advanced  to  contract 

October  1,  1914 645,793  66 

Value  of  Department  work  (estimated)  advanced 

in  part  toward  contract  October  1,  1914 500,000  00 


Total  value  of  Department  work  1913-1914.     $5,468,967  13 


Anticipated  and  projected  work  for  1914-1915 : 
Unexpended  balance  in  contracts  in  force  Octo- 
ber 1,  1914 $2,719,893  84 


•  Corrected 
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Anticipated  contracts  upon  1913-1914  work 
advanced $1,046,793  65 


$3,765,687  49 


Toward  the  administration  of  the  foregoing  volume  of  accumu- 
lated work  during  the  fiscal  year  ending  September  30,  1914, 
there  was  expended  under  the  supervision  of  this  Department  a 
total  of  $225,317.81,  or  $4,906.43  less  than  the  previous  year. 
Of  this  total,  $64,402.92  was  for  Capitol  reconstruction,  percentage 
contracts  and  services  of  outside  architects,  being  $25,419.85  less 
than  was  expended  for  like  purposes  during  the  year  1912-1913. 
The  amount  expended  for  office  maintenance  was  $160,914.89. 

Occasional  advances  in  the  expenditures  for  office  maintenance 
are  to  be  expected  if  creative  work  of  the  highest  order  is  to  be 
handled  expeditiously  and  economically.  It  is  indisputable  that 
the  cost  of  office  maintenance  as  compared  with  the  increasing 
volume  of  work  demanding  attention  is  much  less  in  proportion 
than  heretofore.  It  has  been  the  history  of  the  State  Architect's 
office  that  (with  an  occasional  exception)  insufficient  funds  have 
ordinarily  been  provided  for  preliminary  study  and  for  prompt 
and  proper  execution  of  the  work  put  upon  it.  Especially  is  this 
true  of  the  past  two  and  a  half  years,  when  a  considerable  portion 
of  the  time  of  the  office  has  been  devoted  to  Capitol  reconstruction. 
It  is  not  too  much  to  say  that  fully  twenty-five  per  cent  of  the  time 
of  the  head  of  this  Department  and  that  of  a  number  of  its  em- 
ployees has  been  devoted  to  this  perplexing  piece  of  improved  re- 
construction now  nearing  completion.  The  change  wrought  in  De- 
partment methods  during  the  past  year  has  not  only  increased  its 
competency  but  has  so  far  increased  the  volume  of  completed  work 
as  to  materially  lessen  the  pro  rata  charge.  When  it  is  considered 
that  during  the  year  just  closed  the  amount  of  work  in  charge  of 
one  particular  important  division  alone  increased  more  than  one 
hundred  per  cent,  it  will  readily  be  appreciated  that  with  in- 
creased labor  and  employees  there  necessarily  follows  a  slight  in- 
crease in  Department  expenditure. 

During  the  year  the  engineering  branch  of  the  Department  pre- 
pared heating,  sanitary  and  electric  plans  and  specifications  to  the 
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For  all  such  study  the  Department  of  Architecture  offers,  and 
should  offer  to  a  degree  proportioned  to  the  growing  demand,  the 
proper  agency.  Such  study  must  take  into  consideration  all  factors 
of  existing  conditions  and  projected  developments.  The  technical 
guidance  should  be  offered  in  a  spirit  of  sjonpathetic  co-operation 
and  should  precede  the  appropriation  for  the  work  as  determined 
by  such  study.  Preliminary  study  more  than  justifies  its  cost,  by : 
(1)  insuring  a  program  of  construction,  economical  and  efficient  in 
operation  during  progress  and  in  consummation;  (2)  by  post- 
poning the  final  appropriation  for  execution  until  the  propriety  of 
the  appropriation  is  surveyed,  its  adequacy  is  assured,  and  its  true 
economy  is  demonstrable.  Cases  in  point  are  such  institutional  and 
educational  projects  as  Letch  worth  Village,  Farmingdale,  and  the 
School  of  Forestry  at  Syracuse  University,  where  the  plot  plan  for 
the  whole  anticipated  improvement  was  studied  in  all  the  physical 
and  operating  aspects,  and  definite  plans  were  projected  and 
adopted,  before  the  plans  of  the  immediate  initial  construction 
could  be  started. 

Change  ix  Character  of  Btildings 

A  complete  change  in  the  character  of  buildings  constructed 
for  the  shelter  of  unfortunate  wards  of  the  State  is  in  progress. 
Instead  of  planning  exclusively  for  the  accommodation  of  those  at 
present  demanding  room,  the  Department  of  Architecture  is  study- 
ing also  for  future  development  and  expansion  of  State  institutions. 
Under  the  study  of  its  designers,  draftsmen  and  engineers  is  every 
variety  of  humane,  charitable,  curative,  corrective  or  educational 
building  project  which  sociology  could  suggest.  To  meet  fully  the 
immediate  needs  of  to-day  and  to  anticipate  the  necessities  of  to- 
morrow means  creative  work  of  the  highest  order  and  intimate  co- 
operation with  the  administrative  authorities.  This  Department 
is  fully  aware  of  the  absolute  necessity  for  certain  additional  public 
buildings.  It  believes  that  there  should  be  changes  in  existing 
laws  expediting  the  final  determination  of  plans.  It  is  convinced 
that  before  the  board  of  managers  or  commission  asks  for  an  ap- 
propriation for  a  new  building  or  alterations  or  additions  to  exist- 
ing buildings,  the  Department  of  Architecture  should  be  called 
upon  to  prepare  preliminary  plans  and  specifications.     These,  ap- 
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proved  bv  boards  or  conmiissions,  showing  both  the  necessity  and 
exact  cost  of  the  proposed  improvement,  should  be  laid  before  the 
Board  of  Estimate  and  Apportionment  at  its  meeting  prior  to  the 
session  of  the  Legislature  which  is  expected  to  pass  upon  such  ap- 
propriation. Were  actual  need  and  actual  cost  determined  before 
coming  to  the  Legislature,  much  of  the  difficulty  experienced  in 
securing  appropriations,  as  well  as  subsequent  delay  in  preparation 
of  plans,  would  be  obviated. 

A  Department  of  Service 

The  Department  of  Architecture  is  distinctly  of  a  diflferent  type 
and  function  and  therefore  not  comparable  to  other  State  depart- 
ments directing  the  expenditure  of  public  funds  for  public  works. 
It  is  exclusively  a  department  of  service  to  the  administrative  de- 
partments securing  appropriations  and  dictating  the  terms  of  ex- 
penditure. It  does  not  secure  appropriations,  endorse  their  pro- 
priety (except  as  the  State  Architect  is  associated  in  person  upon 
specific  State  boards),  conduct  building  on  its  own  initiative,  or 
have  any  connection  with  the  operation  of  its  work  when  turned 
over  to  the  State.  Consequently,  the  Department  of  Architecture  is 
dependent  for  its  justification  upon  the  volume  of  work  which  is 
imposed  upon  it  by  the  State  authorities  securing  the  appropria- 
tions, and  such  volume  of  work  directly  governs  the  cost  of  the 
Department. 

The  preparation  for  future  development  of  the  increasing  num- 
l)er  of  State  institutions  needing  new  buildings  has  made  new  de- 
mands upon  the  office  working  force,  particularly  as  regards  archi- 
tectural designers.  To  meet  this  demand  during  the  past  year 
and  at  the  same  time  carry  on  the  unusually  large  amount  of  work 
under  accumulated  appropriations,  has  necessitated  additional  em- 
ployees, thus  adding  materially  to  the  apparent  increased  expense 
of  the  Department. 

Deviation  of  Delays  in  Bcildino 

In  the  last  report  of  the  State  Architect,  suggestion  was  made 
that  delays  in  preparing  plans  and  specifications  could  be  avoided 
either  by  larger  appropriations  for  the  maintenance  of  the  Depart^ 
ment  or  by  adoption  of  the  method  of  making  the  office  practi- 
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For  all  such  study  the  Department  of  Architecture  offers,  and 
should  offer  to  a  degree  proportioned  to  the  growing  demand,  the 
proper  agency.  Such  study  must  take  into  consideration  all  factors 
of  existing  conditions  and  projected  developments.  The  technicAl 
guidance  should  be  offered  in  a  spirit  of  s;y^npathetic  co-operation 
and  should  precede  the  appropriation  for  the  work  as  determined 
by  such  study.  Preliminary  study  more  than  justifies  its  cost,  by : 
(1)  insuring  a  program  of  construction,  economical  and  efficient  in 
operation  during  progress  and  in  consummation;  (2)  by  post- 
poning the  final  appropriation  for  execution  until  the  propriety  of 
the  appropriation  is  surveyed,  its  adequacy  is  assured,  and  its  true 
economy  is  demonstrable.  Cases  in  point  are  such  institutional  and 
educational  projects  as  Letch  worth  Village,  Farmingdale,  and  the 
School  of  Forestry  at  Syracuse  University,  where  the  plot  plan  for 
the  whole  anticipated  improvement  was  studied  in  all  the  physical 
and  operating  aspects,  and  definite  plans  were  projected  and 
adopted,  before  the  plans  of  the  immediate  initial  construction 
could  be  started. 

Change  in  Chailvcter  of  Buildings 

A  complete  change  in  the  character  of  buildings  constructed 
for  the  shelter  of  unfortunate  wards  of  the  State  is  in  progress. 
Instead  of  planning  exclusively  for  the  accommodation  of  those  at 
present  demanding  room,  the  Department  of  Architecture  is  study- 
ing also  for  future  development  and  expansion  of  State  institutions. 
Under  the  study  of  its  designers,  draftsmen  and  engineers  is  every 
variety  of  humane,  charitable,  curative,  corrective  or  educational 
building  project  which  sociology  could  suggest.  To  meet  fully  the 
immediate  needs  of  to-day  and  to  anticipate  the  necessities  of  to- 
morrow means  creative  work  of  the  highest  order  and  intimate  co- 
operation with  the  administrative  authorities.  This  Department 
is  fully  aware  of  the  absolute  necessity  for  certain  additional  public 
buildings.  It  believes  that  there  should  be  changes  in  existing 
laws  expediting  the  final  determination  of  plans.  It  is  convinced 
that  before  the  board  of  managers  or  commission  asks  for  an  ap- 
propriation for  a  new  building  or  alterations  or  additions  to  exist- 
ing buildings,  the  Department  of  Architecture  should  be  called 
upon  to  prepare  preliminary  plans  and  specifications.    These,  ap- 


Department  of  Akchitectire  11 

proved  by  boards  or  commissions,  showing  both  the  necessity  and 
exact  cost  of  the  proposed  improvement,  should  be  laid  before  the 
Board  of  Estimate  and  Apportionment  at  its  meeting  prior  to  the 
session  of  the  Legislature  which  is  expected  to  pass  upon  such  ap- 
propriation. Were  actual  need  and  actual  cost  determined  before 
coming  to  the  Legislature,  much  of  the  difficulty  experienced  in 
securing  appropriations,  as  well  as  subsequent  delay  in  preparation 
of  plans,  would  be  obviated. 

A  Department  of  Service 

The  Department  of  Architecture  is  distinctly  of  a  different  type 
and  function  and  therefore  not  comparable  to  other  State  depart- 
ments directing  the  expenditure  of  public  fimds  for  public  works. 
It  is  exclusively  a  department  of  service  to  the  administrative  de- 
partments securing  appropriations  and  dictating  the  terms  of  ex- 
penditure. It  does  not  secure  appropriations,  endorse  their  pro- 
priety (except  as  the  State  Architect  is  associated  in  person  upon 
specific  State  boards),  conduct  building  on  its  own  initiative,  or 
have  any  connection  with  the  operation  of  its  work  when  turned 
over  to  the  State.  Consequently,  the  Department  of  Architecture  is 
dependent  for  its  justification  upon  the  volume  of  work  which  is 
imposed  upon  it  by  the  State  authorities  securing  the  appropria- 
tions, and  such  volume  of  work  directly  governs  the  cost  of  the 
Department. 

The  preparation  for  future  development  of  the  increasing  num- 
ber of  State  institutions  needing  new  buildings  has  made  new  de- 
mands upon  the  office  working  force,  particularly  as  regards  archi- 
tectural designers.  To  meet  this  demand  during  the  past  year 
and  at  the  same  time  carry  on  the  unusually  large  amount  of  work 
under  accumulated  appropriations,  has  necessitated  additional  em- 
ployees, thus  adding  materially  to  the  apparent  increased  expense 
of  the  Department. 

Obviation  of  Dei^ays  in  Building 

In  the  last  report  of  the  State  Architect,  suggestion  was  made 
that  delays  in  preparing  plans  and  specifications  could  be  avoided 
either  by  larger  appropriations  for  the  maintenance  of  the  Depart- 
ment or  by  adoption  of  the  method  of  making  the  office  practi- 
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cally  self-supporting  by  paying  from  the  appropriations  made  for 
buildings  the  cost  of  doing  the  architectural  work  on  such  struc- 
tures. For  instance,  an  appropriation  might  be  made  for  a  build- 
ing or  group  of  buildings  estimated  to. cost,  say,  $50,000  or 
$250,000,  or  either  of  these  sums,  plus  cost  of  doing  the  archi- 
tectural work.  This  estimate  of  such  cost  could  very  easily  be 
checked  by  the  commissions,  boards  or  trustees  by  whom  the  appro- 
priation was  secured,  from  the  records  maintained  in  this  office 
for  work  of  a  similar  character,  thereby  eliminating  any  possi- 
bility of  exorbitant  or  extravagant  estimates  by  the  Department 
of  Architecture. 

Department  Cost  for  Service 

Accounting  measures  have  been  adopted,  designed  to  establish 
and  make  possible  the  identifying  and  segregating  of  the  Depart- 
ment's costs  to  the  various  State  authorities  by  whom  it  is  retained. 
Such  measures .  give  an  ascertainable  percentage  of  Department 
cost  for  services  to  various  classes  of  State  enterprises. 

The  theoretically  correct  method  of  accounting  for  the  Depart- 
ment cost  for  preliminary  study  would  be  to  hold  in  suspense  the 
cost  so  incurred  in  a  soKjalled  "  rotary  "  fund  to  be  reimbursed 
from  the  appropriation  as  ultimately  secured.  Such  a  fund  should 
be  protected  by  every  device  of  authorized  drafts  and  checks  to 
place  it  beyond  the  reach  of  irresponsible  abusa  It  would  become 
an  automatically  replenishing  fund,  accountable  for  at  all  times, 
and  would  insure  complete  distribution  of  Department  cost  to  the 
enterprise  occasioning  such  cost.  Such  a  fund  would  probably 
mean  the  amendment  of  certain  features  of  the  State  Finance 
Law,  and  such  measures  are  respectfully  submitted  for  your 
consideration. 

Standardization  of  Buildings 

The  purposes  of  standardizing  buildings,  now  the  subject  of 
much  discussion  by  various  boards  in  this  and  other  States,  must 
be  considered  before  the  methods  can  be  intelligently  adopted. 

The  first  purpose  is  not  the  adoption  of  a  uniform  like  a  police- 
man's, to  stamp  with  monotony  the  structures  and  the  atmosphere 
of  the  institutions.     The  first  purpose  of  standardization  is  to 
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create  a  piece  of  structural  machinery  so  delicately  adjusted  to 
the  requirements  of  operation  and  occupation  of  a  given  charity 
that  the  ambitions  and  objects  of  all  of  the  institutions  devoted  to 
a  specific  purpose  are  served  with  the  greatest  utilitarian  economy. 

Kealization. —  The  concrete  realization  of  this  purpose  can  be 
achieved,  but  its  fulfillment  is  only  possible  through  the  sympa- 
thetic and  orderly  co-operation  between  the  executive,  adminis- 
trative and  philanthropic  direction  of  State  institutions  with  the 
technical  and  service  guidance  of  architect  and  engineer. 

First  step ;  survey. —  A  critical  analytical  survey  of  all  of  the 
institutions  of  a  State  should  precede  individual  consideration. 
The  general  survey  will  automatically  determine  the  position  of 
each  class  —  its  group  through  the  establishment  of  its  charac- 
teristics. 

(a)  Type  and  Grouping. —  Agricultural  and  industrial,  includ- 
ing output;  educational  and  corrective;  custodial.  Territorial 
limitations. 

(b)  Location. —  Accessibility  and  transportation ;  water  supply ; 
heat,  light,  sanitation. 

(c)  Inter-influence  of  local  and  State  control. 

(d)  Tenancy  or  occupation  by  inmates ;  feeble-minded,  defect- 
ives and  criminal,  ages,  juvenile,  infirm,  all  subdivided  by  sex  and 
sub-characteristics. 

(e)  Centralization  and  effective  government  control,  commis- 
sions, fiscal  supervisor,  boards  of  managers. 

(f)  Administration. —  Administrative  staffs,  including  service; 
medical,  including  nurses  and  orderlies;  educational,  including 
farm  and  shop,  foremen;  detentional,  including  wardens  and 
keepers. 

This  survey  leads  to  the  establishment  of  such  conclusions  as  de- 
termine the  nature  of  an  institution  through  the  ratios  of  deter- 
mined purposes  applied  to  structure.  The  economy  of  adminis- 
tration, the  security  of  inmates  from  fire  and  contagion,  the  se- 
curity of  the  inmates'  detention  and  segregation,  and  the  comfort 
and  convenience  of  both  inmates  and  administration  are  factors 
that  develop  out  of  the  general  survey.  The  appropriateness  of 
structure  to  purpose,  which  is  the  beginning  of  standardization 
wisdom,  makes  itself  felt  more  and  more  throughout  such  a  course 
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cally  self-supporting  by  paying  from  liie  appropriations  made  for 
buildings  the  cost  of  doing  the  architectural  work  on  such  stnio- 
tures.  For  instance,  an  appropriation  might  be  made  for  a  build- 
ing or  group  of  buildings  estimated  to  cost,  say,  $50,000  or 
$250,000,  or  either  of  these  sums,  pliis  cost  of  doing  the  archi- 
tectural work.  This  estimate  of  such  cost  could  very  easily  be 
checked  by  the  commissions,  boards  or  trustees  by  whom  the  appro- 
priation was  secured,  from  the  records  maintained  in  this  office 
for  work  of  a  similar  character,  thereby  eliminating  any  possi- 
bility of  exorbitant  or  extravagant  estimates  by  the  Department 
of  Architecture. 

Depabtmext  Cost  for  Service 

Accounting  measures  have  been  adopted,  designed  to  establish 
and  make  possible  the  identifying  and  segregating  of  the  Depart- 
ment's costs  to  the  various  State  authorities  by  whom  it  is  retained. 
Such  measures. give  an  ascertainable  percentage  of  Department 
cost  for  services  to  various  classes  of  State  enterprises. 

The  theoretically  correct  method  of  accounting  for  the  Depart- 
ment cost  for  preliminary  study  would  be  to  hold  in  suspense  the 
cost  so  incurred  in  a  soKjalled  "  rotary  "  fund  to  be  reimbursed 
from  the  appropriation  as  ultimately  secured.  Such  a  fund  should 
be  protected  by  every  device  of  authorized  drafts  and  checks  to 
place  it  beyond  the  reach  of  irresponsible  abuse.  It  would  become 
an  automatically  replenishing  fund,  accountable  for  at  all  times, 
and  would  insure  complete  distribution  of  Department  cost  to  the 
enterprise  occasioning  such  cost.  Such  a  fund  would  probably 
mean  the  amendment  of  certain  features  of  the  State  Finance 
Law,  and  such  measures  are  respectfully  submitted  for  your 
consideration. 

Standardization  of  Buildings 

The  purposes  of  standardizing  buildings,  now  the  subject  of 
much  discussion  by  various  boards  in  this  and  other  States,  must 
be  considered  before  the  methods  can  be  intelligently  adopted. 

The  first  purpose  is  not  the  adoption  of  a  uniform  like  a  police- 
man's, to  stamp  with  monotony  the  structures  and  the  atmosphere 
of  the  institutions.     The  first  purpose  of  standardization  is  to 
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create  a  piece  of  structural  machinery  so  delicately  adjusted  to 
the  requirements  of  operation  and  occupation  of  a  given  charity 
that  the  ambitions  and  objects  of  all  of  the  institutions  devoted  to 
a  specific  purpose  are  served  with  the  greatest  utilitarian  economy. 

Kealization. —  The  concrete  realization  of  this  purpose  can  be 
achieved,  but  its  fulfillment  is  only  possible  through  the  sympa- 
thetic and  orderly  co-operation  between  the  executive,  adminis- 
trative and  philanthropic  direction  of  State  institutions  with  the 
technical  and  service  guidance  of  architect  and  engineer. 

First  step;  survey. —  A  critical  analytical  survey  of  all  of  the 
institutions  of  a  State  should  precede  individual  consideration. 
The  general  survey  will  automatically  determine  the  position  of 
each  class  —  its  group  through  the  establishment  of  its  charac- 
teristics. 

(a)  Type  and  Grouping. —  Agricultural  and  industrial,  includ- 
ing output;  educational  and  corrective;  custodial.  Territorial 
limitations. 

(b)  Location. —  Accessibility  and  transportation ;  water  supply ; 
heat,  light,  sanitation. 

(c)  Inter-influence  of  local  and  State  control. 

(d)  Tenancy  or  occupation  by  inmates;  feeble-minded,  defect- 
ives and  criminal,  ages,  juvenile,  infirm,  all  subdivided  by  sex  and 
sub-characteristics. 

(e)  Centralization  and  effective  government  control,  commis- 
sions, fiscal  supervisor,  boards  of  managers. 

(f)  Administration. —  Administrative  staffs,  including  service; 
medical,  including  nurses  and  orderlies;  educational,  including 
farm  and  shop,  foremen;  detentional,  including  wardens  and 
keepers. 

This  survey  leads  to  the  establishment  of  such  conclusions  as  de- 
termine the  nature  of  an  institution  through  the  ratios  of  deter- 
mined purposes  applied  to  structure.  The  economy  of  adminis- 
tration, the  security  of  inmates  from  fire  and  contagion,  the  se- 
curity of  the  inmates'  detention  and  segregation,  and  the  comfort 
and  convenience  of  both  inmates  and  administration  are  factors 
that  develop  out  of  the  general  survey.  The  appropriateness  of 
structure  to  purpose,  which  is  the  beginning  of  standardization 
wisdom,  makes  itself  felt  more  and  more  throughout  such  a  course 
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of  analysis.  The  necessity  of  adopting  such  types  of  structural 
designs  and  details  as  lend  themselves  naturally  to  modifications^ 
alterations  and  expansion,  becomes  equally  apparent,  with  the  mul- 
tiplication of  evidence  that  such  growth  is  inevitable  with  time,  and 
with  the  evolution  of  the  State's  social  responsibilities. 

Unit  of  Measurement. —  The  completion  of  this  analysis  should 
result  in  the  identification  of  a  unit  of  measurement  for  each  type 
of  institution  and  sub-institution.  This  unit  should  be  the  mini- 
mum number  of  inmates  that  embodies  a  fixed  ratio  of  all  the  in- 
mate classes  occupying  a  certain  type  or  group  of  institutions  to 
which  is  added  an  ascertainable  ratio  of  administrative  attend- 
ance. This  unit  should  give  in  interchangeable  terms,  inmates, 
and  areas,  cubage  and  proportional  auxiliary  facilities,  such  as 
water  supply,  horsepower,  sewerage,  dining-rooms,  kitchens,  etc., 
etc.,  barns,  shops,  etc. 

With  this  unit  of  measurement  established,  the  necessities  of  the 
individual  institution  can  be  identified  in  standard  terms,  that  are 
not  the  expedients  or  makeshifts  of  personal  judgment.  This  possi- 
bility of  measurement  is  the  prerequisite  of  any  comprehensive 
scheme  for  the  reclamation  of  our  system  of  institutions,  and  in 
terms  of  building  only,  it  is  the  means  of  determining  not  alone 
the  lines  of  first  construction,  but  the  sequence  of  growth.  It  be- 
comes not  only  the  basis  of  standard  construction  progress  but  also 
the  basis  of  logical  comparisons  of  actually  parallel  conditions  at 
different  points,  leading  to  explicit  conclusions  confirming  or  cor- 
recting local  practices. 

The  establishment  of  this  unit  and  of  its  equivalent  terms  in 
structure  and  equipment  is  the  first  purpose  of  standardizing  build- 
ings. It  parallels  the  conventional  industrial  practices  of  design- 
ing factories,  shops,  mills,  in  terms  of  a  unit  of  output. 

The  unit  becomes  the  institution  by  multiplication.  Immedi- 
ately we  arrive,  structurally,  economically,  and  by  purpose,  at 
the  boundaries,  minimum  and  maximum,  of  the  effective  institu- 
tion under  the  predicated  conditions.  The  smaller  the  number 
of  units,  the  greater  the  per  capita  cost  of  the  irreducible  mini- 
mum of  administration  and  auxiliary  facilities,  but  the  units  can 
only  be  increased  up  to  the  point  beyond  which  the  physical  effi- 
c'cn?y  of  a  single  administration  is  overloaded.     Between  these 
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maximum  and  minimum  limits  of  effectiveness  and  obviously 
approximating  the  maximum  limit,  is  the  institution  of  maximum 
efficiency.  And  in  terms  of  the  unit,  the  structures  proportion- 
atelv  efficient  can  be  standardized. 

Given  then  the  comprehensive  formulas  of  standard  buildings, 
and  subscribing  unreservedly  to  the  proposition  that  standardiza- 
tion of  buildings  is  a  corroUary  to  standardization  of  institutions, 
the  second  purpose  of  standardization  may  be  discussed. 

Central  Stock  Room. —  This  purpose  is  the  economy  in  first 
costs  by  the  adoption  of  uniformity  in  plans  and  sections  of  build- 
ings ;  and  second,  economy  in  maintenance  by  reducing  the  variety 
of  materials  and  devices  carried  for  repairs  and  replacements,  the 
increased  facility  for  purchasing  such  materials  and  devices  in 
bulk,  the  possibility  of  a  central  maintenance  stock  room,  with  a 
maintenance-staff  following  uniform  practice  at  all  points,  result- 
ing in  a  standardized  maintenance  cost  for  comparison  as  be* 
tween  institutions. 

Uniformity  in  plans  and  sections  of  structures  involves  the  de- 
termination of  the  cubic  contents  allowed  per  unit,  the  floor  area, 
and  the  resulting  ceiling  heights.  These  in  turn  are  convertible 
into  terms  of  horsepower  for  heat  and  light,  into  volume  for  water 
supply  and  sewerage. 

The  minimum  of  ceiling  heights  permitting  the  adequate  dif- 
fusion of  light  from  windows  of  prescribed  proportion  to  wall 
area,  and  of  prescribed  sill  height,  reduces  the  number  of  steps  in 
stairways,  and  opens  the  field  of  speculation  for  the  use  of  ramps 
for  infirmaries  and  for  thoroughfares  to  day  rooms,  "  dining 
rooms  "  and  rooms  of  general  assembly  purpose. 

The  consideration  of  general  materials  properly  enters  at  this 
point,  and  the  hygienic  and  structural  values  of  floor  coverings, 
wall  and  ceiling  coatings  and  textures.  The  comparative  values  of 
direct  and  indirect  methods  of  heating  and  lighting,  the  types  of 
natural  and  artificial  lighting,  whether  from  walls  or  ceilings, 
concealed  and  diffused,  or  direct,  should  be  settled  from  the  stand- 
point of  operating  effectiveness  —  not  exclusively  from  the  stand- 
point of  initial  cost  —  (an  item  of  small  percentage  value  in  the 
total  first  cost  and  of  vital  importance  in  ultimate  efficiency). 

All  the  designs^  methods,  materials  and  devices  should  be  first 
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appraised  and  rated  by  the  test  of  suitability  for  the  purpose, 
membering  that  unstudied  guess  work  is  essential  extravaganoe, 
and  that  studied  and  justified  proportions  and  practice,  are  essen- 
tial economy. 

Uniformity. —  The  last  phase  of  standardizing  is  the  consid- 
eration of  the  structural  materials  that  perform  no  essential  func- 
tion in  administration  of  operation  except  as  they  contribute  to 
the  completeness  of  the  structure  as  a  whole. 

Such  considerations  as  the  uniformity  of  rain  water  leaders, 
hardware  and  glazing  installations,  valves,  hose  and  fixtures, 
hydrants,  all  are  matters,  not  of  "  standardization,"  but  of  "  uni- 
formity." 

The  multiplicity  of  K.  K.  buildings  known  as  "  standard  "  are 
not  "  standard  "  because  they  are  uniform  in  dimensions,  mater- 
ials and  devices.  They  are  "  standard  "  because  the  functions 
whose  purposes  they  serve,  have  been  standardized,  and  because 
the  structures  have  been  coordinated  with  their  functions.  Thus 
the  derivative  uniformity  has  been  made  possible  and  logical. 

The  whole  point  of  the  question  of  standardizing  structure  and 
equipment  for  institutional  purposes  is,  that  standardization  must 
proceed ;  that  it  can  only  proceed  in  intimate  co-operation  with  the 
standardization  of  the  institution;  that  the  standardization  of 
institutions  and  buildings  go  hand  in  hand,  cannot  be  conducted 
independently,  must  keep  pace  with  each  other. 

Dbpabtment  of  Abchitectube 

With  several  important  amendments  the  Legislature  of  1914 
passed  and  the  Governor  approved  the  measure  prepared  and  recom- 
mended by  me  reorganizing  the  work  of  the  State  Architect's 
oflice  and  creating  a  new  subdivision  of  State  government  known 
as  the  Department  of  Architecture.  Results  under  the  new  statute 
during  the  past  few  months  have  been  most  satisfactory  architec- 
turally while  a  material  pro  rata  reduction  in  the  cost  of  prepar- 
ing plans  and  specifications  has  been  secured.  The  new  law  has 
more  than  justified  its  enactment.  It  is  Chapter  III  of  the  Laws 
of  1914,  and  is  as  follows: 
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AN  ACT  to  amend  the  public  buildings  law,  in  relation  to  the 
office  of  state  architect,  establishing  a  department  of  archi- 
tecture, and  defining  the  jurisdiction,  powers  and  duties 
thereof. 

Chapter  III,  Laws  of  1914 

Section  1.  Sections  six  and  seven  of  chapter  forty-eight  of  the 
laws  of  nineteen  hundred  and  nine,  entitled  ^'An  act  relating  to 
public  buildings,  c(mstituting  chapter  forty-four  of  the  consolidated 
laws,"  are  hereby  amended  to  read,  respectively,  as  follows : 

§  6.  State  architect ;  department  of  architecture.  The  state  arch- 
itect now  in  office  is  continued  in  office  for  three  years  from  Janu- 
ary first,  nineteen  hundred  and  fourteen.  The  office  of  the  state 
architect  shall  hereafter  be  known  as  the  department  of  architec- 
ture. The  state  architect  shall  be  the  head  of  the  department  of 
architecture.  He  shall  be  appointed  by  the  governor,  by  and  with 
the  advice  and  consent  of  the  senate,  for  a  term  of  three  years. 
He  shall  receive  an  annual  salary  of  ten  thousand  dollars. 

§  7.  Office,  deputies  and  assistants.  The  trustees  of  public  build- 
ings shall  provide  suitable  offices,  rooms  and  accommodations  for 
the  department  of  architecture  at  the  state  capitol.  The  state 
architect  shall  have  the  custody  of  all  plans,  specifications,  appa- 
ratus, books  and  records  heretofore  in  his  custody.  He  may  ap- 
point  and  employ,  to  hold  office  during  his  pleasure,  three  deputies 
to  be  known  and  designated,  respectively,  as  executive  deputy 
state  architect,  at  an  annual  salary  of  five  thousand  dollars,  assist- 
ant state  architect,  at  an  annual  salary  of  five  thousand  dollars  and 
chief  engineer,  at  an  annual  salary  of  three  thousand  five  hundred 
dollars.  He  may  also  appoint  and  employ  in  his  department,  to 
hold  office  during  his  pleasure,  a  secretary,  an  assistant  secretary 
and  two  confidential  assistants,  and  shall  fix  their  salaries  or  com- 
pensation at  such  reasonable  sums  as  shall  fairly  compensate  them 
for  the  services  to  be  rendered.  He  may  also  appoint  and  employ 
such  architectural  and  engineering  experts,  draftsmen,  clerks, 
stenographers  and  other  employees  as  may  be  necessary  for  the 
conduct  of  the  business  of  such  department,  and  upon  such  ap- 
pointment or  employment  he  shall  fix  their  salaries  or  compen- 
sation. Whenever  plans  and  specifications  for  state  buildings  are 
executed  by  architects  other  than  the  state  architect,  they  must  be 
approved  by  the  state  architect. 
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2.  Section  eight  of  such  chapter,  as  amended  by  chapter  four 
hundred  and  forty-eight  of  the  laws  of  nineteen  hundred  and  ten, 
is  hereby  amended  to  read  as  follows : 

§  8.  General  powers  and  duties  of  state  architect.  The  state 
architect  shall  prepare  the  drawings  and  specifications  for  and 
supervise  the  construction  of  all  new  buildings  erected  at  the  ex- 
pense of  the  state,  except  as  provided  in  this  article;  shall  also 
prepare  the  drawings  and  specifications  for  all  additions  to  exist- 
ing buildings,  and  for  the  alteration  or  improvement  thereof,  except 
when  such  work  is  done  by  an  institution  or  inmate  labor  or  both 
upon  special  fund  estimates,  and  shall  see  that  the  materials  fur- 
nished and  the  work  performed  in  constructing,  altering,  or  im- 
proving any  such  building  are  in  accordance  with  such  drawings 
and  specifications,  and  that  the  interests  of  the  state  are  fully  pro- 
tected. No  municipality  of  the  state  shall  have  power  to  modify 
or  change  plans  or  specifications  for  the  erection,  alteration  or  im- 
provement of  state  buildings,  or  the  construction,  pliunbing,  heat- 
ing, lighting  or  other  mechanical  branch  of  work  necessary  to  com- 
plete the  work  in  question,  nor  to  require  that  any  person,  firm  or 
corporation  employed  on  any  such  work  shall  perform  said  work 
in  any  other  or  different  manner  than  that  provided  by  said  con- 
tract and  specifications,  nor  to  obtain  any  other  or  additional 
authority  or  permit  from  siich  municipality,  department  or  person 
as  a  condition  of  doing  such  work,  nor  shall  any  condition  what- 
ever be  imposed  by  any  such  municipality  in  relation  to  the  work 
under  the  supervision  of  the  state  architect,  but  such  work  shall 
be  under  the  sole  control  of  the  state  architect  in  accordance  with 
the  drawings,  plans,  specifications  and  contracts  in  relation  thereto ; 
and  the  doing  of  any  such  work  for  the  state  by  any  person,  firm 
or  corporation  in  accordance  with  the  terms  of  such  contract,  plans 
or  specifications  shall  not  subject  said  person,  firm  or  corporation 
to  any  liability  or  penalty,  civil  or  criminal,  other  than  may  be 
stated  in  such  contract  and  specifications  or  incidental  to  the  proper 
enforcement  thereof.  He  shall  prepare  necessary  forms  of  con- 
tracts to  be  approved  by  the  attorney-general,  which  shall  be  used 
in  all  work  let  by  contract  and  no  payment  shall  be  made  on  any 
such  contract  except  upon  his  ofiicial  certificate  after  audit  by  the 
comptroller. 
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•  3.  Such  chapter  is  hereby  amended  by  inserting  therein  at  the 
end  of  article  two,  eleven  new  sections  to  be  sections  thirteen  to 
nineteen-d,  both  inclusive,  to  read,  respectively,  as  follows : 

§f  13.  Inspection  of  work  by  department  interested.  The  pro- 
visions of  section  eight  shall  not  be  construed  to  prohibit  any  board, 
department  or  officer  of  any  institution,  department  or  office  of 
the  state  from  entering  upon  any  work  in  progress  or  done  in  or 
upon  any  public  building  in  such  institution,  department  or  office 
for  the  purpose  of  inspecting  such  work  and  otherwise  determining 
whether  the  work  has  been  done  faithfully,  according  to  the  terms 
of  contract  therefor. 

§  14.  Contracts.  It  shall  be  the  duty  of  the  state  architect,  in 
accordance  with  the  provisions  of  this  chapter,  to  prepare  speci- 
fications and  drawings  for  all  work  and  materials  to  be  contracted 
for  upon  and  in  connection  with  the  erection  of  new  buildings  for 
the  state  and  of  additions,  alterations  and  improvements  thereto, 
and  such  specifications  and  drawings  shall  be  a  part  of  each  such 
contract.  Such  specifications  and  drawings  when  prepared  shall  be 
filed  in  the  office  of  the  department  of  architecture,  and  in  the  office 
of  the  board,  department,  commission  or  office  having  jurisdiction 
over  such  work,  and  in  the  office  of  the  state  comptroller ;  and  shall 
at  all  times  be  open  to  public  inspection.  The  state  may  reject 
all  bids  submitted  if  the  lowest  bid  is  excessive  or  may  reject  the 
bid  of  the  contractor  who  is  shown  to  be  irresponsible  or  has  been 
guilty  of  defective  or  fraudulent  work  upon  state  or  other  contracts. 
The  public  notice  of  the  letting  of  contracts  shall  be  a  notice  do- 
scribing  the  work  and  materials  to  be  contracted  for;  shall  refer 
to  the  specifications  and  drawings  therefor  and  to  the  filing  of  such 
specifications  and  drawings  in  the  office  of  the  state  architect; 
and  shall  state  the  time  when  and  the  place  where  the  bids  invited 
upon  such  specifications  will  be  received.  Such  notice  shall  be 
printed  in  a  newspaper  published  in  the  city  of  Albany,  and  in 
such  other  newspapers  as  will  be  most  likely  to  give  adequate  notice 
of  the  letting  of  such  contracts,  for  such  time  and  in  such  manner 
as  shall  be  prescribed  in  the  rules  and  regulations  to  be  made  by 
the  state  architect.  The  specifications  and  drawings  for  such  work 
and  materials  to  be  contracted  for  must  be  set  forth  in  such  detail 
as  will  adequately  inform  proposing  bidders  of  the  nature,  kind, 
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service  corporation  shall  not  be  required  to  make  the  preliminary 
deposit  or  to  give  the  certified  check  upon  submitting  its  proposal, 
nor  to  give  any  bond  for  the  performance  of  the  work,  nor  shall 
any  advertising  for  proposals  be  necessary  where  the  public  service 
corporation  is  to  perform  the  work. 

§  19-b.  When  appropriations  are  available;  limitation  of  lia- 
bility of  state ;  appropriations  for  two  or  more  objects.  No  item 
of  an  approriation  made  for  the  performance  of  such  work  shall  be 
available,  except  for  advertising  or  expenses  incurred  in  the  prepa- 
ration of  plans  and  specifications,  engineering  work  or  superin- 
tendence, unless  one  or  more  contracts  or  special  orders  shall  first 
have  been  made  for  the  completion  of  such  work  within  the  appro- 
priation therefor.  All  contracts  for  the  erection,  alteration,  repair 
or  improvement  of  state  institutions  shall  contain  a  clause  that 
the  contract  shall  only  be  deemed  executory  to  the  extent  of  the 
moneys  available  and  no  liability  shall  be  incurred  by  the  state 
beyond  the  moneys  available  for  the  purpose.  If  an  appropriation 
be  made  for  the  erection,  alteration,  repair  or  improvement  of 
buildings  or  plant  in  an  appropriation  act  specifying  two  or  more 
objects  for  which  the  appropriation  is  made  and  any  one  of  such 
objects  shall  have  been  accomplished  for  a  sum  less  than  the  amount 
specified  in  the  act,  the  unexpended  balance  shall  be  applicable  to 
any  other  work  specified  in  the  act. 

§  19-c.  Completion  of  existing  contracts.  All  contracts  for  the 
erection  of  new  buildings  for  the  state  or  any  of  its  institutions 
or  for  additions,  alterations  or  improvements  to  existing  buildings 
of  the  state  and  for  all  work  and  materials  in  connection  therewith 
shall  be  continued  in  force  and  carried  to  completion  by  the  de- 
partment of  architecture. 

§  19-d.  Application  of  article.  The  provisions  of  this  article 
shall  not  apply  to  contracts  for  plans,  drawings,  specification  and 
superintendence  for  the  construction,  erection,  alteration  or  im- 
provement of  state  buildings  in  Albany  under  the  jurisdiction  of 
the  trustees  of  public  J)uildings,  or  contracts  made  or  to  be  made 
for  the  erection  of  or  in  relation  to  the  New  York  state  building 
at  the  Panama-Pacific  exposition  commission,  nor  shall  the  pro- 
visions of  this  article  affect  the  armory  commission  of  the  state 
nor  the  military  buildings  under  the  control  of  such  commission 
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as  provided  for  in  the  military  law.  The  provisions  of  this  article 
shall  not  apply  to  contracts  now  in  force  between  the  state  and 
architects  in  the  preparation  of  plans,  drawings,  specifications  and 
superintendence  until  such  existing  contracts  have  been  fulfilled. 

§  4.  The  unexpended  balance  of  all  moneys  appropriated  by 
chapter  seven  hundred  and  ninety-one  of  the  laws  of  nineteen  hun- 
dred and  thirteen,  and  the  unexpended  balance  of  all  moneys  ap- 
propriated by  chapter  seven  hundred  and  ninety-two  of  the  laws 
of  nineteen  hundred  and  thirteen,  for  the  conduct  and  mainte- 
nance of  the  state  architect's  office,  are  hereby  reappropriated  and 
made  available  for  the  purpose  of  carrying  out  the  provisions  of 
this  act. 

§  5.  All  acts  and  parts  of  acts,  general  or  special,  or  local,  in- 
consistent with  this  act,  are  hereby  repealed. 

§  6.  This  act  shall  take  effect  immediately. 


CAPITOL  RECONSTRUCTION 

A  supplemental  report,  covering  the  entire  subject  of  Capitol 
reconstruction,  will  be  submitted  to  the  Legislature  immediately 
on  completion  of  the  work.  It  is  expected  that  this  work  will  be 
practically  finished  before  adjournment  of  the  legislative  session 
of  1915. 

Respectfully  submitted, 

L.  F.  PILCHER, 

State  Architect. 

Drafting  Division 

CoTistruction 

During  the  past  fiscal  year  this  division  of  the  Department  of 
Architecture  prepared  sketches,  working  drawings,  specifications 
and  full  size  details  for  102  projects  of  which  59  were  for  new 
buildings  and  43  for  additions  and  alterations  to  old.  Not  in- 
cluded in  the  foregoing  were  12  construction  contracts  made  in 
1912-13,  of  which  detail  drawings  only  were  made  during  1913- 
1914.     These  12  constructions  were: 
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any  advertising  for  proposals  be  necessary  where  the  public  service 
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of  an  approriation  made  for  the  performance  of  such  work  shall  be 
available,  except  for  advertising  or  expenses  incurred  in  the  prepa- 
ration of  plans  and  specifications,  engineering  work  or  superin- 
tendence, unless  one  or  more  contracts  or  special  orders  shall  first 
have  been  made  for  the  completion  of  such  work  within  the  appro- 
priation therefor.  All  contracts  for  the  erection,  alteration,  repair 
or  improvement  of  state  institutions  shall  contain  a  clause  that 
the  contract  shall  only  be  deemed  executory  to  the  extent  of  the 
moneys  available  and  no  liability  shall  be  incurred  by  the  state 
beyond  the  moneys  available  for  the  purpose.  If  an  appropriation 
be  made  for  the  erection,  alteration,  repair  or  improvement  of 
buildings  or  plant  in  an  appropriation  act  specifying  two  or  more 
objects  for  which  the  appropriation  is  made  and  any  one  of  such 
objects  shall  have  been  accomplished  for  a  sum  less  than  the  amount 
specified  in  the  act,  the  unexpended  balance  shall  be  applicable  to 
any  other  work  specified  in  the  act. 

§  19-c.  Completion  of  existing  contracts.  All  contracts  for  the 
erection  of  new  buildings  for  the  state  or  any  of  its  institutions 
or  for  additions,  alterations  or  improvements  to  existing  buildings 
of  the  state  and  for  all  work  and  materials  in  connection  therewith 
shall  be  continued  in  force  and  carried  to  completion  by  the  de- 
partment of  architecture. 

§;  19-d.  Application  of  article.  The  provisions  of  this  article 
shall  not  apply  to  contracts  for  plans,  drawings,  specification  and 
superintendence  for  the  construction,  erection,  alteration  or  im- 
provement of  state  buildings  in  Albany  under  the  jurisdiction  of 
the  trustees  of  public  J)uildings,  or  contracts  made  or  to  be  made 
for  the  erection  of  or  in  relation  to  the  New  York  state  building 
at  the  Panama-Pacific  exposition  commission,  nor  shall  the  pro- 
visions of  this  article  affect  the  armory  commission  of  the  state 
nor  the  military  buildings  under  the  control  of  such  commission 
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as  provided  for  in  the  military  law.  The  provisions  of  this  article 
shall  not  apply  to  contracts  now  in  force  between  the  state  and 
architects  in  the  preparation  of  plans,  drawings,  specifications  and 
superintendence  until  such  existing  contracts  have  been  fulfilled. 

§  4.  The  unexpended  balance  of  all  moneys  appropriated  by 
chapter  seven  hundred  and  ninety-one  of  the  laws  of  nineteen  hun- 
dred and  thirteen,  and  the  unexpended  balance  of  all  moneys  ap- 
propriated by  chapter  seven  hundred  and  ninety-two  of  the  laws 
of  nineteen  hundred  and  thirteen,  for  the  conduct  and  mainte- 
nance of  the  state  architect's  office,  are  hereby  reappropriated  and 
made  available  for  the  purpose  of  carrying  out  the  provisions  of 
this  act. 

§  5.  All  acts  and  parts  of  acts,  general  or  special,  or  local,  in- 
consistent with  this  act,  are  hereby  repealed. 

§  6.  This  act  shall  take  effect  inmiediately. 


CAPITOL  RECONSTRUCTION 

A  supplemental  report,  covering  the  entire  subject  of  Capitol 
reconstruction,  will  be  submitted  to  the  Legislature  immediately 
on  completion  of  the  work.  It  is  expected  that  this  work  will  be 
practically  finished  before  adjournment  of  the  legislative  session 
of  1915. 

Respectfully  submitted, 

L.  F.  PILCHER, 

State  Architect. 

Drafting  Division 

Construction 

During  the  past  fiscal  year  this  division  of  the  Department  of 
Architecture  prepared  sketches,  working  drawings,  specifications 
and  full  size  details  for  102  projects  of  which  59  were  for  new 
buildings  and  43  for  additions  and  alterations  to  old.  Not  in- 
cluded in  the  foregoing  were  12  construction  contracts  made  in 
1912-13,  of  which  detail  drawings  only  were  made  during  1913- 
1914.     These  12  constructions  were: 
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Hospitals  .  Details 

Manhattan  State  Hospital  at  Ward's  Island  —  Nurses'  Home  21 

Rochester  —  Nurses'  Homo   3 

Middletown  —  Power  house  and  coal  shed 2 

Middletown  —  Addition  to  Chronic  building 2 

Charities 

Bedford  —  Power  house,  cottages  9  to  16  inclusive 51 

Hudson  —  School  building 3 

Hudson  —  Cottages  13  and  14 12 

Letchworth  Village  —  Cottages  A,  B,  C  and  D 7 

Newark  —  Employees^  building 23 

Universities 

Schoharie  School  of  Agriculture 2 

MiscellaneoiLS 

Fence  around  battle  monument  at  Lake  George  park 3 
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Of  the  97  construction  specifications  written  56  were  for  work 
under  contract  and  47  for  work  not  under  contract  The  prepa- 
ration of  drawings  for  construction  work  as  distinguished  from 
the  heating  and  ventilating,  plumbing  and  electric  work  referred 
CO  as  engineering  has  been  accomplished  with  a  drafting  force  at 
given  below: 
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During  the  latter  third  of  the  fiscal  year,  it  was  necessary  to 
augment  the  force  in  order  to  relieve  the  congtotiou  of  accumulated 
work  due  to  extra  lahor  required  by  authorization  of  the  Trustees 
of  Public  Buildings  for  completion  of  the  unfinished  percentage 
contract  for  the  finishing  of  the  west  end  of  the  Capitol,  and  the 
finishing  of  the  fourth,  fifth  and  sixth  floors  at  such  end.  Prep- 
aration of  plans  and  specifications  for  Capitol  Reconstruction,  on 
account  of  the  unusual  amount  of  measurements,  checking  up  and 
patch  work,  has  required  of  this  office  a  much  greater  quantity  of 
work  than  the  contract  cost  of  the  restoration  would  indicate. 

In  three  only  of  the  102  projects  prepared  has  it  been  possible 
to  utilize  a  repetition  of  the  same  design.  This  repetition  was 
practicable  in  three  of  the  buildings  of  the  hospital  group,  four 
of  the  buildings  of  the  farm  group  at  Bedford  Reformatory  for 
Women,  and  in  the  troop  armories  at  Albany  and  Buffalo. 

■  -         • 

STATE  HOSPITALS 

The  more  important  building  operations  in  progress  at  the 
various  State  Institutions  under  the  direction  of  the  Hospital  Com- 
mission during  the  fiscal  year  are  as  follows : 

Binghamton 

Working  drawings  and  specifications  in  course  of  completion  for 
the  new  building  to  accommodate  282  patients  of  the  chronic  class, 
25  attendants,  and  quarters  for  one  doctor. 

Working  drawings  and  specifications  have  been  completed  for 
an  addition  to  the  laundry. 

Central  Islip 

Working  drawings  and  specifications  have  been  completed  for  an 
addition  to  the  South  Colony  power  house  to  permit  of  increased 
boiler  capacity.  Sketches  have  been  prepared  and  approved  for 
the  enlargement  and  renovation  of  the  refrigerating  plant  and  gen- 
eral store  house. 

Gowanda 

Working  drawings  have  been  prepared  for  two  reinforced  con- 
crete silos. 
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Eiulson  River 

Working  drawings  have  been  prepared  for  the  repairs  to  the 
Xurses^  Cottage,  and  measured  drawings  made  of  the  abandoned 
power  house  with  a  view  to  converting  this  into  a  machine  shop. 

Kings  Park 

Numerous  sketches  have  been  prepared  for  a  group  of  modem 
buildings  to  replace  several  dilapidated  wooden  cottages.  After 
the  Board  of  Managers  adopted  sketches  for  this  group,  and  on 
the  reconmiendation  of  the  Conamissioner  of  Efficiency  and 
Economy  these  were  set  aside  and  sketches  prepared  for  additions 
to  the  four  cottages  constituting  groups  two  and  three. 

Working  drawings  and  specifications  are  in  course  of  comple- 
tion for  addition  to  the  four  cottages  of  groups  two  and  threa 
These  will  provide  additional  accommodation  for  chronic  patients. 

Long  Island  at  Brooklyn 

Working  drawings  and  specifications  have  been  completed  for  a 
general  store  house  and  cold  storage  building,  and  for  a  power 
house. 

Manhattan  at  Ward's  Island 

Working  drawings  and  specifications  have  been  completed  for  a 
building  to  accommodate  200  patients  of  the  acute  class,  26  at- 
tendants and  1  doctor,  for  a  building  to  accommodate  100  patients 
of  the  acute  class,  24  attendants  and  1  doctor,  and  for  a  building 
to  accommodate  150  patients. 

Following  the  recommendation  of  the  Department  of  Efficiency 
and  Economy  sketches  were  prepared  for  an  additional  story  to 
the  present  reception  hospital  building  with  a  view  to  substituting 
this  for  the  200  patients'  building  for  which  working  drawings 
and  specifications  had  been  prepared.  This  (third  story)  scheme 
was  disapproved  by  the  Board  of  Managers  of  the  hospital. 

Rochester 

Working  drawings  have  been  completed  for  the  renovating  of 
the  Smith  Farm  cottage  and  barn. 
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patch  work,  has  required  of  this  office  a  much  greater  quantity  of 
work  than  the  contract  cost  of  the  restoration  would  indicate. 

In  three  only  of  the  102  projects  prepared  has  it  been  possible 
to  utilize  a  repetition  of  the  same  design.  This  repetition  was 
practicable  in  three  of  the  buildings  of  the  hospital  group,  four 
of  the  buildings  of  the  farm  group  at  Bedford  Reformatory  for 
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STATE  HOSPITALS 

The  more  important  building  operations  in  progress  at  the 
various  State  Institutions  under  the  direction  of  the  Hospital  Com- 
mission during  the  fiscal  year  are  as  follows : 

Binghamton 

Working  drawings  and  specifications  in  course  of  completion  for 
the  new  building  to  accommodate  282  patients  of  the  chronic  class, 
25  attendants,  and  quarters  for  one  doctor. 

Working  drawings  and  specifications  have  been  completed  for 
an  addition  to  the  laundry. 

Central  Islip 

Working  drawings  and  specifications  have  been  completed  for  an 
addition  to  the  South  Colony  power  house  to  permit  of  increased 
boiler  capacity.  Sketches  have  been  prepared  and  approved  for 
the  enlargement  and  renovation  of  the  refrigerating  plant  and  gen- 
eral store  house. 

Oowanda 

Working  drawings  have  been  prepared  for  two  reinforced  con- 
crete silos. 
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Hvdson  River 

Working  drawings  have  been  prepared  for  the  repairs  to  the 
Xurses'  Cottage,  and  measured  drawings  made  of  the  abandoned 
power  house  with  a  view  to  converting  this  into  a  machine  shop. 

Kings  Park 

Numerous  sketches  have  been  prepared  for  a  group  of  modem 
buildings  to  replace  several  dilapidated  wooden  cottages.  After 
the  Board  of  Managers  adopted  sketches  for  this  group,  and  on 
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to  the  four  cottages  constituting  groups  two  and  three. 
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tion for  addition  to  the  four  cottages  of  groups  two  and  threa 
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Working  drawings  and  specifications  have  been  completed  for  a 
general  store  house  and  cold  storage  building,  and  for  a  power 
house. 

Manhattan  at  ^Yard's  Island 

Working  drawings  and  specifications  have  been  completed  for  a 
building  to  accommodate  200  patients  of  the  acute  class,  26  at- 
tendants and  1  doctor,  for  a  building  to  accommodate  100  patients 
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this  for  the  200  patients'  building  for  which  working  drawings 
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Rochester 

Working  drawings  have  been  completed  for  the  renovating  of 
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Miscellaneous  Hospitals 

During  the  fiscal  year  numerous  details  have  also  been  prepared 
for  buildings  under  course  of  constuction. 

CHARITABLE  INSTITUTIONS 

The  more  important  building  operations  at  the  various  institu- 
tions under  the  Charities  Commission  for  which  working  drawings, 
specifications  and  details  have  been  prepared  by  this  division  are 
as  follows : 

Batavia 

Revised  plans  and  specifications  for  the  addition  to  the  hospital 
at  the  New  York  State  School  for  the  Blind  providing  additional 
accommodation  in  this  building  for  sixteen  inmates. 

Proposals  received  on  plans  previously  prepared  for  this  work 
exceeded  the  appropriation. 

Bedford 

The  new  power  house  now  under  construction  at  the  New  York 
State  Reformatory  for  Women  will  provide  adequately  for  the  old 
buildings  forming  the  administration  and  upper  campus  groups, 
and  the  n^w  hospital  and  cottages  9,  10  and  11  now  nearing  com- 
pletion. These  cottages,  with  the  new  farm  group  comprising 
cottages  13  to  16  inclusive,  also  under  contract,  have  been  planned 
to  meet  the  special  requirements  of  this  institution  and  furnish  a 
standard  for  the  correctional  cottage  type. 

These  new  buildings  will  provide  an  increased  acconmiodation 
for  223  inmates. 

Iludson 

The  projected  work  at  the  New  York  State  Training  School  for 
Girls  comprises  a  hospital,  contagious  hospital,  store  house  and 
laundry. 

The  school  building  and  cottages  13  and  14  are  imder  contract, 
the  two  cottages  providing  an  increased  accommodation  for  sixty 
inmates. 

Industry 

The  addition  to  the  hospital  at  the  State  Agricultural  and  In- 
dustrial School  for  which  plans  have  been  made  comprises  a  frame 
building  having  a  capacity  of  twenty-two  inmates,  and  is  to  be 
connected  with  the  pre:ent  hospital  by  an  enclosed  passage. 
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Iroquois 

For  the  Thomas  Indian  School  sketches  have  been  made  for  a 
store  house  and  dairy  building.  Sketches  also  have  been  made  for 
an  extension  of  the  present  dairy  bam  to  provide  stalls  for  twenty 
head  of  cattla  All  of  these  sketches  have  been  submitted  to  the 
board  of  managers  for  their  consideration  and  approval. 

Letchworth  Village 

The  work  on  the  power  house  and  laundry  building  will  be  ad- 
vertised as  soon  as  the  project  for  heating  and  conduit  systems 
prepared  by  the  engineers  retained  by  the  Board  of  Managers  has 
been  completed  and  approved. 

The  completion  of  the  drawings  and  specifications  for  the  service 
building  and  the  Attendants'  Home  ceased  with  the  failure  of  the 
re-appropriation  bill  to  provide  for  these  buildings. 

The  completion  of  cottages  A,  B,  C  and  D,  now  under  con- 
tract will  give  accommodation  to  280  inmates. 

Napanoch 

The  hospital  building  to  be  erected  by  inmate  labor,  for  which 
drawings  and  specifications  have  been  made,  was  not  provided  for 
in  the  re-appropriation  bill. 

Newark 

The  new  work,  for  which  drawings  and  specifications  are  nearly 
completed,  comprises  a  cottage  for  ninety-two  inmates  and  a  hos- 
pital with  accommodation  for  sixty-seven  patients. 

The  employees'  building  under  contract  is  nearly  ready  for  oc- 
cupancy. 

Rome 

The  new  dormitory  building,  for  which  sketches  have  been  pre- 
pared, is  designed  to  accommodate  350  inmates,  with  dining-room 
and  kitchen  on  the  first  floor,  including  nurses'  and  physicians' 
quarters. 

8on,yea 

The  additions  to  the  cold  storage  building  and  to  the  power 
house  and  the  alterations  and  rebuilding  of  the  laundry,  for  which 
drawings  have  been  prepared,  will  be  undertaken  by  iimiate  labor 
iinder  a  special  fund  estimate. 
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service  corporation  shall  not  be  required  to  make  the  preliminary 
deposit  or  to  give  the  certified  check  upon  submitting  its  proposal, 
nor  to  give  any  bond  for  the  performance  of  the  work,  nor  shaU 
any  advertising  for  proposals  be  necessary  where  the  public  service 
corporation  is  to  perform  the  work. 

§  19-b.  When  appropriations  are  available;  limitation  of  lia- 
bility of  state ;  appropriations  for  two  or  more  objects.  No  item 
of  an  approriation  made  for  the  performance  of  such  work  shall  be 
available,  except  for  advertising  or  expenses  incurred  in  the  prepa- 
ration of  plans  and  specifications,  engineering  work  or  superin- 
tendence, unless  one  or  more  contracts  or  special  orders  shall  first 
have  been  made  for  the  completion  of  such  work  within  the  appro- 
priation therefor.  All  contracts  for  the  erection,  alteration,  repair 
or  improvement  of  state  institutions  shall  contain  a  clause  that 
the  contract  shall  only  be  deemed  executory  to  the  extent  of  the 
moneys  available  and  no  liability  shall  be  incurred  by  the  state 
beyond  the  moneys  available  for  the  purpose.  If  an  appropriation 
be  made  for  the  erection,  alteration,  repair  or  improvement  of 
buildings  or  plant  in  an  appropriation  act  specifying  two  or  more 
objects  for  which  the  appropriation  is  made  and  any  one  of  such 
objects  shall  have  been  accomplished  for  a  sum  less  than  the  amount 
specified  in  the  act,  the  unexpended  balance  shall  be  applicable  to 
any  other  work  specified  in  the  act. 

§  19-c.  Completion  of  existing  contracts.  All  contracts  for  the 
erection  of  new  buildings  for  the  state  or  any  of  its  institutions 
or  for  additions,  alterations  or  improvements  to  existing  buildings 
of  the  state  and  for  all  work  and  materials  in  connection  therewith 
shall  be  continued  in  force  and  carried  to  completion  by  the  de- 
partment of  architecture. 

§,  19-d.  Application  of  article.  The  provisions  of  this  article 
shall  not  apply  to  contracts  for  plans,  drawings,  specification  and 
superintendence  for  the  construction,  erection,  alteration  or  im- 
provement of  state  buildings  in  Albany  under  the  jurisdiction  of 
the  trustees  of  public  Jbuildings,  or  contracts  made  or  to  be  made 
for  the  erection  of  or  in  relation  to  the  New  York  state  building 
at  the  Panama-Pacific  exposition  commission,  nor  shall  the  pro- 
visions of  this  article  affect  the  armory  commission  of  the  state 
nor  the  military  buildings  under  the  control  of  such  commission 
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as  provided  for  in  the  military  law.  The  provisions  of  this  article 
shall  not  apply  to  contract©  now  in  force  between  the  state  and 
architects  in  the  preparation  of  plans,  drawings,  specifications  and 
superintendence  until  such  existing  contracts  have  been  fulfilled. 

§  4.  The  unexpended  balance  of  all  moneys  appropriated  by 
chapter  seven  hundred  and  ninety-one  of  the  laws  of  nineteen  hun- 
dred and  thirteen,  and  the  unexpended  balance  of  all  moneys  ap- 
propriated by  chapter  seven  hundred  and  ninety-two  of  the  laws 
of  nineteen  hundred  and  thirteen,  for  the  conduct  and  mainte- 
nance of  the  state  architect's  office,  are  hereby  reappropriated  and 
made  available  for  the  purpose  of  carrying  out  the  provisions  of 
this  act. 

§  5.  All  acts  and  parts  of  acts,  general  or  special,  or  local,  in- 
consistent with  this  act,  are  hereby  repealed. 

§  6.  This  act  shall  take  efiFect  immediately. 


CAPITOL  RECONSTRUCTION 

A  supplemental  report,  covering  the  entire  subject  of  Capitol 
reconstruction,  will  be  submitted  to  the  Legislature  immediately 
on  completion  of  the  work.  It  is  expected  that  this  work  will  be 
practically  finished  before  adjournment  of  the  legislative  session 
of  1915. 

Respectfully  submitted, 

L.  F.  PILCHER, 

State  Architect. 

Drafting  Division 

Construction 

During  the  past  fiscal  year  this  division  of  the  Department  of 
Architecture  prepared  sketches,  working  drawings,  specifications 
and  full  size  details  for  102  projects  of  which  59  were  for  new 
buildings  and  43  for  additions  and  alterations  to  old.  Not  in- 
cluded in  the  foregoing  were  12  construction  contracts  made  in 
1912-13,  of  which  detail  drawings  only  were  made  during  1913- 
1914.     These  12  constructions  were : 
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HospUais  .  Details 

Manhattan  State  Hospital  at  Ward's  Island  —  Nurses'  Home  21 

Rochester  —  Nurses'  Home   3 

Middletown  —  Power  house  and  coal  shed 2 

Middletown  —  Addition  to  Chronic  building 2 

m 

Charities 

Bedford  —  Power  house,  cottages  9  to  16  inclusive 51 

Hudson  —  School  building 3 

Hudson  —  Cottages  13  and  14 12 

Letchworth  Village  —  Cottages  A,  B,  C  and  D 7 

Newark  —  Employees'  building 23 

Universities 

Schoharie  School  of  Agriculture 2 

Miscellaneous 

Fence  around  battle  monument  at  Lake  George  park 3 


129 

I 


Of  the  97  construction  specifications  written  56  were  for  work 
under  contract  and  47  for  work  not  under  contract  The  prepa- 
ration of  drawings  for  construction  work  as  distinguished  from 
the  heating  and  ventilating,  plumbing  and  electric  work  referred 
CO  as  engineering  has  been  accomplished  with  a  drafting  force  ai 
given  below: 
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During  the  latter  third  of  the  fiscal  year,  it  was  necessary  to 
augment  the  force  in  order  to  relieve  the  cong^tion  of  accumulated 
work  due  to  extra  labor  required  by  authorization  of  the  Trustees 
of  Public  Buildings  for  completion  of  the  unfinished  percsentage 
contract  for  the  finishing  of  the  west  end  of  the  Capitol,  and  the 
finishing  of  the  fourth,  fifth  and  sixth  floors  at  such  end.  Prep- 
aration of  plans  and  specifications  for  Capitol  Reconstruction,  on 
account  of  the  unusual  amount  of  measurements,  checking  up  and 
patch  work,  has  required  of  this  office  a  much  greater  quantity  of 
work  than  the  contract  cost  of  the  restoration  would  indicate. 

In  three  only  of  the  102  projects  prepared  has  it  been  possible 
to  utilize  a  repetition  of  the  same  design.  This  repetition  was 
practicable  in  three  of  the  buildings  of  the  hospital  group,  four 
of  the  buildings  of  the  farm  group  at  Bedford  Reformatory  for 
Women,  and  in  the  troop  armories  at  Albany  and  Buffalo. 

t 
i 

STATE  HOSPITALS 

The  more  important  building  operations  in  progress  at  the 
various  State  Institutions  under  the  direction  of  the  Hospital  Com- 
mission during  the  fiscal  year  are  as  follows : 

Binghamton 

Working  drawings  and  specifications  in  course  of  completion  for 
the  new  building  to  accommodate  282  patients  of  the  chronic  class, 
25  attendants,  and  quarters  for  one  doctor. 

Working  drawings  and  specifications  have  been  completed  for 
an  addition  to  the  laundry. 

Central  Islip 

Working  drawings  and  specifications  have  been  completed  for  an 
addition  to  the  South  Colony  power  house  to  permit  of  increased 
boiler  capacity.  Sketches  have  been  prepared  and  approved  for 
the  enlargement  and  renovation  of  the  refrigerating  plant  and  gen- 
eral store  house. 

Oowanda 

Working  drawings  have  been  prepared  for  two  reinforced  con- 
crete silos. 
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Hudson  River 

Working  drawings  have  been  prepared  for  the  repairs  to  the 
Kurses'  Cottage,  and  measured  drawings  made  of  the  abandoned 
power  house  with  a  view  to  converting  this  into  a  machine  shop. 

Kings  Park 

If umerous  sketches  have  been  prepared  for  a  group  of  modem 
buildings  to  replace  several  dilapidated  wooden  cottages.  After 
the  Board  of  Managers  adopted  sketches  for  this  group,  and  on 
the  recommendation  of  the  Conmiissioner  of  Efficiency  and 
Economy  these  were  set  aside  and  sketches  prepared  for  additions 
to  the  four  cottages  constituting  groups  two  and  three. 

Working  drawings  and  specifications  are  in  course  of  comple- 
tion for  addition  to  the  four  cottages  of  groups  two  and  three. 
These  will  provide  additional  accommodation  for  chronic  patients. 

Long  Island  at  Brooklyn 

Working  drawings  and  specifications  have  been  completed  for  a 
general  store  house  and  cold  storage  building,  and  for  a  power 
house. 

Manhattan  at  Ward's  Island 

Working  drawings  and  specifications  have  been  completed  for  a 
building  to  accommodate  200  patients  of  the  acute  class,  26  at- 
tendants and  1  doctor,  for  a  building  to  accommodate  100  patients 
of  the  acute  class,  24  attendants  and  1  doctor,  and  for  a  building 
to  accommodate  150  patients. 

Following  the  recommendation  of  the  Department  of  Efficiency 
and  Economy  sketches  were  prepared  for  an  additional  story  to 
the  present  reception  hospital  building  with  a  view  to  substituting 
this  for  the  200  patients'  building  for  which  working  drawings 
and  specifications  had  been  prepared.  This  (third  story)  scheme 
was  disapproved  by  the  Board  of  Managers  of  the  hospital. 

Rochester 

Working  drawings  have  been  completed  for  the  renovating  of 
the  Smith  Farm  cottage  and  barn. 
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Miscellaneous  Hospitala 

During  the  fiscal  year  numerous  details  have  also  been  prepared 
for  buildings  under  course  of  constuction. 

CHARITABLE  INSTITUTIONS 

The  more  important  building  operations  at  the  various  institu- 
tions under  the  Charities  Commission  for  which  working  drawings, 
specifications  and  details  have  been  prepared  by  this  division  are 
as  follows : 

Batavia 

Revised  plans  and  specifications  for  the  addition  to  the  hospital 
at  the  New  York  State  School  for  the  Blind  providing  additional 
accommodation  in  this  building  for  sixteen  inmates. 

Proposals  received  on  plans  previously  prepared  for  this  work 
exceeded  the  appropriation. 

Bedford 

The  new  power  house  now  under  construction  at  the  New  York 
State  Reformatory  for  Women  will  provide  adequately  for  the  old 
buildings  forming  the  administration  and  upper  campus  groups, 
and  the  n^w  hospital  and  cottages  9,  10  and  11  now  nearing  com- 
pletion. These  cottages,  with  the  new  farm  group  comprising 
cottages  13  to  16  inclusive,  also  under  contract,  have  been  planned 
to  meet  the  special  requirements  of  this  institution  and  furnish  a 

mdard  for  the  correctional  cottage  type. 

These  new  buildings  will  provide  an  increased  accommodation 
for  223  inmates. 

Hudson 

The  projected  work  at  the  New  York  State  Training  School  for 
Girls  comprises  a  hospital,  contagious  hospital,  store  house  and 
laundry. 

The  school  building  and  cottages  13  and  14  are  under  contract, 
the  two  cottages  providing  an  increased  acconunodation  for  sixty 
inmates. 

Industry 

The  addition  to  the  hospital  at  the  State  Agricultural  and  In- 
dustrial School  for  which  plans  have  been  made  comprises  a  frame 
building  having  a  capacity  of  twenty-two  inmates,  and  is  to  be 
connected  with  the  present  hospital  by  an  enclosed  passage. 
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Iroquois 

For  the  Thomas  Indian  School  sketches  have  been  made  for  a 
store  house  and  dairy  building.  Sketches  also  have  been  made  for 
an  extension  of  the  present  dairy  bam  to  provide  stalls  for  twenty 
head  of  cattle.  All  of  these  sketches  have  been  submitted  to  the 
board  of  managers  for  their  consideration  and  approval. 

Letchworth  Village 

The  work  on  the  power  house  and  laimdry  building  will  be  ad- 
vertised as  soon  as  the  project  for  heating  and  conduit  systems 
prepared  by  the  engineers  retained  by  the  Board  of  Managers  has 
been  completed  and  approved. 

The  completion  of  the  drawings  and  specifications  for  the  service 
building  and  the  Attendants'  Home  ceased  with  the  failure  of  the 
re-appropriation  bill  to  provide  for  these  buildings. 

The  completion  of  cottages  A,  B,  C  and  D,  now  under  con- 
tract will  give  accommodation  to  280  inmates. 

Napanoch 

The  hospital  building  to  be  erected  by  inmate  labor,  for  which 
drawings  and  specifications  have  been  made,  was  not  provided  for 
in  the  re-appropriation  bill. 

Newark 

The  new  work,  for  which  drawings  and  specifications  are  nearly 
completed,  comprises  a  cottage  for  ninety-two  inmates  and  a  hos- 
pital with  accommodation  for  sixty-seven  patients. 

The  employees'  building  under  contract  is  nearly  ready  for  oc- 
cupancy. 

Rome 

The  new  dormitory  building,  for  which  sketches  have  been  pre- 
pared, is  designed  to  accommodate  350  inmates,  with  dining-room 
and  kitchen  on  the  first  floor,  including  nurses'  and  physicians' 
quarters. 

Sonyea 

The  additions  to  the  cold  storage  building  and  to  the  power 
house  and  the  alterations  and  rebuilding  of  the  laundry,  for  which 
drawings  have  been  prepared,  will  be  undertaken  by  inmate  labor 
under  a  special  fund  estimate. 
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West  Haverstraw  ^^^ 

Plans  and  specifications  have  been  prepared  and  approved  fa 
the  construction  of  a  new  solarium  at  the  State  Hospital  for  Crip"  ^ , 
pled  and  Deformed  Children  providing  for  forty-eight  beds.  ^  .' 

The  new  hospital  building  to  be  advertised  shortly  will  provide     ' 
for  thirty-two  beds.  '  -^ 

Yorhtown  Heights 

This  project,  by  Mr.  William  A.  Delano,  provides  for  the  con- 
struction of  seven  cottages  for  boys  and  a  power  house  at  the  State   * 
Training  School  for  Boys. 

Schoharie 

The  work  on  the  School  of  Agriculture  ha©  been  recommenced 
after  a  long  delay  in  the  approval  of  the  contract. 

Cornell  j 

The  Legislature  of  1914  authortized  the  trustees  of  the  univer- 
sity to  enter  into  contracts  for  the  construction  and  equipment  of 
a  drill  hall  not  to  exceed  $350,000.  This  drill  hall  was  designed 
to  provide  for  the  military  training  of  a  student  battalion  of  1,500. 
The  contract  drawings  were  completed  and  the  work  advertised 
September  4,  1914,  and  the  estimates  received  on  September  28, 
1914,  will  permit  of  the  award  of  the  contracts  for  this  work. 

In  the  extension  of  the  New  York  State  College  of  Agriculture 
at  Cornell  University  drawings  and  specifications  have  been  pre- 
pared for  a  tool  bam,  plant  pathologA'  building,  a  poultry  hus- 
bandry group,  additions  to  the  greenhouses,  a  piggery  and  sheep 
bam,  alterations  to  the  animal  husbandry  building,  and  sketches 
for  a  typical  rural  schoolhouse. 

Delhi  } 

Sketch  plans  for  the  entire  development  of  the  proposed  School 
of  Agriculture  and  Domestic  Science,  and  detail  sketch  plans  for 
the  dairy  building  to  be  built  with  the  balance  of  the  appropria- 
tion have  been  submitted  and  approved  by  the  board  of  control. 

Farmingdale 

Plans  and  specifications  have  been  completed  and  contracts 
awarded  for  the  construction  of  a  dormitory  building  accommodat- 
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fifty-six  students,  the  horticulture  building,  the  agronomy 
Iding,  the  power  house  and  the  director's  residence. 
Plans  and  specifications  were  also  completed  for  the  three  types 
cottages  for  the  girls*  group.  Sketches  have  been  completed  for 
d  dairy  bam,  farm  mechanics,  science  building,  refectory,  and 
B  development  of  the  grounds. 

Syracuse  University 

Contracts  were  awarded  for  the  construction  of  the  college  of 
>restry  building  at  Syracuse  University. 

IToBMAL  Schools 
Buffalo 

Drawings  were  prepared  and  contracts  awarded  for  the  demoli- 
tion of  the  old  school  building  and  the  grading  of  the  grounds  at 
the  State  Normal  School  at  Buffalo  and  the  construction  of  a  porch 
for  the  principal's  residence. 

Brochport 

Contracts  were  awarded  for  the  construction  of  fire  escapes  at 
the  Brockport  Normal  School. 

CAPITOL 

Drawings  and  specifications  were  prepared  for  the  completion 
of  the  unfinished  work  of  the  percentage  contract  of  the  Capitol  re- 
construction ;  drawings  and  specifications  were  prepared  and  con- 
tracts awarded  for  the  finishing  of  the  fourth,  fifth  and  sixth  floors, 
and  details  furnished  for  the  refinishing  of  the  Assembly  chamber. 

Drawings  and  specifications  were  prepared  and  estimates  re- 
ceived for  the  utilization  of  the  attic  space  over  the  Senate  cham- 
ber as  ofBces  of  the  State  Board  of  Health. 

Drawings  were  prepared  showing  the  development  of  the  pro- 
posed Capitol  park  extending  from  the  Capitol  to  Swan  street. 

Capitol  Poweb  House 

Plans  and  specifications  were  prepared  and  estimates  received 
for  a  fence  enclosing  the  Capitol  power  house  grounds. 
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Eduoation  Buiij>iNa 

Plans  and  specifications  were  prepared  and  contract  awarded 
for  the  type  ^^AA"  museum  cases. 

Plans  and  specifications  were  also  prepared  for  the  Iroquois 
Indian  exhibit. 

AKMORIES 

Plans  and  specifications  were  prepared  and  contracts  awarded 
for  the  construction  of  an  armory  at  Albany  for  Troop  "  B,"  First 
Cavalry,  N.  G.,  N.  Y. 

With  slight  modifications,  the  above  plans  of  Troop  "B" 
armory  will  be  used  for  the  construction  of  the  armory  at  Buffalo 
for  Troop  "  I,"  First  Cavalry,  N.  G.,  N.  Y. 

Sketches  have  been  submitted  to  the  Armory  Commission  for 
the  proposed  armory  at  Yonkers  for  Company  "  G,"  Tenth  In- 
fantry, N.  G.,  N.  Y.,  and  at  Avon  for  Troop  "  M,"  First  Cavalry, 
N.  G.,  N.  Y. 

MISCELLANEOUS 

Plans  and  specifications  have  been  made  for  the  Dexter  Game 
Farm  to  be  constructed  by  the  Conservation  Commission,  the  Bam 
and  Labor  Center  at  the  State  Reservation  at  Niagara  and  the 
teacher's  cottage  and  school  building  at  Onondaga. 

Contracts  have  been  made  for  the  restoration  of  the  General 
Herkimer  Home  near  Little  Falls,  Washington's  Headquarters  at 
Newburgh,  and  the  construction  of  a  caretaker's  cottage  at  the 
Schuyler  Mansion,  Albany. 

Sketches  have  been  prepared  for  the  proposed  bottling  establish- 
ment and  the  Magnetic  Springs  bathhouse  at  Saratoga  Reservation 
and  details  made  for  the  Lake  George  battle  monument  fence. 
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Hospitals 


Binchamton: 

Chronic  building 

Addition  to  Isundry 

Addition  to  blackiimith  ihop 

Track  girders  for  railroad  switch 

Central  Isilip: 

Addition  to  power  house 

Refriiteration  plant , 

Addition  to  aominbtration  building 

Goirainda:    Siloe 

Hudbon  River: 

Nurses*  cottage 

Carpenter  shop  and  boiler  house. . . . .' 

Ad<tttion  Edigewood  group 

Kingit  Park: 

Additional  accommodation  chronic  patients: 

Sdieme  A  —  new  ^roup , 

Scheme  B  —  addition  to  old  buildings 

LoDg  Island  at  Brooklvn: 

Storehouse  and  cold  storage  building 

Powerhouse 

Kitchen  and  dining  room 

Fire  escapes  —  mam  building 

Lone  Island  at  Creedmore:    Repairs  to  patients'  cottage. .  . 
Manhattan  at  Ward's  Island: 

Accommodation  for  200  patients 

Accommodation  for  male  patients: 

Scheme  A  —  building  for  100  acute  patients 

Scheme  B  —  additional  story  on  reception  hospital. 

Nurses'  home 

Rochester: 

RrnovatiuK  Smith  farm  cottage  and  barn 

Nurses'  home 

Middle  town: 

Powerhouse  and  coal  shed 

Addition  to  chronic  building 


ToUls. 


Sketches 
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7 
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3 

11 

1 

1 


3 
3 
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Working 
drawings 


11 
5 

1 
1 

3 


2 
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8 
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12 

12 


82 


DetsUt 


21 


2 

2 
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Charities 


Batavia:    Addition  to  hoipital 

Bedford: 

Powerhoww 

Hoftpital  cottages,  0  to  16,  inclusive 

Elmira:     Poultry  houae 

Hudson  Training  School: 

Laundry 

Contagious  hospital 

Storehouse 

Hoq>ital 

School  building 


Stuyvesant  hospital  and  icehouse  rasing . 

Cottages  13  and  14 

Industrial  building  shorin 
Industry:     Hospital  addition. 


Industrial  building  shoring 

ostry: 
Iroquois* 

Storehouse  and  dairy  building . 

Addition  to  barn 

Lstchworth  Village: 

Laundry 

Service  building 

Cottages  A.  B.  C  and  D 

Powerhouse 

Attendants'  home 

Napanoch:    Hospital 

Building  for  92  patients 

Hospital 

Employees'  building 

Domitory  bulkUng 
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2 

35 


8 

4 


1 
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Chaeitibs  —  Contmued 


Sketches 

Working 
drawings 

Detaib 

Sony  a: 

Addition  to  cold  •ioras6  buildins 

6 
6 

4 

9 

Addition  to  DOwerhouM 

1 

Alteration"  and  rebuildinc  laundry 

West  Haventraw: 

Hospital 

^larium , . . . ,    .    . . ,  , 

2 

Yorktown  HeishU: 

Cottaces  fi>r  boys  \  -a    -_ti_    i-ki        / 

Po werhouM .  ^..    ^°J~*  ^^  ^«**°*>  i ! ! ! ! ! ! ! ! . ! . ! . ! ! 

Totalff. 

157 

100 

107 

Pbisons 


Great  Meadow: 

Physicians'  cottage 

Prmeipal  keepre's  cottage. 

MisoeUaneous 

Sing  Sing:  Blacksmith  shop. . . 


Totals. 


Univeesities,  Etc. 


Schoharie:    School  of  Agriculture 

Cornell: 

Drill  hall 

Tool  barn 

Plant  pathokMQT  buUding 

Poultry  husbandry  building 

Greenhouses 

Piggery  and  sheep  bam 

Alterations  animal  husbandry 

Rural  school  house 

Delhi:    Dairy  building 

Farmin^dale: 

Dairy  bsm 

Grounds 

Farm  mechanics 

Science  building 

Refectory 

Director  s  residence 

Horticulture  building 

Agronomy  building 

Power  house 

Cottars  A,  B  and  C 

Donmtory 

Syracuse  University:    Forestry  building. 


Totols. 


2 
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110 
3 
4 
6 
3 
3 
2 
2 
5 

3 
17 
4 
10 
6 
4 
5 
2 
8 
3 
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211 


4 
6 
6 
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21 


17 
2 
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4 
4 
2 
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4 
4 
8 
6 
6 
29 
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2 
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2 
2 
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10 

13 

1 


22 


67 


NoBMAL  Schools 


Buffalo:    Demolition  old  building  and  grading;  porch  on 

principal's  residence 

Brockp<»t:  Fire  escape 


Totab. 


1 
1 
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Capitol,  Etc. 


Fimshioc  3d  floor 

Finiiihin|t  4th.  5th  and  6th  floon 

Retiniriimg  Asaembly  chrmber 

DeoQratins  Speaker'*  and  Clark's  offioe. 
Assembly  document  room  equipment. . , 

Department  of  Health  offices 

State  Department  of  Architecture , 

Miscellaneous , 

Park 


Totals. 


Sketches 


Capitol  Poweehousb 


New  fence. 


Education  Building 


Museum  cases*  type  **AA' 
Indian 


Totab. 


State  House 


New  partitions. 


Abmobies 


Albany.  Troop  "  B  "  (New) 
Buffalo,  Troop  "  I  "  (Now). 

Yonkers  (New) 

Wadsworth,  Avon  armory. . 


Totals. 


Miscellaneous 


(jeneral  Herkimer  Home,  repairs 

OoozKiaica,  teacher's  cottiute  and  school  building 

NewHbursh,  restoration  of  Washington's  headquarters. . . . 

Niagara  KeservaUon,  bam 

Saratofca  Reservation,  new  bottling  plant 

Magnetic  n>ring  bath  hoiue 

Schuyler  Mansion,  caretaker's  cottage 

Dexter  game  farm,  superintendent's  reridence  and  bam. 
Lake  George  park 


Totals. 


Total  number  of  sketches* 

Total  number  of  working  drawings 

101  projects  of  which  58  are  new. 
*Work  listed  in  12  constructions  for  details  only. 
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Working 
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1 
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1 
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19 


19 


3 
4 
4 
5 
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23 


Details 


27 
50 

4 


81 


29 


29 


3 


581 
394 


Not  included  in  the  above  count  of  101. 
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ENGINEERi:S^G  DIVISION 
Sanitary,  Electric,  Heatixg 

The  engineering  work,  almost  two  years  behind  the  appropria- 
tions, has  been  brought  forward  by  reorganization  of  the  division 
and  the  establishment  of  new  methods  during  the  fiscal  year  just 
closed.  To  a  considerable  extent  the  standard  specifications  have 
been  rewritten,  making  it  possible  to  carry  out  the  work  more 
advantageously.  The  adoption  of  a  card  system  in  the  preparation 
of  such  specifications  has  not  only  expedited  the  work  but  has  made 
it  more  uniform. 

In  preparing  plans  and  specifications  for  work  covered  by  ap- 
propriations particular  attention  has  been  paid  to  the  development 
of  a  policy  tending  to  eliminate  duplication  of  such  work  later  on. 
This  is  particularly  noticeable  in  the  work  laid  out  for  the  School 
of  Agriculture  on  Long  Island,  for  which  complete  plans  were  pre- 
pared for  covering  future  heating,  electric  and  sanitary  needs  of 
the  entire  institution. 

Considerable  study  has  been  made  of  the  underlying  principles 
of  forced  hot  water  and  steam  heating  systems  for  new  institu- 
tions now  being  designed.  Of  these  infititutions,  four,  the  State 
Reformatory  at  Bedford,  Letchworth  Village,  Long  Island  Agri- 
cultural School  and  the  Training  School  for  Boys  at  Yorktown 
Heights,  have  already  been  designed,  and  two  of  them,  Bedford  and 
Farmingdale,  under  contract  for  forced  water  systems,  being  an 
entirely  new  development  in  State  institutions. 

Two  systems  are  proposed  for  Bedford,  checking  figures  after 
compilation.  These  cover  the  new  circular  group  of  buildings, 
known  as  the  upper  campus,  to  be  heated  by  forced  hot  water,  and 
the  lower  campus  group,  also  circular,  to  be  heated  by  low  pressure 
steam  with  separate  mains  for  each  group  from  the  power  house. 
Each  main  is  to  be  separately  metered  and  records  kept  by  self- 
recording  instruments  of  all  the  underlying  factors  in  connection 
with  the  operation  of  this  plant.  As  records  of  this  character  are 
not  in  existence,  it  is  proposed  to  use  this  plant  as  a  laboratory 
for  trying  out  new  developments  for  other  institutions.  It  is  be- 
lieved that  the  result  of  the  experiments  will  not  only  reduce  the 
present  cost  and  provide  for  additional  accommodations  but  pro- 
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vide  records  making  it  possible  to  reduce  the  maintenance  cost  of 
plants  designed  for  other  institutions. 

The  following  installations,  which  have  been  placed  under  con- 
tract, are  worthy  of  mention : 

Craig  Oolony  fob  Epileptics  —  Sonyea 

A  central  lighting  plant  was  located  at  the  lowest  point  of  the 
institution.  The  machinery  had  long  served  its  life  and  appro- 
priations had  been  made  to  replace  with  more  modem  equipment. 
Studies  not  only  to  replace  this  equipment  but  to  at  some  future 
time  heat  the  entire  Colony  from  this  plant  were  mada  A  unit 
design  was  prepared  to  form  the  basis  of  a  future  development  for 
a  central  heating  plant  This  work  is  under  contract  and  will  be 
in  operation  soon.  Also,  a  water  filtration  plant  was  contracted 
for  and  the  sewerage  disposal  plant  completely  remodeled.  It  is 
s^gg^s^^  that  money  be  appropriated  for  a  central  heating  plant 
for  this  institution,  thereby  effecting  considerable  saving. 

School  of  Forestry,   Syracuse  University 

This  entirely  new  building,  devoted  to  the  study  of  forestry,  is  of 
schoolhouse  type ;  the  contract  calling  for  a  modem  system  of  heat- 
ing, ventilation,  lighting  and  plumbing  possesses  one  of  the  two 
first  installations  in  the  State  of  thermostatic  controlled  apparatus 
for  heating.  The  original  design  called  for  an  air  washer  whereby 
the  air  could  be  recirculated  in  extreme  cold  weather.  Limited 
funds  caused  the  elimination  of  this  apparatus.  Space  was  left  so 
that  same  can  be  installed  at  a  future  date. 

Long  Island  State  Hospital  —  Brooklyn 

This  institution  derived  its  power  from  a  heating  and  lighting 
plant  very  much  out  of  repair.  Contracts  providing  for  an  en- 
tirely new  building  for  a  central  heating  and  lighting  plant  with 
equipment  have  been  let.  The  water  tube  boilers  with  underfeed 
stokers,  direct  connected  engines  and  generators,  suction  ash  con- 
veying apparatus,  space  for  central  refrigeration  plant  and  the 
central  domestic  water  heating  plant  apparatus  are  all  located  in 
the  new  power  house.  Although  the  per  capita  cost  of  coal  per 
year  at  this  institution  is  very  low,  due  to  the  minimum  length  of 


38  FiBST  Annual  Report 

distribution  of  steam  mains  over  practically  all  the  other  institu- 
tions throughout  the  State,  it  is  anticipated  that  further  reduction 
in  cost  of  per  capita  coal  consumption  will  be  made  with  the  new 
plant. 

State  School  of  Agbicultubb  —  Fabmingdalb 

There  has  been  placed  under  contract  for  this  institution  com- 
plete new  central  heating  and  lighting  plant^  together  with  the 
heating,  lighting  and  plumbing  work  in  connection  with  numerous 
new  buildings  now  under  construction.  Considerable  underground 
heating  mains  have  been  installed,  so  that  this  institution  can  be 
developed  without  any  great  aditional  expenditure  for  engineering 
underground  service,  this  Department  taking  the  stand  that  this  is 
the  basis  on  which  an  institution  should  be  built  for  proper  future 
development.  A  summary  of  the  engineering  at  this  institution 
follows : 

Water  supply. —  The  water  is  to  be  pumped  from  artesian  wells 
by  an  air  lift  (the  air  pump  being  located  in  the  power  house) 
and  raised  to  an  underground  concrete  reservoir.  From  there  it 
will  be  pumped  to  an  elevated  storage  tank  located  on  one  of  the 
hills  at  the  rear  of  the  property;  thence  it  will  be  distributed  to 
one  of  the  underground  water  mains  connected  to  the  different 
buildings  and  fire  hydrants  located  about  the  grounds. 

Sewerage  disposal. —  The  main  trunk  systems  with  laterals  for 
present  buildings  have  been  installed,  which  will  lead  to  a  sewerage 
disposal  plant  consisting  of  an  electrolytic  outfit,  where  the  sewer- 
age will  be  made  sterile  and  then  pumped  to  the  farm  land  for  irri- 
gation purposes.  This  will,  on  account  of  the  sandy  soil  found  at 
this  institution,  aid  materially  in  its  agricultural  development. 

Fabmingdalb 
Heating 

The  heating  here  is  by  forced  hot  water,  the  buildings  being  so 
arranged  that  the  entire  institution  can  be  supplied  with  heat  by 
two  pipe  loops  installed  underground  in  sectional  tile  conduits 
with  concrete  chambers  located  at  proper  points  so  as  to  take  up 
pipe  expansion.  Paralleling  the  underground  heating  mains  and 
in  the  same  conduit  are  installed  the  domestic  hot  water  mains,  the 
entire  service  being  supplied  from  a  central  plant. 


Depabtment  of  Architecture  39 

Boiler  Plant 

The  boiler  plant  consists  of  water  tube  boilers  with  underfeed 
stokers,  the  boiler-room  being  so  arranged  that  extension  to  the 
end  of  the  boiler-room  can  be  made  from  time  to  time  as  the  insti- 
tution increases  in  size. 

Electric  Plant 

The  electric  service  is  supplied  from  central  plant  located  in 
the  power  house  with  direct  connected  generators,  3-phase,  60  cycle, 
2300  volt  From  main  marble  switchboard  located  in  engine  room 
underground  feeders  will  be  run  to  transformer  vaults  located  in 
the  building.  Main  underground  ducts  for  present  and  future 
lines  are  to  be  installed  so  that  the  main  campus  grounds  will  not 
have  to  be  dug  up  to  install  future  feeders.  Provision  is  also  made 
for  a  future  series,  incandescent  ground  lighting  system. 

Troop  "  B  "  Armory 

Engineering  plans  covering  the  heating,  plumbing  and  electric 
work  have  been  prepared,  one  of  the  features  of  these  plans  being 
that  the  drill  shed  is  to  be  lighted  by  flaming  arcs,  this  form  of 
lighting  having  an  advantage  where  tanbark  floors  are  installed. 

Great  Meadow  Prison 

At  this  institution  there  has  been  installed  a  compression  re- 
frigeration plant. 

Cornell  University  —  New  York  State  Drill  Hall 

Engineering  plans  have  been  prepared  for  this  work  covering 
the  heating,  electric  and  sanitary  work,  points  of  interest  being 
that  this  building  is  to  be  heated  from  the  central  plant  by  an  un- 
derground steam  main  approximately  a  quarter  of  a  mile  long. 
After  a  study  of  the  situation  it  was  found  that  for  this  particular 
armory  the  new  nitrogen  incandescent  lamps  were  the  most  satis- 
factory lighting  for  the  drill  shed  and  the  plans  were  laid  out  for 
the  installation  of  ninety-six  750  watt  lamps. 

Hudson 

Three  hundred  H.  P.  additional  boiler  capacity  has  been  added 
at  this  institution  with  underfeed  stokers  with  blower  of  sufficient 
capacity  to  operate  the  entire  boiler  plant. 
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Albany,  Troop  B  Armory  (1864:) $5,584  70 

Bedford  (1875),  piping  and  conduit,  new  boiler 

plant 67,937  00 

Capitol  (1912),  bracing  fire  line 417  00 

Long  Island  (1909),  boilers,  equipment  and  conduit 

for  new  power  house 66,000  00 

Hudson  (1878),  new  boilers 7,589  00 

Farmingdale  (1897),  heating  horticultural  build- 
ing, agronomy  building  and  director's  residence.  6,824  00 

Bath  (1738),  boilers 4,874  00 

Farmingdale  (1931),  boiler  plant,  piping  and  con- 
duit, central  heating  and  lighting  plant 103,000  00 

Capitol   (1969),  remodelling  heating,  oflSces  407, 

408  and  409 395  00 

Schuyler  mansion  (2044),  heating  work 1,700  00 

Manhattan  (2003),  repairs  to  12-inch  main  under 

river 2,200  00 

Great  Meadow  (1990),  refrigeration 16,300  00 

Fredonia  (2019),  new  boilers 7,490  00 

Capitol  (1991),  heating  new  quarters  for  the  board 

of  health 19,858  00 

Potsdam  (2033),  new  boilers 2,680  74 

Cornell  (2035),  heating,  New  York  State  drill  hall.  39,427  00 

Gowanda  (1741-A),  additional  boiler  capacity. . .  7,489  00 


$458,282  00 


Plumbing 

Buffalo  Hospital  (1789),  plumbing,  refrigeration 
plant $562  00 

Sonyea  (1815),  plumbing  and  drainage,  new  power 
house 1,645  00 

Letchworth  Park  (1832),  plumbing,  drainage  and 

gas  piping  for  alterations  to  "  Old  Homestead  " .  825  00 

Ward's  Island   (1828),  outside  water,  sewer  and 

storm  water  piping  for  nurses'  home 1,900  00 

Bedford,  sewage  disposal  plant 37,993  00 

Syracuse  (1852),  plumbing  and  gas  fitting  for  Col- 
lege of  Forestry 9,280  00 
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Troop  "  B  "  Armory  (1865),  plumbing,  Troop  "B" 

Armory    ! $7,375  00 

BuflFalo  Hospital  (1873),  changes  in  laundry  and 

new  machinery 5,098  00 

Bedford  (1876),  plumbing  for  new  power  house. . .  2,719  00 

Rochester  (1894),  new  sewage  pumping  station. . .  4,300  00 

Long  Island  (1910),  plumbing,  power  house 3,150  00 

Farmingdale      (1898),      horticultural      building, 

agronomy  building  and  director's  residence.  .  .  .  3,376  00 

Farmingdale  (1902),  water  supply  works 11,920  00 

Farmingdale  (1932),  power  house  plumbing 1,320  00 

Capitol  (2034),  plumbing,  new  quarters  for  State 

Department  of  Health 1,327  00 

Schuyler  mansion  and  caretaker's  cottage  (2045), 

plumbing  work 1,190  00 

Farmingdale    (1901),    sewerage   and   sewage   dis- 
posal plant 44,387  00 

Cornell  (2036),  plumbing  work,  Xew  York  State 

drill  hall 12,537  00 

$150,904  00 
Sanitary 

Capitol  (2024),  new  lavatories ,  1,291  00 

West    Haverstraw    (1999),    plumbing    work    for 

Solaria 1,340  00 

Bedford  (1913),  water  supply  for  farm  group. .  . .  6,251  00 

$160,056  00 

Electric 

Manhattan  Hospital,  fire  alarm  system $9,564  79 

Capitol  (1917),  electric  wiring,  west  wing 11,775  00 

Capitol  (1824),  lighting  fixtures,  west  wing 27,995  00 

Sonyea  (1816),  central  heating  and  lighting  plant.  8,030  00 
Syracuse  (1853),  electric  work.  College  of  Fores- 
try    5,418  00 

Bedford  (1765),  electric  work,  seven  cottages  and 

hospital   2,949  19 

Capitol  (1885),  electric  wiring  and  fixture  hoists. .  3,192  00 
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agronomy  building  and  director's  residence. . . .  3,376  00 

Farmingdale  (1902),  water  supply  works 11,920  OO 

Farmingdale  (1932),  power  house  plumbing 1,320  00 

Capitol  (2034),  plumbing,  new  quarters  for  State 

Department  of  Health 1,327  00 

Schuyler  mansion  and  caretaker's  cottage  (2045), 

plumbing  work 1,190  00 

Farmingdale    (1901),    sewerage   and   sewage   dis- 
posal plant 44,387  00 

Cornell  (2036),  plumbing  work.  New  York  State 

drill  hall 12,537  00 

$150,904  00 
Sanitary 

Capitol  (2024),  new  lavatories ,  1,291  00 

West    Haverstraw    (1999),    plumbing    work    for 

Solaria 1,340  00 

Bedford  (1913),  water  supply  for  farm  group. .  . .  6,251  00 

$160,056  00 

Electric 

Manhattan  Hospital,  fire  alarm  system $9,564  79 

Capitol  (1917),  electric  wiring,  west  wing 11,775  00 

Capitol  (1824),  lighting  fixtures,  west  wing 27,995  00 

Sonyea  (1816),  central  heating  and  lighting  plant.  8,030  00 
Syracuse  (1853),  electric  work.  College  of  Fores- 
try    5,418  00 

Bedford  (1765),  electric  work,  seven  cottages  and 

hospital   2,949  19 

Capitol  (1885),  electric  wiring  and  fixture  hoists. .  3,192  00 
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Buffalo  Normal  (1862),  electric  work $10,000  00 

Troop  "  B  "  Armory,  electric  work 2,261  00 

Binghamton  (1872),  reconstruction  of  electric  light- 
ing system 81,870  00 

Bedford   (1877),   new  electric  plant,  feeder  and 

cables  and  electric  wiring 10,283  00 

Kings   Park    (1887),   new   elevators   and   wiring 

thereto 18,330  00 

Long  Island  (1911),  power  house  equipment  and 

imderground  conduit 8,890  00 

Malone  (1916),  electric  generator  equipment 2,200  00 

Farmingdale  (1899),  electric  work,  horticultural 
building,  agronomy  building  and  director's  resi- 
dence    2,831  00 

Newburgh    (1926),    restoration    of    Washington's 

headquarters   100  00 

Capitol  (1914),  Assembly  Chamber,  intercommuni- 
cating telephone  system 108  00 

Farmingdale  (1933),  electric  work,  central  heating 

and  lighting  plant 10,345  00 

Capitol  (1954),  electric  work,  rooms  407,  408  and 
409 944  00 

West  Haverstraw  (2000),  electric  wiring  in  so- 
larium      696  00 

Kochester  (1960),  additional  laundry  equipment. .  5,298  00 

Great  Meadow   (2004),  refrigeration  building. . .  1,389  00 

Capitol  (1993),  electric  wiring,  new  quarters  for 
Department  of  Health 1,717  00 

Cornell  (2037),  electric  wiring,  New  York  State 

driUhall 9,698  00 

Schuyler  mansion  and  caretaker's  cottage  (2046), 
electric  work 224  00 

$186,107  98 
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SPECIFICATIONS  WHICH  HAVE  BEEN  PREPARED, 
WITH  ESTIMATED  COST  OF  SAME 

Heating 

Poughkeepsie  (1812),  coal  and  ash  apparatus $18,000  00 

Johnstown  (1778),  heating  for  Sir  William  John- 
son mansion  and  caretaker's  cottage 2,800  00 

Kings  Park  (1796),  refrigeration  machinery 2,500  00 

Hudson  (1818),  alterations  to  administration  build- 
ing, heating 175  00 

State  House  (1826),  new  steam  radiators 100  00 

Napanoch  (1783),  heating  for  hospital  building. . .  7,000  00 

Newark,  reconstruction  of  central  heating  plant. . .  30,000  00 
Sonyea    (1887),  machinery  and   equipment,   cold 

storage  building 10,000  00 

Xewark  (1890),  cottages  for  92  inmates 7,000  00 

Troop  "  B  "  Armory,  heating ; 5,584  00 

Binghamton,  laundry 10,000  00 

Binghamton,  heating  laundry 1,000  00 

Ward's  Island  (1946),  100  patients 11,600  00 

Ward's  Island  (1942),  200  patients 16,500  00 

Rochester  (1971),  garden  cottage 700  00 

West  Haverstraw  (1998),  solaria 1,200  00 

Matteawan  (1949),  refrigeration 9,000  00 

Matteawan  (2005),  heating 3,000  00 

Farmingdale    (2014),    heating   5    cottages    and  1 

dormitory 18,000  00 

Comstock  (2001),  warden's  house 1,600  00 

Capitol  (2066),  additional  heating,  west  wing.  .  .  .  4,000  00 

Batavia  (2067),  hospital  building 1,200  00 

Buffalo,  Troop  "  I  "  Armory  (2060) 6,000  00 

Central  Islip  (2072),  additional  boiler  capacity. . .  22,000  00 

West  Haverstraw  (2081),  heating  hospital 2,000  00 

Onondaga,  school  and  teachers'  cottage  (1980) ....  4,000  00 

Capitol  power  house  (2091),  additional  radiation.  700  00 

Cornell  (2088),  poultry  building 5,500  00 

Letchworth  Village  (2109),  laundry 4,000  00 

Schuyler  mansion  and  caretaker's  house 400  00 

Hudson  (1976),  refrigeration 14,700  00 
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Hudson  (1976),  heating  storehouse $3,151  00 

Hudson,  contagious  hospital 5,340  00 

Bath  (2061),  underground  piping 5,963  00 

Hudson  (2038),  hospital  heating 3,680  00 

Bedford  (2094),  boiler  plant  equipment 5,000  00 

Gowanda  (1741-A),  underground  steam  connections  6,000  00 

$249,293  00 


Plumbing 
Buffalo  Institute,  sewage  disposal  plant  for  bungalo 

at  Springville $500  00 

Ogdensburg  (1791),  water  softening  plant 7,000  00 

Ogdensburg  (1796),  water  softening  plant 7,000  00 

Middletown  (1733),  industrial  building 800  00 

Great  Meadow,  officers'  cottages 10,000  00 

Hudson  (1817),  changes  to  administration  building  300  00 

Sonyea,  cold  storage  plant 696  00 

Sir  Wm.  Johnson  mansion  (1779),  plumbing  and 

sewage  disposal,  caretaker's  cottage 1,283  00 

Raybrook  (1833),  new  plumbing  and  tile  floors  for 

toilet  connections  for  east  and  west  wings 5,600  00 

Bedford,  temporary  chlorinating  plant 200  00 

Bedford  (1856),  additions  and  alterations,  sewage 

disposal  plant 10,000  00 

Buffalo    Normal,    addenda    to    specifications    for 

plumbing 1,365  00 

Napanoch    (1784),    plumbing   work   for   hospital 

building 7,000  00 

Auburn  (1888),  alterations  to  screening  chamber.  45  00 

Newark  (1891),  cottage  for  92  inmates 6,400  00 

Troop  "  B  "  Armory,  plumbing 7,300  00 

Bedford,  sewage  disposal  plant 30,000  00 

Ward's  Island  (1947),  100  patients'  building.  ...  10,000  00 

Rochester  (1972),  garden  cottage 600  00 

Ward's  Island  (1943),  200  patients 14,000  00 

Hudson  (1924),  plumbing,  contagious  hospital. .  .  2,888  00 

Hudson  (1977),  refrigeration  building 1,117  00 

$125,694  00 
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Sanitabt 

Hudson  (2039),  plumbing,  new  hospital $6,153  00 

Farmingdale,  5  cottages  and  dormitory 9,000  00 

Bedford,  increased  water  supply 3,000  00 

Matteawan  (1949),  refrigeration  equipment,  store- 
house   2,500  00 

Buffalo  Hospital,  water  softener 7,000  00 

JSTiagara  reservation  (2042),  bam 900  00 

Newark  (2077),  92  inmates 6,400  00 

Buffalo,  Troop  "  I  "  Armory  (2061) 2,000  00 

Batavia  (2068),  alteration  and  additions  to  hospital  3,200  00 

Rochester  (1956),  plumbing,  north  building 10,000  00 

Cornell,  poultry  building  (2089) 3,000  00 

Onondaga  (1981),  school  building 1,500  00 

Kings  Park,  storage  tank 5,000  00 

Morrisville,  water  supply 5,000  00 

Schuyler  mansion 500  00 


$190,747  00 

Electric 

Middletown,  industrial  building $600  00 

Hudson,  door  signal  system 3,000  00 

Hudson,  addenda  to  door  signal  system 700  00 

Great  Meadow,  officers'  cottages 5,000  00 

Sir  Wm.  Johnson  mansion  (1780),  electric  work  in 

caretaker's  house 350  00 

Sonyea,  cold  storage  plant 400  00 

Ifapanoch  (1785),  hospital  building 2,200  00 

Forty-seventh  Regiment  drill  shed  lighting 1,500  00 

Kings  Park,  underground  feeder  system 25,000  00 

Hudson  (1861),  quadrangle  lighting 1,200  00 

Letchworth  Village,  service  building 1,000  00 

Newark  (1978),  cottage  for  92  inmates 1,587  00 

Buffalo  Hospital,  extension  to  feeder  system 620  00 

Farmingdale,  5  cottages  and  1  dormitory 2,289  00 

Troop  "  B  "  Armory  (1868),  electric  work 2,261  00 

Capitol,  wiring  west  wing 26,000  00 


4S 


FiBST  Annual  Repobt 


Senate,      intercommunicating     telephone     system 

(1938)     $108  00 

Capitol,  contractor's  hoist 1,660  00 

Ward's  Island  (1958),  100  patients 3,000  00 

Ward's  Island  (1944),  200  patients 4,000  00 

Capitol  (1955),  moving  motor  generators 2,107  00 

Capitol    (1989),  remodeling  electric  lighting  fix- 
tures, east  approach 7,000  00 

Matteawan  (1950),  refrigeration  building 400  00 

Hudson  (2028),  fire  alarm  system 8,000  00 

Hudson  (1925),  electric  work,  contagious  hospital.  1,465  00 

.Hudson  (1978),  electric  work,  storehouse 1,053  00 

Hudson  (2041),  elevators 2,893  00 

Hudson  (2040),  electric  work,  new  hospital 3,096  00 

Bath  (2063),  new  generators  and  ground  lighting. .  10,489  00 
Buffalo  Normal  (2026),  interior  telephones,  clocks, 

program  bells  and  fire  alarm  system 5,290  00 

Batavia  (2069),  hospital  building 400  00 

Twenty-third  Regiment  Armory 3,000  00 

Baffalo  Normal  (2017),  electric  fixtures 7,500  00 

Troop  "  I  "  Armory  (2062) 2,261  00 

Newark  (2078),  building  for  92  inmates 1,587  00 

West  Haverstraw  (2084),  elevators 3,600  00 

Iroquois  Indian  exhibit  (2095) 750  00 

Capitol  (2087),  Assembly  Record  rooms 75  00 

Capitol,  painting  room  608 200  00 

Bedford  (2103),  ground  lighting 4,500  00 

Cornell  (2090),  poultry  building 460  00 

Bath,  elevators 3,900  00 


$151,391  00 
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REPORTS,  ETC.,  WHICH  HAVE  BEEN  MADE  RELA- 
TIVE TO  FUTURE  POLICY  OF  INSTITUTION 

Bath,  report  on  central  heating  and  power  plant. 

Buffalo  Hospital,  water  softening  plant. 

Kings  Park,  plans  and  study  of  present  feeder  system  for  entire 
institution. 

Letch  worth  Village,  study  for  heating  of  institution. 

Mohansic  scheme  for  sewage  disposal. 

Schedule  of  equipment  and  operating  conditions  at  all  insti- 
tutions. 

SUMMARY 

OcTOBEB  1,  1913,  TO  October  1,  1914 

Number  of  Plans  and  Specifications  Prepared 

Heating 61 

Sanitary 59 

Electric 67 


187 


Reports  6 

Cost  of  Work  Under  Contract 

(Ifumber  of  contracts  under  way,  69) 

Heating $458,283  44 

Sanitary 160,056  00 

Electric 186,107  98 

$804,446  42 

Estimated  Cost  of  Work  Not  Under  Contract 

Heating $249,293  00 

Sanitary 190,747  00 

Electric 151,391  00 

591,431  00 


Grand  total $1,395,877  42 


Working  drawings  completed,  474. 
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APPENDIX  A 


Office  Maintbnanos 

Payrolls  from  October  1,  1918,  to  September  30,  1914 

October,  1913 $8,681  64 

November,  1918 9,205  89 

December,  1913 9,946  61 

January,  1914 10,958  60 

February,  1914 8,964  50 

March,  1914 8,646  42 

April,  1914 9,632  86 

May,  1914 9,412  02 

June,  1914 10,666  28 

July,  1914 11,468  61 

August,  1914 12,678  95 

September,  1914 13,378  03 

Total   $123,590  31 

Appropriated    by    chapter    792, 

Laws  1913 $116,390  00 

Appropriated    by    chapter    546, 

Laws  1912,  balance 1,155  20 

Appropriated    by    chapter    530, 

Laws  1914 29,120  25 

$146,665  45 

Reappropriated  for  contingent 7,732  83 

$138,982  62 

Paid    123,590  31 

— *•  - 

Balance  October  1,  1914 $15,842  81 


Z 
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Office  Expenses 
From  October  1,  1918,  to  September  30,  1914 
October,  1918 


Xovember,  1918  . . .  .^. . 

December,  1913 

January,  1914 

February,  1914 

March,  1914 

April,  1914 

May,  1914 

June,  1914 

July,  1914 

August  (contingent). 
September  (contingent). 


Total 


$598  16 

893 

72 

923 

44 

713 

54 

676 

61 

477 

66 

1,166 

66 

349 

24 

55  73 

145 

12 

$5,999  78 

Appropriated    by    chapter     792, 

Laws  1913   $6,000  00 

Appropriated    by    chapter    546, 

Laws  1912,  balance 03 


$6,000  03 


Reappropriated  by  chapter  530,  Laws  1914 $6,000  03 

Expenses  from  October  1,  1913,  to  September  1, 
1914    5,9fl9  78 


Balance  September  30, 1914 $0  25 
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Tbavelino  Expenses 
October  1,  1913,  to  September  30,  1914 

October,  1913 $1,408  53 

November,  1913 1,063  96 

December,  1913   1,038  97 

January,  1914 935  21 

February,  1914 552  41 

March  (contingent). 
April  (contingent). 
May  (contingent). 
June  (contingent). 
July  (contingent). 
August  (contingent). 
September  (contingent). 

Total $4,999  08 

Appropriated     by     chapter     792, 

Laws  1913 $5,000  00 

Appropriated    by    chapter    546, 

Laws  1912,  balance 06 

$5,000  06 

Expenses  from  October  1,  1913,  to  September  30, 

1914 4,999  08 

Balance  October  1,  1914 $0  98 

(Reappropriated  for  contingent.) 

CONTINGEXT 
Chapter  791,  Laws  1913 

Deficiencies  in  office  expenses,  traveling  expenses,  contingent 
fund,  and  for  salaries  of  draftsmen,  tracers  and  employees : 

October,  1913 $3,616  76 

November,  1913 2,391  80 

December,  1913 2,021  29 

January,  1914 1,712  59 
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February,  1914 $1,513  82 

March,  1914 1,556  90 

April,  1914 2,231  36 

May,  1914 2,324  14 

June,  1914 2,294  54 

July,  1914 1,482  88 

August,  1914 1,726  44 

September,  1914 3,062  57 

Total $25,935  09 

Appropriated     by     chapter     791, 

Laws  1913,  balance $15,674  51 

Appropriated    by    chapter    792, 

Laws  1913 6,000  00 

Appropriated    by    chapter    530, 

Laws  1914 8,834  76 

$30,509  27 

Expenses  from  October  1, 1913,  to  September  30, 

1914    25,935  09 

Balance  October  1,  1914 $4,574  18 


3= 


Chapter  530,  Laws  1914,  New  York  office,  appro- 
priation    $1,250  00 

Paid    390  63 

Balance  October  1,  1914 $859  37 


KECAPITULATION 

Office  maintenance $123,590  31 

Office  expenses 5,999  78 

Traveling  expenses 4,999  08 

Contingent  fund 25,935  09 

Xew  York  office 390  63 


Total $160,914  89 
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Tbavelino  Expenses 
October  1,  1913,  to  September  30,  1914 

October,  1913 $1,408  53 

November,  1913 1,063  96 

December,  1913   1,038  97 

January,  1914 935  21 

February,  1914 652  41 

March  (contingent). 
April  (contingent). 
May  (contingent). 
June  (contingent). 
July  (contingent). 
August  (contingent). 
September  (contingent). 

Total $4,999  08 

Appropriated     by     chapter     792, 

Laws  1913 $5,000  00 

Appropriated    by    chapter    646, 

Laws  1912,  balance 06 

$5,000  06 

Expenses  from  October  1,  1913,  to  September  30, 

1914 4,999  08 

Balance  October  1,  1914 $0  98 

* 

(Reappropriated  for  contingent.) 

CONTINGENT 

Chapter  791,  Laws  1913 

Deficiencies  in  office  expenses,  traveling  expenses,  contingent 
fund,  and  for  salaries  of  draftsmen,  tracers  and  employees : 

October,  1913 $3,616  76 

November,  1913 2,391  80 

December,  1913 2,021  29 

January,  1914 1,712  69 
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February,  1914 $1,513  82 

March,  1914 1,566  90 

April,  1914 2,231  36 

May,  1914 2,324  14 

June,  1914 2,294  64 

July,  1914 1,482  88 

August,  1914 1,726  44 

September,  1914 3,062  57 

Total $25,935  09 

Appropriated     by    chapter     791, 

Laws  1913,  balance $15,674  51 

Appropriated    by    chapter    792, 

Laws  1913 6,000  00 

Appropriated    by    chapter    530, 

Laws  1914 8,834  76 

$30,509  27 

Expenses  from  October  1,  1913,  to  September  30, 

1914    25,935  09 

Balance  October  1,  1914 $4,574  18 

■ 

Chapter  530,  Laws  1914,  New  York  office,  appro- 
priation    $1,250  00 

Paid    390  63 

Balance  October  1,  1914 $859  37 

KECAPITULATION 

Office  maintenance $123,590  31 

Office  expenses 5,999  78 

Traveling  expenses 4,999  08 

Contingent  fund 25,935  09 

New  York  office 390  63 


Total $160,914  89 
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APPENDIX  B 


STATEMENT  OF  CONTRACTS  IN  FORCE  AND  CON- 
TRACTS COMPLETED  DURING  THE  FISCAL  YEAR 
ENDING  SEPTEMBER  80,  1914 

State  Hospitals 
Binghcmitan 

Building  Work  Contractor  Contract     Certifioatas 

* Reconstruction,      electric 

light  system Lord  Electric  Co $31,870  00 

* Steam  and  exhaust  piping.  Edward  Joy  Co 7,900  CO 

Buffaio 

Building  Work  Contractor  Contract      Certificates 

*  Main  building La\mdry  machinery American  liaundry  Ma- 

chinery Co $5,098  00 

*  Main  buikling Four  verandas C.  H.  Everitt 10,641  00 

Addition  20  00 


$10,861  00 
Cold  storage  build- 
ing  Floor  drains,  etc S.Wright 662  00        $562  00 

*  Tuberculosis     pa- 
vilions  Construction C.  H.  Everitt 26,611  00 

Addition  215  00 


$26,826  00 
Deduct  22  00 


$26,804  00    21.061  30 
*  Tuberculosis     pa- 
vilions   Electric  work. '. Robertson-Electric  Con- 
struction Co 797  00 

Tuberculosis        pa- 
vilions  Heating  work R.  T.  Ford  Co 2.000  00      2.000  00 

Tuberculosis         pa- 
vilions  Plumbing  work P.  J.  Thomas 3.197  50 

Addition  450  00 


$8,647  50      3.647  50 

Refrigerating  apparatus .  .  Steele  A  Condict 12 .  300  00 

Deduct  65  00 


$12,235  00     12,235  00 


*  An  asterisk  indicates  V  at  the  contract  was  in  force  September  30,  1914. 


# 
• 
• 
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Long  Island  State  Hospital 

Bwldinc                            Work                             Contneior  Contemet     Certificates 

CoDstmotion P.  Keder Bldg.  Co $46,833  00 

Plumbui« P.  Keeler  Bldg.  Co 8,150  00 

Changing  doors EMtem  Fireproof  Sash 

A  Door  Co 804  00 

....  Eleelrie    equipment,    end 

conduit L.H.Woods 8.800  00 

BoUen A.  Wintemiti 66,000  00 


Oowamda 

Building                            Work                             Contractor  Contract     Certificates 

• Additional  boiler  capacity.  Ralph  Standing 87,480  00 


Hudson  River 

Building  Work  Contractor  Contract      Certificates 

Power  house Coagulant  apparatus A.  T.  Essery 1060  00 

Addition  31  47 


8081  47        8081  47 
*  Improvement     o  f 

supply A.  T.  Essery 20,386  00 

Addition      2.907  00 


882,202  00  30.666  06 

Powerhouse Repairs  to  power  plant...  Gaylord  A  Eitapene  Co.      1,100  00      1,100  00 

Motors,  etc.  for  sewerage 

system Frost  A  Bhekion 1,460  00 

AddiUon      1,366  20 


82,816  20      2.816  20 
Proteetion     for     intake, 

water  sui^ly  line J.  L.  Powley's  Sons. . . .       1. 168  00 

Additi<»  30  00 


$1,188  00 
Deduct  68  00 


81.130  00   1,130  00 


Kings  Park  State  Hospital 

BuiUing  Work  Contractor  Contract      Certificates 

Extanaan  to  poww 

house Switchboard Lord  Electric  Co 86.630  00    86,630  00 

Extaniian  to  power 

house Temperature  regulators...  O.  D.Atwood  Co 1.878  00      1.878  00 

Conduit  work Cryer  Return  Line  Sys- 
tem Co 4.230  00      4.230  00 

Motors  and  transformers.  Lord  Electrio Co 4,037  00 

Deduct  7  60 


$4,020  60      4,020  6 


*  An  asterisk  indicates  that  the  contract  was  in  faro3  September  30,  1014. 
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APPENDIX  B 


STATEMENT  OF  CONTRACTS  IN  FORCE  AND  CON- 
TRACTS COMPLETED  DURING  THE  FISCAL  YEAK 
ENDING  SEPTEMBER  80,  1914 

State  Hospitals 
Binghamtan 

Building  Work  Contraotor  Contraot     CertificataB 

* Reooostruotion,      electiio 

light  system Lord  Electric  Co $31,870  00 

* Steam  and  exhaust  piping.  Edward  Joy  Co 7,900  CO 

Buffalo 

Building  Work  Contractor  Contract      Certificates 

*  Main  building La\mdry  machinery American  Laundry  Ma- 

chinery Co 96,098  00 

*  Main  building Four  verandas C.  H.  Everitt 10.641  00 

Addition  20  00 


S10.861  00 
Cold  storage  build- 
ing  Floor  drains,  etc S.Wright 682  00        S562  00 

*  Tuberculosis     pa- 
vilions  Construction C.  H.  Everitt 26,611  00 

Addition  216  00 


$26,826  00 
Deduct  22  00 


$26,804  00    21.061  30 
*  Tuberculosis     pa- 
vilions  Electric  work.  '. Robertson-Electric  Con- 
struction Co 797  00 

Tuberculosis        pa- 
vilions  Heating  work R.  T.  Ford  Co 2.000  00      2.000  00 

Tuberculosis         pa- 
vilions  Plumbing  work P.  J.  Thomas 3,197  60 

Addition  450  00 


$8,647  60      3.647  60 

Refrigerating  apparatus. .  Steele  A  Condict 12,300  00 

Deduct  66  00 


$12,236  00     12,235  00 


*  An  asterisk  Indicates  t'  at  the  contract  was  in  force  September  30,  1914. 


Depabtmbnt  of  Abghiteotube  56 

Long  Island  State  Hospital 

Boildins  Work  Contrmetor  Cootraet     Ccrtifiofttea 

*  Power  houM Constniotion P.  Keder  Bids.  Co $46,833  00 

* Plumbins P.  Keeler  Bldg.  Co 3.160  00 

^ Changing  doors Eastom  Fireproof  Saah 


A  Door  Co 864  00 

* Eleetrie    equipment,    and 

conduit L.  H.  Woods 8.800  00 

• Boilers A.  Wintemits 66.000  00 


Oowwnda 

Building                            Work                             Contractor  Contimet     Certificates 

• Additional  boiler  capacity.  Ralph  Standing 87,480  00 


Hudson  River 

BuiMing  Work  Contractor  Contract      Certificates 

Power  house Coagulant  apparatus A.  T.  Essery $960  00 

Addition  31  47 


$081  47        $081  47 
^  Improvement     o  f 

supply A.  T.  Essery 29,886  00 

Addition      2,007  00 


$82,292  00    30.666  96 

Powerhouse Repairsto  power  plant. ..  Gaylord  A  Eitapene  Co.      1,100  00      1.100  00 

Motors,  etc.  for  sewerage 

system I^ost  A  Sheldon 1,460  00 

Addition      1.366  20 


$2,816  20      2,816  20 
Proteetion      for     intake, 

water  supply  line J.  L.  Powley's  Sons. . . .      1,168  00 

Addition  30  00 


$1,188  00 
Deduct  68  00 


$1,130  00      1,130  00 


Kings  Park  State  Hospital 


Buikling                           Work                            Contractor  Contract      Certificates 

KrtensJon  to  power 

howe Switchboard Lord  Electric  Co $6,639  00    $6,639  00 

Extension  to  power 

house Temperature  regulators. . .  O.  D.  Atwood  Co 1,878  00      1,878  00 

Conduit  work Cryer  Return  Line  Sys- 
tem Co 4,23000      4,23000 

Moton  and  transformers .  Lord  Electric  Co 4,037  00 

Deduct  7  60 


$4,029  60      4,029  6 


*  An  asterisk  indicates  that  the  contract  was  in  fore 3  September  30,  1914. 


»6  First  Annual  Hbpobt 


Building  Work  Contractor  Contract      Certificatct 

Four     refrioerating     ma- 
chines   H.  W.   Johns-ManviUe 

Co $16,605  00 

Deduct  10  00 


$16,685  00  $16,685  00 

Waterx>roofins  in  conduit.  P.  Keder  Bids.  Co 1.600  00       1.600  00 

^ Extension    and    vacuum 

heating  system The  Wall  Eng.  Co 14.440  00 

* Power  house  equipment. .  Ernest  W.  Newman 25.086  00     15.427  50 

Altering  impellers  of  two 

pumps Jeanesville  Iron  Works 

Co 51  00  51  00 

Extension  to  power 

house Air  compressor Laidlaw-Dunn    Gordon 

Co 4.15000       4.15000 

Boiler  house Steam  piping Evana-Almirall  Co 15.720  00     16.720  00 

Extension  to  power 

house Generator  sets Kerr-Turbine  Co 13.005  00 

Deduct  120  00 


$12,075  00     12.075  00 
Alterations  to  sewage  sys- 
tem   N.  Y.  Sewage  Disposal 

Co 15.000  00 

Addition  85  50 

$15,085  50     15.085  50 

* Hot  water  circulation  sy»- 

tem Cryer  Return  Line  Sys- 
tem Co 31.080  00     13.163  05 

Insulating       refrigerating 

room H.  W.   Johns-ManviUe 

Co 786  00  736  00 

^ Elevators  and  wiring Wheeler-McDowell  Ele- 
vator Co 11.880  00 

Consulting  engineers Charles  G.   Armstrong 

ASon 10.755  05 

Percentage 
Tuberculosis        pa- 
vilion  Changesin excretal system  P.  Keeler  BUg.  Co 754  65  754  65 


Manhattan  State  Hospital 

Building  Work  Contractor  Contract      Certificates 

^  Nurses'  Home Construction R.  Carvel  Co.  Inc.  (As- 
signed to  T.  G.  Gal- 
ardi) $82,667  00  $18,181  50 

*  Nurses*  home Heating P.  Keeler  Bldg.  Co. 

^  Nurses'  home Plumbing J.  J.  Kenny  Co 

*  Nurses'  home Electric L.  H.  Woods 

*  Nurses'  home fire  alarm  system CAM.  Ccmst.  Co 

*  Nurses*  home Steam  service  connection .  W.  C.  Olvany 

^  Nurses*  home Outside  sewer P.  Keeler  Bldg.  Co 

* Repairs  to  12  in.  main N.  Y.  Submarine  Co 


3.083  00 

7.745  00 

2.405  00 

0.564  70       6.837  44 

3.541  00 

1.000  00 

2.200  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1014. 


Department  of  Arohitbotube  57 
Middletovm  State  Hospital 

Bmldinc  Work  Coatraotor  Contraot      CertifioaieB 

*  Power  boose Gang  openers Lord  A  Bumham 1195  00 

Power  home. Hardwara Lockwood  Co 218  00        $218  00 

•Powerhouse Plumbinc R.  T.  Ford  Co 4,168  00      3.04130 

ChronicBklg Hardwara Albany  H.  A  I.  Co 412  00 

Addition  31  35 


$443  35  443  25 

* Elevator  doors Mead  A  Taft  Co 164  00 

*  Power  house Construotion N.  R.  Valkenburgh 48,761  00 

Addition    28.090  90 


176.851  90 
Deduct  300  00 


$76,551  90    51.056  45 
PumpweU N.  R.  YaUEenbursh....       1,789  00  709  75 


Mohansic  State  Hospital 


Building  Work  Contractor  Contraot      Certificates 

Electric  Railway Thomas  O'Hem $49,559  00 

Addition    31.874  28 


$81,433  28  $81,433  28 
* Engineering  services Ricker  A  Minniss 10%  of  cost.        596  06 


Rochester  State  Hospital 


Building  Work  Contractor  Contract      Certificates 

Nurses'  home Construction R.  T.  Ford  Co $44,400  00 

Deduct      1,040  00 


$43,360  00  $43,360  00 

Nunes'  home Heating R.  T.  Ford  Co 3,677  00 

Addition  57  00 


$3,734  00   3,734  00 

Nurses'  home Plumbing R.  T.  Ford  Co 6,430  00 

Addition  523  00 


$6,953  00      6,953  00 

*  Nurses' home Electric  work O'ConnellElectricCo. .  2,200  00      1,853  00 

* Sewage  pimiping  station. .  E.  B.  Foots 4,300  00 

* Laundry  equipment American  Laundry  Ma- 
chinery Co 5,298  00 

* Hardware Lockwood  Co 893  13 

* Steam  header  main E.  Towe 3,600  00 

Addition  136  42 


$3,736  42 
Deduct  35  00 


$37,041  42  $1,096  50 


*  An  sstflrisk  indicates  thai  the  contract  was  in  force  September  30.  1914. 


56  First  Annual  Rbpobt 


Buildiac  Work  Contractor  Contract      Cfirtifieatea 

Four     refriaerating     ma- 

ohines H.  W.  Johns-Manville 

Co 116.606  00 

Deduct  10  00 


$16,685  00  $16,685  00 

Waterproofins  in  conduit.  P.  Keder  BMg.  Co 1 .600  00       1 ,600  00 

* Extension    and    vaouum 

heating  eystem The  Wall  Eng.  Co 14,440  00 

* Power  houae  equipment. .  Ernest  W.  Newman 25,086  00     16,427  50 

Altering  impellers  of  two 

pumps Jeanesville  Iron  Works 

Co 5100  61  « 

Eztensicm  to  power 

house Air  compressor Laidlaw-Dunn    Gordon 

Co 4,15000      4,15000 

Boiler  house Steam  piping Evans-Almirall  Co 16,720  00     16,720  00 

Extension  to  power 

house Generator  sets Kerr-Turbine  Co 13,005  00 

Deduct  120  00 


$12,075  00     12,075  00 
Alterations  to  sewage  sys- 
tem   N.  Y.  Sewage  Disposal 

Co 16.000  00 

Addition  85  50 

t        

$15,086  50     15,085  50 

* Hot  water  circulation  sy»- 

tem Cryer  Return  Line  Sys- 
tem Co 31,080  00     13,163  05 

Insulating      refrigerating 

room H.  W.   Johns-Manville 

Co 786  00  736  00 

* Elevators  and  wiring Wheeler-McDowell  Ele- 
vator Co 11,380  00 

Consulting  engineers Charles  G.  Armstrong 

ASon 10,755  05 

Percentage 
Tuberculosis        pa- 
vilion  Changes  in  ezeretal  system  P.  Keeler  BMg.  Co 754  65  754  65 


Manhattan  State  Hospital 


Building  Work  Contractor  Contract      Certificates 

^  Nurses'  Home Construction R.  Carvel  Co.  Inc.  (As- 
signed to  T.  G.  Gal- 
ardi) $82,667  00  $18,181  50 

*  Nurses'  home Heating P.  Keeler  Bldg.  Co 

*  Nurses'  home Plumbing J.  J.  Kenny  Co — 

*  Nurses'  home Electric L.  H.  Woods 

^  Nurses'  home Fire  alarm  system C.  db  M.  Const.  Co 

*  Nurses*  home Steam  service  connection .  W.  C.  Olvany 

*  Nurses*  home Outside  sewer P.  Keeler  Bldg.  Co 

* Repairs  to  12  in.  main N.  Y.  Submarine  Co 


3.083  00 

7,745  00 

2.405  00 

0,564  70       6.337  44 

3.541  00 

1,000  00 

2,200  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30.  1014. 


Depastmbnt  of  Arohiteotitbb  57 
Middletawn  Staie  Hospital 

Boildmg  Work  Contractor  Contntot      Certifieates 

*  Poww  booM Gang  openers Lord  A  Bumham 1195  00 

Poverhmiae. Hardwara Lookwood  Co 218  00        1218  00 

*  Power  houM Plumbing R.  T.  Ford  Co 4.168  00      3.04130 

Chronic  BMg Hardware Albany  H.  A  I.  Co 412  00 

Addition  31  35 


1443  35  443  25 

* Elevator  doors Mead  A  Taft  Co 164  00 

*  Power  houee Conatruction N.  R.  Valkenburgb 48.761  00 

Addition    28.090  90 


$76,851  90 
Deduct  300  00 


$76,551  90     51.056  45 
* Pump  well N.R.  Valkenburgb....       1.789  00  709  75 


Mohansic  State  Hospitai 


Building  Work  Contractor  Contract      Certifioatea 

Electric  Railway Tbomas  O'Hem $49,559  00 

Addition    31.874  28 


$81,433  28  $81,433  28 
* Engineering  stfvicee Ricker  A  Minnies 10%  of  cost.        596  06 


Rochester  State  Hospitai 


Building  Work  Contractor  Contract      Certificates 

Nurses'  borne Construction R.  T.  Ford  Co $44,400  00 

Deduct      1.040  00 


$43,360  00  $43,360  00 

Nunes'  home Heating R.  T.  Ford  Co 3,677  00 

AddHion  57  00 


$3,734  00   3.734  00 

Nunes'  borne Plumbing R.  T.  Ford  Co 6,430  00 

Addition  523  00 


$6,953  00      6,953  00 

*  Nurses'  borne Electric  work O'Connell  Electric  Co. .  2,200  00      1 .853  00 

* Sewage  pumping  station. .  E.  B.  Foote 4,300  00 

* Laundry  equipment American  Laundry  Ma- 

cbineryCo 5.298  00 

* Hardware Lookwood  Co 893  13 

* Steam  beader  main E.  Towe 3,600  00 

Addition  136  42 


$3,736  42 
Deduct  35  00 


$37,041  42  $1,096  60 


*  An  ssurisk  indicatea  tbat  tbe  contract  was  in  force  September  30, 1914. 


68  FiBST  Annual  Ksfobt 

St  Lawrence  State  Hospital 

Building  Work  Contimotor  Co&tnot      C«rtlfioa(ei 

* ImprovemflQta,      hflAting 

vyatem W.  F.  Derendorf •47,260  00 

AddHim         887  62 


848,187  62 
Deduct         244  82  888,676  18 


847,898  20 


Wttlard  State  Hospital 

Building  Work  Contractor  Contract       Certifioates 

Laundry  extension. .  ConBtruction C.  K.  Benjamin 87,003  00 

Deduct  67  16 


87,986  85    87,035  85 

* Fireeecape C.  E.  Kohlmeta 685  00 

Sewage  dispoaal N.  Y.  Sewage  DiqMeal 

Co 709  84  709  34 


Chaeitablb  Institutions 
Western  House  of  Refuge,  Albion,  N.  F. 

Building  Work  Contractor  Contract      Certificates 

Bam Construction O.  D.  Harris 87.026  00     87,025  00 

Bam Electric  work Johnson-Fay      Electric 

Co 332  00  332  00 


Staie  School  for  the  Blind,  Batavia,  N,  Y. 

Building  Work  Contractor  Contract       Certificates 

...•••..•• Conduits  A  piping W.  F.  Devendorf 85, 100  00 

Addition  333  00 


85.433  00    86,433  00 

Electric  lighting O'Connell  Electric  Co.       1.200  00      1,200  00 

New  buildings Construction R.  T.  Ford  Co 37,000  00 

Addition  44  00 


837,044  00 
Deduct  908  10 


(Entire  contract  settled  for  836,000) 888.135  90     38,000  00 

*  New  buildings Increased  boiler  capacity.   M.  E.  Whitham 2,373  00 

Addition  200  00 


82.573  00 
Deduct  30  00 


82.543  00       1,698  30 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1914. 


Depabtmunt  of  Abohitectubs 
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New  York  State  Reformatory  for  Women,  Bedford,  N.  F. 

BuikiiDs  Work  Coatraokor  Cootnot      Certifiofttet 

^Coitacn     14,     10 

•ad  10 Construotion GMper  Hmogi&t  Const. 

Co t82,981  00 


Addition 


•  CoitmgM     14.    10 

and  16 Heating W.  B.  ArnwtroncCo. ..     12 

^  CottacM     14.     16 


and  16 Plumbinc E.  A.  Keder. 


Deduct 


$5 

^  Cottafes     14.     15 

and  16 Electric  work E.  A.  Keder 8 

^  Hospital Construction Casper   Ranger  Const. 

Co 82 

*  Hospital Heating R.  T.  Ford  Co 8 

*  Hospital Plumbing E.  A.  Keeler 2 

Deduct 


S2 

^  Hospital Electric  work E.  A.  Keeler 1 

*  Cottages  0.  10  and 

11 Construction Callanan  A  Prescott. . .     74 

*  Cottages  0,  10  and 

11 Heating R.  T.  Ford  Co 8 

*  Cottages  9.  10  and 

11 Plumbing R.  T.  Ford  Co 9 

^  Cottages  9,  10  and 

11 Electric  work E.  A.  Keeler. 2 

^  Boiler  house Construction D.  F.  Dakin  Co 88 

Deduct 


838 

*  Boiler  house Engines,  etc T.  F.  Jackson  Co 10 

*  B<Mler  house Plumbing P.  Keeler  Bldg.  Co 2 

*  Boiler  house Electric  work N.  Y.  Const.  Co 4 

*  Boiler  house Boiler  plant GilUs  A  Geoghegan. ...  37 

* Sewage  disposal  plant. . . .  Briante      Construction 

Co..  Inc 87 

* Boiler  plant W.  B.  Armstrong  Co. . .  7 

* Piping  and  conduit R.  T.  Ford  Co 22 

Addition 


$22 
^  Power  house Hardware Reading  Hdw.  Co 

*  Cottage  13 Construction Callanan  A  Prescott. . .     21 

*  Cottage  13 Heating R.  T.  Ford  Co 1 

*  Cottage  13 Plumbing E.  A.  Keeler 1 

Deduct 


$1 

*  Cottage  13 Electric  work E.  A.  Keeler 

* Water  supply,  farm  group.  N.  Y.  Sewage  Dis.  Co. .       0 


161  46 


182  46  820.399  87 

678  00 

828  00 
12  00 


816  00 


848  66 


663  00 


428  00  13.000  90 
000  00 
900  00 
8  00 


947  00 
611  04 


478  18 


862  00  17.853  40 

000  00 

300  00   4.734  60 

949  19 
900  00 
220  00 


730  00  10.093  75 

283  00 

719  00     93  00 

270  00 

900  00 

993  00 

140  00 

897  00 

90  00 


987  00 
143  27 
000  00 
600  00 
990  00 
4  00 


991  00 
810  61 
021  00 


102  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1914. 
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FiBST  Annual  Rbpobt 


New  York  State  Soldiers  and  Sailors'  Home,  Bath,  N.  T. 

Building  Work  ContrMtor  Coatraot      CeitificateB 

2-126  h.  p.  boUera E.  Keeler  Co $4,374  00 

Lowvring  plmtf ormB  of  fire 

Merritt  A  Co $32  00  $32  00 


State  TrairUng  School  for  Oirls,  Hudson,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

*  Cottagee  11  and  12  Construction Nial    Brothers    Const. 

Co $49,417  00 

Addition      3.800  79 


$53,307  79 
Deduct  94  32 


*  Cottages  11  and  12  Prison  work. , 

*  Cottages  13  and  14  Construction. 


to. 213  47  $52,378  47 

Prison  Department 2.218  64      2,218  64 

Berrigan      Contracting 

Co 44.700  00 

Addition  54  00 


$44,754  00 
Deduct      1.210  00 


$43,544  00    36.337  SO 

*  Cottages  13  and  14  Electric  work F.  W.  Newman  A  Son. 

Ino 115  00 

*  Cottages  13  and  14  Electric  work T.  F.  Jackson.  Inc 5.087  00 

Addition  45  00 


$5.132  00       1,972  85 

*  Cottages  13  and  14  Plumbing  work P.  C.  Doberty 4 .378  00 

Addition  140  00 


$4,518  00 
Deduct  64  00 


$4,454  00      3,390  99 

*  Cottagee  13  and  14  Heating  work W.  B.  Armstrong  Co. . .       5.630  00 

Addition  92  40 


$5,722  40      2.930  80 

^  School  building. . .  Plumbing  work W.  B.  Armstrong  Co. . .       3.947  00 

Addition  85  "50 


$4,032  50 
Addition  21  00 


$4,053  50      2,558  02 

*  School  building. . .  Construction D.  W.  Dean 63,713  00 

Deduct      1,250  00 


$62,463  00  41,973  00 

*  School  building. . .  Heating J.  J.  Horan  Co 4,390  00  1 .974  55 

*  School  buiMing. . .  Electric  work P.  Keeler  Bldg.  Co 2.420  00  1.291  15 

^  An  astoisk  indicates  that  the  contract  was  in  force  September  30,  1914. 


Depabtment  of  Abchitectube 
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Buildiiic  Work  Contr»otor  Contract      CerfcificataB 

*  School  buildins. . .  T^ank  conduit P.  Keeler  Bldg.  Co $6,006  00 

Addition  290  00 


$6,206  00  $4,202  93 

•  Main  buikling Hot  water  xnping T.  A.  O'Malley 581  00 

•  Main  building New  boilers R.  T.  Ford  Co 7.580  00 

*  Stiorveeant  house .   Racing. . .' M.  J.  Jackson  A  Son 

Co 4.162  00      2.125  00 

*  Cottages  1. 2  and  3  Electric  work N.  Y.  Construction  Co.  2.565  00      2,066  35 

*School  buikling. . .  Hardware The  Lockwood  Co 508  00 

•Cottages  13 and  14  Hardware The  Lockwood  Co 700  00 

Addition  2  77 


$801  77 

* Steam  connections W.  B.  Armstrong  Co. . .  312  00 

* Steam  connections D.  W.  Dean 75  00 

* Steam  connections J.  J.  Horan  Co '  385  00 


312  00 


385  00 


Building 


Letchworth  Village,  Thiells,  N,  Y. 

Work  Contractor  Coitraot      CartiSeates 

Pole  lines,  etc Rockland  Light  &  Power 

Co $2,360  00 

Addition      2.443  00 


*Cottaffe8  A.   B.  C 
and  D Construction. 


$4,803  00  $4,803  00 


Torrington  Bldg.  Co. .  .$107,066  00 
Addition  475  03 


$108,441  03 
Deduct      1.400  00 


$107,041  03     56.505  00 
*Cottag»  A,   B.  C 

and  D Heating Torrington  Bldg.  Co. . .     $0,780  00 

*Cottag»  A.   B.  C 

and  D Electric  work P.  Keeler  Bldg.  Cg 3.670  00  600  33 

"Cottages  A.   B.  C 

and  D Plumbing W.  B.  Armstrong  Co. . .     11 ,398  00 

Addition  157  75 


$11,555  75 
Addition  152  08 


^Cottages  A.  B.  C 
and  D Hardware . 


Lockwood  Co. 


$11,708  73      6,788  73 

688  00 

Addition  6  00 


$604  00 

* Consulting  engineers Nygren.      Tenney      A 

Ohmes Percentage 


*  An  asterisk  indicates  that  the  contract  wan  in  force  September  30,  1914l 


&2 


First  Annual  Repobt 


State  Custodial  Asylum,  Newark,  N.  Y. 

Buildins  Work  Contractor  Contract      Certificates 

^Employees'  Bldg . .  Construction The  Dollard  Construc- 
tion Co $10,600  00 

Addition  90  90 


$19,090  90 
Deduct  24  86 


Employees'  bids.  •  •  Hardware . 


$19,666  04  $16,043  58 

Norwalk  Lock  Co 463  00 

Addition  5  00 


$458  00  468  00 

^Employees'  bUg...  Plumbinc R.  T.  Ford  Co 4,305  00 

Addition  66  00 


$4,371  00 
Deduct  19  75 


$4,351  25      2.741  25 

'Employees'  bldg. . .  Electric  work P.  Keeler  Bldg.  Co 685  00  359  97 

^Employees  bldg. . .  Heating Young  A  Power $3,000  00 

Addition  285  64 


^Employees'  bldg. . .  Conduits,    feeder    cables, 

eto EarlJ.  Adams  (Assigned 

to       Hammer-Beach 
Co.) 


$3,286  64      2,292  61 


485  00 


Woman's  Relief  Corps  Home,  Oxford,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 


Hospital Addition . 


C.  H.  Mitchell  Co..  Inc.  $15,889  00 
Addition  633  48 


$16,422  48 
Deduct  250  00 


Hospital Heating. 


$16,172  48  $16,172  48 

R.  T.Ford  Co 2.278  00 

Addition  183  00 


$2,456  00      2.456  00 


Hospital Plumbing R.  T.  Ford  Co 1,994  00 

Hoqxital Electric  work Edward  Joy  Co 841  00 

Addition  to  hospital.  Hardware Babcock,  Hinds  A  Un- 
derwood   200  00 

Addition  12  95 


1,994  00 
841  00 


$212  95  212  05 

Sun  parlor Scrape  and  clean  floors. . .  C.  H.  Mitchell  Co 117  00         117  00 

* Drilling  artesian  wells W.  W.  Butts Per  foot. 

$2  50  first  200  feet. 

3  20  next  200  feet. 

4  20  next  200  feet. 
Addition  $274  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1914. 


Depabtmbnt  of  Abghitbotube  63 

St<Ue  HospUal  for  Incipient  Tubercutosis,  Eaybrook,  N.  Y. 

Buildinc                            Work                             Contractor  Contraot      CertifieatM 
Encine  And  dynamo Ruaer  ft  Muller S2.370  34    $2,370  34 


Craig  Colony  for  Epileptics,  Sonyea,  N.  Y, 

BuOdinc.  Work  Contractor  Contract      Cartificatei 

* Undersroond  oroninc. . . .  Pennvylvania    Railroad 

Co. SIO.OOOOO    $7.404  81 

* Improvements,    water 

supply MoWhirk  Construction 

Co.  Assigned  to  Ni- 
asara  Falls  Trust  Co., 
Norwood  Engineering 

Co.  doing  work $18,676  00 

Deduct         242  60 


$18,332  60      2,422  60 

*  New  barn Construction C.  A.  Foots 4,311  00 

Addition  76  00 


$4,386  00  705  00 

*  Central  Power  and 

*»**^^"ff  plant. . . .  Boilers,  steam  apparatus 

and  piping Oaylord Engineering  Co.   20,973  00 

*  Central  power  and 

beatinc  plant Plumbing  and  drainage.. .  R.  T.  Ford  Co 1 ,646  00  966  26 

*  Central  power  and 

beating  plant Engines,   generators   and 

dectrio  work The  Bede^  Engineering 

Co 8,080  00 

*  Central  power  and 

heatinc  pl«&t Chimney The  Heine  Chimney  Co.      4,161  00      2,822  00 

* Sewage  disposal  plant McWhirk  Construction 

Co.,  assigned  to  F.  L. 

Cohen 16.986  00      4.686  20 


State  Training  School  for  Boys,  Yorhtovm  Heights,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

*. Constructing  highway F.  0.  Fowler  Construc- 
tion Co $20,846  00 

Addition      7.864  68 


$28,710  68  $28,488  43 

Winterbum  house.. .  Plumbing Mekeel  Bros 466  00  466  00 

Winterbum  house.. .  Heating Mekeel  Bros 699  97  699  97 

*  Winterbum  house.  Water  supply Philip  F.  Beale 630  00 


Oreai  Meadow  Prison,  ComstocTc,  N.  Y. 

Work  Contractor  Contract     Certificates 

*  CeU  building,  south 

wing Plumbing W.  B.Armstrong  Co. . .  $34,936  00 

Addition  71  60 


$36,006  60  $11,406  72 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1914. 
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State  Custodial  Asylum,  Newcurk,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

^Employees*  Bldg . .  Construction The  Dollard  Conatruo- 

tion  Co $10,600  00 

Addition  90  90 


$19,090  90 
Deduct  24  86 


Emplc^reea'  bids.  •  •  Hardware . 


$19,666  04  $16,043  58 

Norwalk  Lock  Co 453  00 

AddiUon  5  00 


^Employees'  bldg. . .  Plumbing. 


$458  00  458  00 

R.  T.  Ford  Co 4,305  00 

Addition  66  00 


$4,371  00 
Deduct  19  76 


$4,351  25   2.741  25 

'Employees*  bldg. . .  Electric  work P.  Keeler  Bldg.  Co 685  00  359  97 

*Empk>yae8  bldg. . .  Heating Young  A  Power $3,000  00 

Addition  285  64 


$3,285  64       2.292  61 


^Employees*  bldg...  Conduits,    feeder    eables, 

etc Earl  J.  Adams  (Assigned 

to       Hammer-Beach 
Co.) 


485  00 


Woman  s  Relief  Corps  Home,  Oxford,  N,  F. 

Building  Work  Contractor  Contract      Certifi< 

Hoepital Addition C.H.  Mitchell  Co..  Inc.  $15,889  00 

Addition  633  48 


$16,422  48 
Deduct  250  00 


$16,172  48  $16,172  48 

Hoepital Heating R.  T.  Ford  Co 2.273  00 

Addition  183  00 


$2,456  00 

Hoepital Plumbing R.  T.  Ford  Co 1.994  00 

Hospital Electric  work Edward  Joy  Co 841  00 

Addition  to  hospital.  Hardware Babcock.  Hinda  A  Un- 
derwood   200  00 

Addition  12  95 


2.456  00 

1.994  OO 

841  00 


$212  95  212  05 

Sun  parlor Scrape  and  dean  floors. . .  C.  H.  Mitchell  Co 117  00  117  00 

• Drilling  artesian  wells. ...  W.  W.  Butts Per  foot. 

$2  60  first  200  feet. 

3  20  next  200  feet. 

4  20  next  200  feet. 
Addition  $274  00 


*  An  asteriak  indioatea  that  the  contract  was  in  force  September  30,  1914. 


Dbpabtment  of  Abghitbctubs  63 

State  Hospital  for  Incipient  Tubercutosia,  Rayhrook,  N.  Y. 

BoildiBs                            Work                             Contractor  Contract      Certificatea 
Eofine  and  dynamo Riuer  ft  MuIIer $2,370  34    $2,370  34 

Craig  Colony  for  EpHeptics,  Sonyea,  N.  Y. 

Bnildins.  Work  Contractor  Contract      Certificates 

* Undersroond  croesinc Pennsylvania    Railroad 

Co. $10,000  00    $7.404  81 

* Imfvovementa,    water 

supply McWhirk  Cooetniotion 

Co.  Aeaicned  to  Ni- 
asara  Falls  Trust  Co., 
Norwood  Ensineering 

Co.  doinc  work $18,676  00 

Deduct  242  60 


$18,382  60   2.422  60 

*  New  bam Construction C.  A.  Foots 4,811  00 

Addition  76  00 


$4,380  00  766  00 

*  Central  Power  and 

iMsating  plant Boilers,  steam  apparatus 

and  piping Qaybrd Engineering  Co.   20,978  00 

*  Ceatral  power  and 

heating  plant Plumbing  and  drainage.. .  R.  T.  Ford  Co 1 ,646  00         966  26 

*  Central  power  and 

heating  plant Engines,   generators   and 

electric  work The  Beel«^  Engineering 

Co 8.030  00 

*  Central  power  and 

heating  plant Chimney The  Heine  Chimney  Co.      4.10100      2.822  00 

* Sewage  disposal  plant McWhirk  Construction 

Co..  assigned  to  F.  L. 

Cohen 10.086  00      4.686  20 


Staie  Training  School  for  Boys,  Yorktown  Heights,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

* Constructing  highway. ...  F.  Q.  Fowler  Construo- 

tion  Co $20,846  00 

Additbn      7.864  68 


$28,710  68  $28,488  43 

Winterbum  house.. .  Plumbing Mekeel  Bros 466  00  466  00 

Wtnterbom  house.. .  Heating Mekeel  Bros 099  07  699  97 

•  TVInterbum  house.  Water  supply Philip  F.  Beale 630  00 


Oreai  Meadow  Prison,  Comstoch,  N.  Y. 

BuikUng  Work  Contractor  Contract     Certificates 

•  CeOboiUing,  south 

wing Plumbing W.  B.  Armstrong  Co. . .  $34,936  00 

Addition  71  60 


$36,006  60  $11,406  72 


*  An  asterisk  indicates  that  the  contract  was  in  force  Septomber  30,  1914. 
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state  Custodial  Asylum,  Neivark,  N.  Y. 

Building  Work  Contractor  Contract      Certificate 

^Employees'  Bids.  •  Construction The  Dollard  Conttruo- 

tion  Co 119.600  00 

Addition  90  90 


919.090  90 
Deduct  24  86 


Employees'  bldg. . .  Hardware . 


$19,666  04  915.043  68 

Norwalk  Lock  Co 463  00 

Addition  5  00 


$458  00  468  00 

*Empk»yeea'  bUg. . .  Plumbing R.  T.  Ford  Co 4.305  00 

Addition  66  00 


$4,371  00 
Deduct  19  75 


$4,851  25      2.741  25 

'Employees'  bldg. . .  Electric  work P.  Keeler  BUg.  Co 685  00  359  97 

^Employees  bldg. . .  Heating Young  ft  Power $3,000  00 

Addition  285  04 


$8,285  64      2.292  61 
^Employees' bldg...  Condtiits.    feeder    cables, 

etc EarlJ.  Adams  (Assigned 

to       Hammor-Beach 

Co.) 485  00 


Womanfs  Relief  Corps  Home,  Oxford,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

Hospital Addition C.  H.  Mitchell  Co..  Inc.  $15,889  00 

Addition  533  48 


$16,422  48 
Deduct  250  00 


Hospital Heating. 


$16,172  48  $16,172  48 

R.  T.Ford  Co 2,278  00 

Addition  183  00 


$2,456  00      2,456  00 


Hospital Plumbing R.  T.  Ford  Co 1.994  00 

Hospital Electric  work Edward  Joy  Co 841  00 

Addition  to  hospital.  Hardware Babcock,  Hinds  ft  Un- 
derwood   200  00 

Addition  12  95 


1.994  00 
841  00 


$212  95  212  95 

Sun  parlor Scrape  and  dean  floors. ..  C.  H.  Mitchell  Co 117  00  117  00 

• Drilling  artesian  wells W.  W.  Butte Per  foot. 

$2  50  first  200  feet. 

3  20  next  200  feet. 

4  20  next  200  feet. 
Addition  $274  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1914. 


Depastmbnt  of  Abghitbctube  63 

State  Hospital  for  Incipient  Tubercutosis,  Kaybrook,  N.  Y, 

BuiUmc                            Work                             Contractor  Contract      CartifieatM 
EncSne  and  dynamo Ruaer  ft  Mullcr $2.370  84    $2.870  34 


Craig  Colony  for  Epileptics,  Sonyea,  N.  Y. 

Building.  Work  Contractor  Contract      Cartifioatea 

* Undergroond  croning. . . .  Pennaylvania    Railroad 

Co. $10.000  00    $7,404  81 

* ImprovementB,    water 

8iq>ply McWhirk  Cooatruction 

Co.  Aaaigned  to  Ni- 
agara Falla  Tniat  Co., 
Norwood  Engineering 

Co.  doing  work $18,373  00 

Deduct         242  30 


$18,382  30      2.422  30 

*  New  bam Conatniction C.  A.  Foote 4.811  00 

Addition  73  00 


$4,886  00  703  00 

*  Central  Power  and 

heating  plant Boilere,  steam  apparatus 

and  piping Qaylord Engineering  Co.   20,978  00 

*  Central  power  and 

heating  plant Plumbing  and  drainage.. .  R.  T.  Ford  Co 1,043  00  036  23 

*  Central  power  and 

heating  plant Engines,   generators   and 

electrie  work The  Bedei^  Engineering 

Co 8.080  00 

*  Central  power  and 

heating  plant Chimney The  Hdne  Chimney  Co.      4,10100      2,822  00 

* Sewage  disposal  plant ....  McWhirk  Construction 

Co..  assigned  to  F.  L. 

Cohen 16,086  00   4.683  20 


Siaie  Training  School  for  Boys,  Yorhtovm  Heights,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

* Constructing  highway. ...  F.  Q.  Fowler  Construc- 
tion Co $20,846  00 

Addition      7.864  68 


$28,710  68  $28,488  43 

Winterbum  hooae.. .  Plumbing Mekeel  Bros 466  00  466  00 

Wmtsrborn  house.. .  Heating Mekeel  Bros 009  07  699  97 

*  Winterbum  house.  Water  supply Philip  F.  Beale 330  00 


Oreai  Meadow  Prison,  Comstock,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

•CeObniUing.  south 

wing Plumbing W.  B.Armstrong  Co. . .  $34,933  00 

Addition  71  80 


$83,006  30  $11,403  72 


*  Aa  asterisk  indicates  that  the  oontraot  was  in  force  September  30, 1914. 


52  FiKST  Annual  Report 

Traveling  Expenses 
October  1,  1913,  to  September  30, 1914 

October,  1913 $1,408  53 

November,  1913 1,063  96 

December,  1913   1,038  97 

January,  1914 935  21 

February,  1914 552  41 

March  (contingent). 
April  (contingent). 
May  (contingent). 
June  (contingent). 
July  (contingent). 
August  (contingent). 
September  (contingent). 

Total $4,999  08 

Appropriated     by     chapter     792, 

Laws  1913 $5,000  00 

Appropriated    by    chapter    546, 

Laws  1912,  balance 06 

$5,000  06 

Expenses  from  October  1,  1913,  to  September  30, 

1914 4,999  08 

■    —-^—^    ■    ■      ~ 

Balance  October  1,  1914 $0  98 

* 

(Reappropriated  for  contingent.) 

CONTINGENT 

Chapter  791,  Laws  1913 

Deficiencies  in  office  expenses,  traveling  expenses,  contingent 
fund,  and  for  salaries  of  draftsmen,  tracers  and  employees : 

October,  1913 $3,616  76 

November,  1913 2,391  80 

December,  1913 2,021  29 

January,  1914 1,712  59 


Department  op  Ahcihtectcbe  53 

February,  1914 $1,513  82 

March,  1914 1,556  90 

April,  1914 2,231  36 

May,  1914 2,324  14 

June,  1914 2,294  54 

July,  1914 1,482  88 

August,  1914 1,726  44 

September,  1914 3,062  57 

Total $25,935  09 

Appropriated     by    chapter     791, 

Laws  1913,  balance $15,674  51 

Appropriated    by    chapter    792, 

Laws  1913 6,000  00 

Appropriated    by    chapter    530, 

Laws  1914 8,834  76 

$30,509  27 

Expenses  from  October  1,  1913,  to  September  30, 

1914    25,935  09 

Balance  October  1,  1914 $4,574  18 

—    ■    ■        '    -  ~ 

Chapter  530,  Laws  1914,  New  York  office,  appro- 
priation    $1,250  00 

Paid    390  63 

Balance  October  1,  1914 $859  37 


RECAPITULATION 

Office  maintenance $123,590  31 

Office  expenses 5,999  78 

Traveling  expenses 4,99^  08 

Contingent  fund 25,935  09 

Xew  York  office 390  63 

Total $160,914  89 
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Traveling  Expenses 
October  1, 1913,  to  September  30, 1914 

October,  1913 $1,408  53 

November,  1913 1,063  96 

December,  1913   1,038  97 

January,  1914 935  21 

February,  1914 552  41 

March  (contingent). 
April  (contingent). 
May  (contingent). 
June  (contingent). 
July  (contingent). 
August  (contingent). 
September  (contingent). 

Total $4,999  08 

Appropriated     by     chapter     792, 

Laws  1913 $5,000  00 

Appropriated    by    chapter    546, 

Laws  1912,  balance 06 

$5,000  06 

Expenses  from  October  1,  1913,  to  September  30, 
1914 4,999  08 

Balance  October  1,  1914 $0  98 


(Reappropriated  for  contingent.) 

CONTINGENT 

Chapter  791,  Laws  1913 

Deficiencies  in  office  expenses,  traveling  expenses,  contingent 
fund,  and  for  salaries  of  draftsmen,  tracers  and  employees : 

October,  1913 $3,616  76 

November,  1913 2,391  80 

December,  1913 2,021  29 

January,  1914 1,712  59 


Department  of  Abciiitkctube  53 

February,  1914 $1,518  82 

March,  1914 1,556  90 

April,  1914 2,231  36 

May,  1914 2,324  14 

June,  1914 2,294  54 

July,  1914 1,482  88 

August,  1914 1,726  44 

September,  1914 8,062  57 

Total $25,935  09 

Appropriated     by     chapter     791, 

Laws  1913,  balance $15,674  51 

Appropriated    by    chapter    792, 

Laws  1913 6,000  00 

Appropriated    by    chapter    530, 

Laws  1914 8,834  76 

$30,509  27 

Expenses  from  October  1,  1913,  to  September  30, 

1914    26,935  09 

Balance  October  1,  1914 $4,574  18 

—    ■    ■        '    -  ~ 

Chapter  530,  Laws  1914,  New  York  office,  appro- 
priation    $1,250  00 

Paid    390  63 

Balance  October  1,  1914 $859  37 


RECAPITULATION 

Office  maintenance $123,590  31 

Office  expenses 5,999  78 

Traveling  expenses 4,99^  08 

Contingent  fund 25,935  09 

Xew  York  office 390  63 

Total $160,914  89 
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APPENDIX  B 


STATEMENT  OF  CONTRACTS  IN  FORCE  AND  CON- 
TRACTS COMPLETED  DURING  THE  FISCAL  YEAR 
ENDING  SEPTEMBER  30,  1914 

State  Hospitals 
Binghwmton 

Buildinc  Work  Contractor  Contract     Certificates 

* Reoonatruction,      electric 

light  system Lord  Electric  Co $31,870  00 

* Steam  and  exhaust  piping.  Edward  Joy  Co 7.000  CO 

Buffalo 

Building  Work  Contractor  Contract     Certificates 

*  Main  building Laundry  madiinery American  Laundry  Ma- 

chinery Co $5.008  00 

*  Main  building Four  verandas C.  H.  Everitt 10,641  00 

Addition  20  00 


$10,661  00 
Cold  storage  build- 
ing  Floor  druns,  etc S.Wright 562  00        $562  00 

*  Tuberculosis     pa- 
vilions  Construction C.  H.  Everitt 26,611  00 

Addition  215  00 


$26,826  00 
Deduct  22  00 


$26,804  00    21.061  30 
*  Tuberculosis     pa- 
vilions  Electric  work.  '. Robertson-Electric  Con- 
struction Co 707  00 

Tuberculosis        pa- 
vilions  Heating  work R.  T.  Ford  Co 2.000  00      2.000  00 

Tuberculosis         pa- 
vilions  Plumbing  work P.  J.  Thomas 3,107  60 

Addition  460  00 


$8,647  60      3,647  60 

Refrigerating  appcuratus . .  Steele  A,  Condict 12 ,  300  00 

Deduct  65  00 


$12,235  00     12.235  00 


^  An  asterisk  indicates  t'  at  the  contract  was  in  force  September  30,  1014. 


DSPABTMENT   OF   AbCHITBOTUBE  55 

Long  Island  State  Hospiidl 

Bmldinc  Work  Contnotor  CootrMt     Certificatw 

*  Power  houM Couiniotion P.  Keeler  Bldg.  Co f46,833  00 

^ Plumbing P.  Keeler  BMc.  Co S.lfiO  00 

* Clmnging  doors EMtem  Firaproof  Saah 

ft  Door  Co 864  00 

^ Eleotrio    equipm«ni,    and 

conduit L.  H.  Woods 8.890  00 

• Boilflra A.  Winternits 66,000  00 


Oowanda 

'  Building                           Work                            Contraotor  Contnet     Certifloatw 

• Additional boikr  capaoity.  Ralph  Standing 87,489  00 


Hudson  River 

Building  Work  Contractor  Contract      Certificatea 

Power  house Coagulant  apparatus A.  T.  Essery $960  00 

Addition  31  47 


8981  47        8981  47 
^  Improvement     o  f 

supply A.  T.  Essery 29,886  00 

Addition      2.907  00 


832,292  00    30.666  06 

Powerhouse Repairs  to  power  plant ...  Gaylord  ft  Eitapenc  Co.      1,10000      1,10000 

Motors,  etc.  for  sewerage 

system Frost  ft  Bheklon 1,460  00 

Addition      1,866  20 


82,816  20      2.816  20 
Proteetion     for     intake, 

water  supply  line J.  L.  Powley**  Sons 1.168  00 

Addition  30  00 


81,188  00 
Deduct  68  00 


81,130  00      1,130  00 


Kings  Park  State  Hospital 


BuiUing                           Work                            Contractor  Contract      Certificates 

Kitenainn  to  power 

house Switohbonrd Lord  Electric  Co 86,639  00    86.689  00 

EztenMon  to  power 

house Temperature  regulators. . .  O.  D.  Atwood  Co 1.878  00      1,878  00 

Conduit  work Cryer  Return  line  8y»- 

temCo 4.23000      4,230  00 

Motors  and  transformers.  Lord  Electric  Co 4,037  00 

Deduct  7  60 


84.099  60      4.020  6 


*  An  asterisk  indicates  that  the  contract  was  in  fores  September  30,  1014. 
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APPENDIX  B 


STATEMENT  OF  CONTRACTS  IN  FORCE  AND  COX- 
TRACTS  COMPLETED  DURING  THE  FISCAL  YEAR 
ENDING  SEPTEMBER  30, 1914 

Stats  Hospitals 
Binghamton 

Buildinc  Work  Contraetor  Contract     Certificates 

* Reoonatructum,      deotiio 

light  system Lord  Electric  Co $31,870  00 

* Steam  and  exhaust  piping.  Edward  Joy  Co 7.000  CO 

Buffalo 

Building  Work  Contractor  Contract     Certificates 

*  Main  building. . . .  Laundry  madiinery American  Laundry  Ma- 

chinery Co $5,098  00 

*  Main  building Four  verandas C.  H.  Everitt 10,641  00 

Addition  20  00 


$10,661  00 
Cold  storage  build- 

ing Floor  drains,  etc S.Wright 562  00        $562  00 

*  Tuberculosis     pa- 
vilions  Construction C.  H.  Everitt 26.611  00 

Addition  215  00 


$26,826  00 
Deduct  22  00 


$26,804  00    21.061  30 
*  Tuberculosis     pa- 
vilions  Electric  work Robertson-Electtic  Con- 
struction Co 707  00 

Tuberculosis        pa- 
vilions  Heating  work R.  T.  Ford  Co 2,000  00      2,000  00 

Tuberculosis         pa- 
vilions  Plumbing  work P.J.Thomas 3,197  50 

Addition  450  00 


$8,647  50      3.647  50 

Refrigerating  apparatus . .  Steele  &  Condict 12.300  00 

Deduct  65  00 


$12,235  00     12.235  00 


^  An  asterisk  indicates  t'  at  the  contract  was  in  force  September  30.  1014. 


Depabtment  of  Abchiteotube  SS 

L(yfig  Island  Stale  Hospital 

Work                             CoatTMior  ContrMi     Ccrtific*t« 

*  Power  houM CoMtmction P.  Keeler  Bldg.  Co f46.833  00 


^ Plumbing P.  Keeler  BUg.  Co 3.160  00 

Changing  doors Eastem  Fireproof  Seah 

ADoorCo 864  00 

*.  •  • Eleetrie    equqwient,    and 

oonduH L.  H.  Woods 8.89000 

• BoOora A.  IKOntemits 66.000  00 


Oowwnda 

Work                            Contractor  Contract     CertifioatoB 

^ Additional boUereapaoity.  Ralph  Standing 87.480  00 


Hudson  River 

BnUding  Work  Contractor  Contract      Cartifieatea 

hooM Coagulant  apparatus A.  T.  Essery 8850  00 

Addition  81  47 


8081  47        8881  47 
*  ImproYemcnt     o  f 

supply A.  T.  Essery 29.886  00 

Addition      2.907  00 


832.292  00    30.666  96 

Powerhouse Repairs  to  power  plant...  Gaylord  ft  Eitapenc  Co.      1,100  00      1,100  00 

Motors,  etc.  for  sewerage 

system Frost  *  Sheldon 1,460  00 

Addition      1.866  20 


82.816  20      2.815  20 
Proteetion     for     intake, 

water  supply  line J.  L.  Powloy*s  Sons 1 .  168  00 

Addition  30  00 


81.188  00 
Deduet  68  00 


81.130  00      1.130  00 


Kings  Park  State  Hospital 

Buihiing  Work  Contractor  Contract      Certificates 

Erfcensiiw  to  power 

hooM Switchboard Lord  Electric  Co 86.639  00    86.530  00 

Eztenaion  to  power 

house Temperature  regulators...  O.  D.  Atwood  Co 1.878  00      1.878  00 

Conduit  work Cryer  Return  line  Sys- 
tem Co 4.230  00      4.23000 

Motors  and  tranaformers .  Lord  Electric  Co 4,037  00 

Deduct  7  60 


84.089  60      4,089  6 


^  An  asterisk  indicates  that  the  contract  was  in  fores  September  30,  1914. 
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Contracts  in  Force  Octobbr  1,  1914 

State  Hospitals 

Binghamton $39,770  00 

Buffalo 43,360  00 

Long  Island 124,737  00 

Gowanda 7,489  00 

Hudson  River 32,292  00 

Kings  Park 83,786  00 

Manhattan ; 118,622  79 

Middletown 82,867  90 

Rochester 49,732  55 

St.  Lawrence  47,803  20 

Willard 585  00 


$631,135  44 


Charitaile  InstUviions 

Bath $4,374  00 

Batavia 2,543  00 

Bedford 415,160  73 

Hudson 209,175  14 

Thiells 132,894  66 

Newark 28,930  93 

Oxford 274  00 

Sonvea 84,513  50 

Yorktown  Heights 530  00 


$878,395  90 


Prisons 

Comstock $752,438  57 

Sing  Sing  Prison 46,247  76 

$798,686  33 
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Normal  Schools 

Brockport $7,482  25 

Buffalo 419,858  16 

Fredonia 7,490  00 

Oswego 993  20 

Potsdam 2,680  74 


$438,504  35 


Armories 
Troop  "  B  "  Albany $129,291  50 


Miscellaneous  Institutions 

Buffalo  Institute $9,573  99 

Letchworth  Park 3,695  00 

Syracuse  University 236,870  00 

Washington's  Headquarters 1,950  00 

General  Herkimer  Home 3,250  00 

Schuyler  Mansion 9,914  00 

Cornell  University 388,397  79 

Lake  George  Monument 1,198  50 

Rosebank 11,800  00 

Fanningdale 280,229  00 

Assembly  Chamber 20,916  84 

Education  building 233,771  97 

Capitol  power  house  518  00 

Morrisville 20,868  34 

Cobleskill 51,037  00 

Malone 2,200  00 

St.  Lawrence  University 670  00 

Crown  Point  Reservation 4,460  00 

Capitol  reconstruction 602,037  69 


$1,783,358  12 
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CONTKACTS  IN  FOBGB  OCTOBEB  1,  1914 

Hospitals $631,135  44 

Charitable  institutions 878,395  96 

State  prisons   798,686  33 

Normal  schools 438^504  35 

Armories 129,291  50 

Miscellaneous  institutions 1,783,358  12 


Total $4,659,371  70 
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State  of  New  York 


No.  37 


IN    SENATE 


Annual  Report  of  the  Department  of 

Architecture 


State  of  New  York 

DeFABTMSNT  of  AsOHITSCTrSE 

Albany,  March  13,  1916. 

Honorable  Edward  Schobneck,  President  of  the  Senate,  Albanj, 
N.  Y. 

Sib. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  New  York,  for  the  fiscal  year  ending  September  30,  1915. 

Bespectf  ully  yours, 

L.  F.  PILCHER, 

State  Architect 


State  of  New  York 


No.  37 


IN    SBNATK 


Annual  Report  of  the  Department  of 

Architecture 


State  of  New  Yobk 
Defabtment  of  Abohitectuse 

Albany,  March  13,  1916. 

Honorable  Edward  Sghobneck,  President  of  the  Senate,  Albanj, 
N.  Y. 

Sib. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  New  York,  for  the  fiscal  year  ending  September  30,  1915. 

Bespectf ully  yours, 

L.  F.  PILCHER, 

State  Architect 


Department  of  Architecture,  State  of  New  York, 

Albany^  N.  Y. 

To  the  Howmtble,  the  Senate,  BUie  of  New  York: 

Obntucmew. —  The  seecmd  annual  report  of  the  DepaTtmemt  of 
Arcjhitectirre  is  hereby  submitted : 

The  law  amending  the  Public  Buildings  Law  and  establishing 
the  Department  of  Architecture  and  defining  its  jurisdiction, 
powers  and  duties  became  operative  on  April  3,  1914,  and  is 
known  as  Chapter  111,  Laws  of  1914.  Its  operation  for  the  fiscal 
year  from  October  1,  1914,  to  September  30,  1916,  and  covering 
a  part  of  the  fiscal  year  ending  September  30,  1914,  has,  in  my 
opinion,  fully  justified  the  judgment  of  the  Legislature  in  its  enact- 
ment. The  law,  which  embodied  the  suggestions  and  recommenda- 
tions of  the  conamittee  of  the  New  York  State  Association  of  the 
American  Institute  of  Architects,  has  tended  to  a  more  efficient 
supervision  of  the  building  requirements  of  the  State,  jsimplifietd 
and  greatly  developed  the  service  work  required  of  the  Department 
of  Architecture  by  the  State  and  its  institutions,  and  promoted 
uniformity  in  departmental  work  —  all  to  the  advantage  of  thie 
State  and  the  material  assistance  of  those  who  submit  proposals 
for  State  work. 

The  work  of  the  Department  has  been  more  thoroughly,  sys- 
tematiJEed  in  the  executive,  construction,  engineering,  and  inspec- 
tion divisions,  and  the  results  attained  include  greater  efficiency,  a 
general  standardization  of  the  woik  and  a  rednctian  m  cost  to  the 
Statte,  considering  the  volume  of  work  devolving  xxpcai  the 
Department. 

Another  year's  operation  under  the  new  law  will  add  to  the  bet- 
terment of  the  Department  and  place  the  architectural  ann  of  the 
Stttle  upon  tiie  hi^est  plane  of  pubUc  aervice  and  efficiency  and 
at  the  minimum  of  expense,  consistent  witii  i^e  Tequireraents  of  the 
State  and  good  service. 

The  work  of  the  Department  of  Architecture  is  eontinuous  and 
the  (volume  of  effort  accomplished  each  year  is  much  greater  than 
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the  face  value  of  the  contracts  which  are  awarded  among  the  vari- 
oufi  groups  of  State  institutions.  While  the  work  of  the  Depart- 
ment which  reaches  contract  award  forms  the  larger  share  of  the 
Department's  service  to  the  other  divisions  of  the  State^  there  is  a 
heavy  volume  of  work  demanded  which  can  be  measured  only  by 
the  amount  of  speci&c  appropriation  and  departmental  estimates 
of  the  cost  of  the  work.  These  demands  upon  the  Department  are 
embraced  in  the  work  accomplished  by  certain  State  institutions 
and  by  inmate  labor  where  there  are  no  contracts  awarded.  The 
work  entails  extensive  study  and  labor  by  the  construction,  engi- 
neering and  inspection  divisions. 

Much  time  and  labor  have  also  been  required  in  the  preparation 
of  plans,  designs,  sketches,  etc.,  for  construction  work  for  which 
there  has  been  no  award  of  contract,  estimate  approval  or  further 
progress. 

There  have  been  many  emergencies,  in  the  demands  of  the  vari- 
ous interests  of  the  State,  which  have  required  absolutely  definite 
preliminary  drawings  and  specifications  upon  which  could  be  based 
adequate  estimates  of  cost  for  proposed  undertakings.  Upon  the 
request  of  the  Executive,  the  Legislature  or  Commission,  it  is  the 
duty  of  the  Department  of  Architecture,  under  the  provisions  of 
the  law  creating  the  Department,  Chapter  111,  Laws  of  1914,  to 
develop  projects  so  that  definite  information  can  be  obtained. 

Relative  to  this  demand  upon  the  Department,  Hon.  Eugene  M. 
Travis,  State  Comptroller,  in  his  report  of  the  examination  of  the 
Department  of  Architecture,  says: 

'^  It  is  believed  that  not  only  has  the  quantity  of  work 
handled  by  the  Department  increased,  but  that  the  quality, 
as  well,  has  improved.  For  instance,  whereas  formerly 
when  an  appropriation  was  made  to  erect  a  building  fortn- 
ing  the  nucleus,  it  was  the  practice  to  erect  such  building 
without  much,  if  any,  regard  for  possible  future  develop- 
m,enJt.  Now  it  is  the  custom  to  carefully  study  the  pro- 
posed site  and  improvennent  in  all  the  physical  and  operat- 
ing aspects  and  to  project  plans  for  the  whole  anticipated 
improvement  before  the  plans  for  the  immediate  initial 
construction  are  started.  This  tends  to  insure  a  program 
of  construction  which  will  be  economical  and  efficient 
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during  construction  and  future  operation  of  the  improve- 
ment. We  construe  this  and  other  matters  called  to  our 
attention  to  indicate  that  the  quality  of  the  work  of  this 
Department  shows  an  improvement.'' 

A  further  instance  of  Departmental  demand  is  the  fact  that  dur- 
ing the  year  the  completion  of  the  sewage  disposal  scheme  for  the 
Mohansic  State  Hospital  and  the  State  Training  School  for  Boys 
at  Yorktown  Heights,  for  which  $498,000  has  been  authorized, 
required  the  preparation  of  full  sets  of  plans  for  which  contracts 
have  not  been  issued. 

A  review  of  the  work  of  the  Department  for  the  fiscal  year  end- 
ing September  30,  1915,  shows: 

Contracts  in  force  October  1,  1914 $4,680,710  94 

Contracts  awarded  October  1,  1914,  to  September 

30,  1915   2,561,416  30 

Expert  services  on  resolution  of  trustees  or  insti- 
tutions    26,589  86 

Special  fund  estimates  not  included  in  contracts.  291,744  06 

Total  face  of  contracts  and  orders  adminis- 
tered October  1,  1914,  to  September  30, 

1915 $7,560,461  16 

Face  of  contracts  concluded'  October  1,  1914,  to 
September  30,  1915,  including  special  fund 
estimates  approved  and  certificates  issued  for 
expert  services  on  resolution  of  trustees  or 
institutions 3,185,415  58 

Face  of  contracts  in  force  October  1,  1915 . .     $4,375,045  58 
Certificates  issued  on  contracts  in  force  October 
1,  1915,  not  including  special  fund  estimates 
approved  or  certificates  issued  for  expert  serv- 
ices on  resolution  of  trustees  or  institutions. . .        2,726,473  05 


Balance  of  unperformed  work  on  contracts  in 

force  October  1,  1915 $1,648,572  58 
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Summary  of  contract  progroaB  October  1,  1914, 
to  Septemher  30,  1915  — 

Contracts  completed $2,867,081    66 

Certificates  issued  on  imcompleted  contracts.       2,726,473    05 
Balance  unclaimed 1,090    00 

Contract  progress  October  1,  1914,  to  Sep- 
tenO^er  30,  1915 $6,5^,644    71 


There  was  expended  by  the  Department  $202,306.47,  of  which 
$160,634.07  vfBS  for  Dqpartmental  maintenance,  including  sal- 
aries.    The  recapitulation  of  Department  disbunsements  shows  a 
total  of  $189,578.13,  which  inchides  office  maintenance,  $160,- 
634.07 ;  office  expenses,  $9,833.11 ;  traveling  expenses,  $11,091 .99  ; 
contingent,  $15,499.62,  and  New  York  office,  $2,519.34.     There 
was  also  disbursed  in  salaries  $12,728.34  and  paid  out  of  appro- 
priations as  follows:   Chapter  728,  Laws  of  1915,  Capitol  Recon- 
struction, $5,766.12 ;  Chapter  727,  Laws  of  1915,  Cornell  Univer- 
sity, $2,996.20;  Chapter  728,  Laws  of  1915,  Syracuse  University, 
$3,966.02. 

The  amount  expended  by  the  Department  was  for  contract  prog- 
ress, among  various  divisions  of  the  State,  credited  to  the  fiscal 
year,  of  the  face  value  of  $5,594,644.71. 

While  the  total  face  of  contracts  and  orders  administered  dur- 
ing the  fiscal  year  amounted  to  $7,560,461.16,  plans  and  other 
details  were  prepared  by  the  construction  and  engineering  divisions 
of  the  approximate  value  of  $1,722,879,  for  which  there  were  no 
bids  received,  contracts  awarded  or  estimates  approved.  Approxi- 
mately $1,000,000  of  this  work  was  in  the  construction  division 
and  the  balance  in  the  engineering  division.  The  development  of 
the  Mohansic  State  Hospital  site  represents  over  one-half  of  the 
volume  of  work  in  the  Department  for  which  there  has  been  no 
contract  development. 

Appropriations  for  the  past  year  were  made  by  the  L^islature 
prior  to  the  material  advance  in  prices  due  to  the  European  war. 
This  has  increased  the  work  of  the  Department  to  a  considerable 
extent  to  revise  the  original  designs  so  as  to  keep  within  the  amount 
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available,  allowing  for  the  advanoe.  It  has  also  been  necessary  at 
times  to  reduce  the  amoiint  of  work  contemplated  to  a  considerable 
extent,  as  it  was  found  that  prices  adyanced  during  the  period 
while  the  work  was  being  advertised,  and  when  the  bids  were 
received  no  contracts  could  be  awarded.  The  plans,  therefore,  had 
to  be  redrawn  to  come  within  the  appropriation. 

Summary  of  Contbact  Work 

The  following  general  summary  by  institutional  grouping  shows 
the  contract  work  for  the  fiscal  year : 
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WoBK  Under  Special  Fund  Estimates 

There  were  427  special  fund  estimates  approved  during  the 
fiscal  year  amounting  to  $1,094,691.61.  Of  this  number,  there 
were  thirty-nine  estimates  amounting  to  $802,947.55,  which  were 
included  in  contracts  awarded.  The  latter  were  confined  entirely 
to  construction  work  among  the  State  hospitals  and  included  thir- 
teen estimates  for  the  Manhattan  State  Hospital,  six  for  the  Mid- 
dletown  State  Hospital,  five  for  the  Kings  Park  State  Hospital 
and  the  balance  scattered  among  eight  other  State  hospitals.  Prior 
to  May  1,  1914,  all  special  fund  estimates  for  State  institutions 
passed  through  the  Department  The  average  was  about  3,000 
estimates  each  year.  Following  a  conference  among  the  State 
departments  interested,  it  was  decided  to  submit  all  special  fund 
estimates  direct  to  the  State  Hospital  Commission,  the  Fiscal 
Supervisor  and  the  Superintendent  of  Prisons^  and  then  refer  only 
such  special  fund  estimates  as  were  deemed  pertinent  to  the  De- 
partment of  Architecture.  These  were  to  include  all  special  fund 
estimates  covering  work  to  be  done  under  plans  and  specifications 
prepared  by  the  Department  of  Architecture;  all  special  fund 
estimates  covering  either  construction  or  engineering  work  to  be 
charged  against  specific  appropriations,  other  than  for  mainte- 
nance, and  for  which  the  State  Comptroller  required  the  joint 
letter  of  release),  and  such  other  special  fund  estimates  covering 
technical  or  engineering  work  upon  which  advice  of  the  Depart- 
ment of  Architecture  is  desired  as  to  action  to  be  taken. 

The  State  Hospital  Commission  also  includes  special  fund 
estimates  covering  all  contracts  and  special  orders  issued  for  build- 
ing or  engineering  work  and  this  custom  materially  increases  the 
number  of  and  the  total  amount  involved  for  that  class  of 
institutions. 

I^ollowing  is  the  number  and  amount  of  the  special  fund  esti- 
mates, not  included  in  contracts,  received  and  considered  for  the 
fiscal  year: 

Hospitals 

Institution  Estimates  Amount 

Binghamton  State  Hospital 7  $7,315  42 

Buffalo  State  Hospital 4  204  06 

Central  Islip  State  Hospital 13  3,863  93 

Oowanda  State  Hospital 3  58  48 
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BstiiaatM 

Amount 

3 

$8,090  22 

17 

6,153  77 

21 

16,831  87 

12 

2,149  80 

2 

600  90 

16 

11,385  16 

8 

2,164  49 

1 

4,337  82 

InstiiutioB 

Hudson  River  State  Hospital 
Kings  Park  State  Hospital. . 
Manhattan  State  Hospital . . . 
Middletown  State  Hospital . . 
Mohansic  State  Hospital .... 
Boehester  State  Hospital .... 
St.  Lawrence  State  Hospital . 
Utica   State  Hospital 


*  107  $63,605  92 
Chabities 

Institution  Estimates          Amount 

State  School  for  the  Blind 1  $1,250  00 

State  Training  School  for  Girls 3  849  64 

Thomas  Indian  School 2  1,561  73 

Eastern  New  York  Reformatory 1  4,569  61 

Custodial    Asylum    for    Feeble-Minded 

Women   1  518  32 

Craig  Colony  for  Epileptics 1  7,761  00 

State     Institution     for     Feeble-Minded 

Children   1  5,811  00 

Letchworth  Village 6  11,454  52 

16  $33,775  82 
Prisons 

Institution  Estimates          Amount 

Auburn  Prison 1  $216  87 

Clinton  Prison 7  8,983  99 

Bannemora  Hospital 47  38,508  06 

Great  Meadow  Prison 93  94,439  69 

Matteawan  Hospital 48  t3,949  89 

Sing  Sing  Prison 70  38,860  46 

261        $194,958  96 

Leas  credits 14,428  09 


$180,530  87 
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Othxb  Institutiowai.  Gboups 

Institution  Estimates  Amount 

Saratoga  Reservation 1  $11,757  0© 

Lake  George  Battleground  Park 1  256  15 

Cornell  University 1  455  50 

State  School  of  Agriculture,  Morrisville.            1  1,362  80 


$18,831  45 


Total 388        $291,744  05 

Total  included  in  contracts 39  802,947  55 


427     $l,0t)4,691  61 


Specification  Sebvioe 

Tlie  specification  division  has  been  fully  organized  and  the  higb 
standard  of  its  work  has  resulted  in  a  material  gain  to  the  Stale 
in  that  contractors  are  thereby  »:iabled  to  estimate  closer  on  coi*- 
tracts  and  to  much  better  advantage  than  under  former  methoda 
employed.  The  development  of  this  line  of  departmental  activity 
was  started  late  in  the  preceding  fiscal  year.  There  was  an 
extended  and  thorough  investigation  of  methods  applicable  to  all 
State  work  and  a  familiarization  with  all  the  requirements  of  high 
grade  specification  work.  The  changes  wrought,  I  am  sure^  have 
greatly  aided  contractors  and  benefited  the  State  correspondingly. 

This  work,  actively  begun  early  in  the  present  fiscal  year,  has 
gone  steadily  forward.  It  was  hampered  to  a  certain  degree  by 
the  regular  specification  work  of  the  Department.  It  required  the 
assembling  of  a  large  amount  of  data,  and  conferences  were  lield 
with  material  men  and  builders,  both  in  Xew  York  and  Albany. 
It  was  my  desire  to  grant  a  hearing  to  all  interests  liable  to  be 
affected  by  fixing  standards  for  material  and  workmanship.  As  a 
matter  of  record,  it  should  be  stated  that  all  of  the  standard 
specifications  are  reviewed  by  the  Deputy  State  Architect,  the 
Assistant  State  Architect  and  the  Chief  Inspector  and  then  by 
tiie  State  Architect  before  printing. 
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More  than  one-half  of  the  work  of  reviaion  haa  been  aooom- 
plished  and  of  the  balance  the  more  serious  errors  have  been  cor- 
rected and  the  unfinished  sections  will  soon  be  ready  for  the  printer. 
Advices  have  already  reached  this  Department  to  the  effect  that 
portions  of  these  standard  specifications  have  already  been  quoted 
in  different  sections  of  the  United  States  where  New  York  State 
is  looked  upon  to  lead  in  all  matters  pertaining  to  architecture  and 
building. 

The  specifications  for  all  State  buildings  embody  a  standard 
oi  material,  methods  and  labor  which  remain  set  in  type.  Amend- 
ments to  these  standards  are  written,  adapting  the  specifications 
to  the  particular  building  in  question  and  all  extraneous  matter 
is  omitted. 

A  saving  of  money  to  the  State  has  been  accomplished  throu^ 
the  medium  of  these  revised  standard  specifications  in  admitting 
open  competition  in  the  matter  of  the  system  of  fireproof  construc- 
tion permissible  and  by  the  use  of  more  modem  and  cheaper  floor 
coverings,  such  as  linoleum  and  asphalt  instead  of  wood,  tile,  etc 

The  revision  of  the  standards  to  date  has  resulted  in  a  saving 
of  25  per  cent,  in  the  cost  of  producing  the  amendments,  namely 
the  preparation  of  the  manuscript  and  printing  of  the  same,  a 
matter  of  five  pages  out  of  twenty. 

Beginning  with  the  present  fiscal  year,  the  amendments  to  the 
standard  specifications,  heretofore  typewritten,  stenciled  and 
mimeographed,  have  been  printed  and  bound  with  the  standard 
specifications  by  the  State  printer.  The  mimeographing  system 
proved  to  be  unsatisfactory  because  of  errors  which  occasionally 
occurred  in  the  typing  and  in  the  imperfect  contact  of  the  paper 
with  the  stencil,  proaucing  at  times  an  indefiniteness  in  the  com- 
pleted copies  which  caused  contractors  "  to  guess  "  at  uncertain 
descriptions  instead  of  estimating  with,  at  times,  a  consequent 
loss  to  the  State,  and  in  the  execution  of  the  work  on  buildings 
some  contractors  were  inclined  to  take  advantage  of  the  imperfect 
printing  to  try  to  evade  requirements  of  the  contract 

Many  leading  contractors  on  State  work,  in  commenting  on  the 
printed  specifications  as  against  the  former  stenciled  ones,  have 
stated  that  they  can  estimate  closer  and  to  better  advantage. 
Moreover,  the  printed  matter  comports  better  with  the  dignity  of 
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the  State  and  is  in  accord  with  the  practice  in  other  State  Depart- 
ments and  large  private  offices. 

The  cost  of  printing  the  amendments  to  the  specifications,  $1.50 
per  page,  equals  in  amomit  the  former  cost  of  stenciled  and 
mimeographed  copies  which  consisted  of  typewriting,  comparing 
with  original,  stencilling,  and  comparing  again  with  the  type- 
written copy,  cost  of  the  stencil  and  copying  paper,  mimeograph 
operation,  sorting,  assembling  and  binding,  no  less  than  six 
operations  being  required  for  each  specification. 

Pkepabation  of  Blue  Prints 

There  has  been  an  improved  service  in  the  preparation  of  blue 
prints  which  was  made  possible  by  the  installation  of  an  automatic 
blueprinting  machine  with  washer  and  dryer  and  other  facilities 
for  turning  out  work  of  a  high  grade.  The  apparatus,  since  its 
installation,  has  developed  approximately  342,825  square  feet  of 
blue  prints  which  have  been  arranged  in  sets  and  furnished  to 
bidders  for  State  work,  together  with  specifications.  Under  a 
Tule  of  the  Department  a  deposit  check  is  required  on  all  plans 
and  specifications,  thereby  insuring  their  return  to  the  department 
after  consideration  by  the  contractors  on  different  lines  of  work 
on  public  buildings  and  institutions. 

Approximately  3,000  complete  sets  of  plans  and  specifications 
were  delivered  to  contractors  during  the  year.  An  improved  ser- 
vice has  been  provided  in  this  line  of  departmental  work  which 
has  added  to  the  more  efficient  administration  of  the  Department. 

Divisional  Activity 

The  construction  division  of  the  Department  considered  109 
projects  which  involved  the  preparation  of  77  specifications,  254 
sketches,  412  working  drawings  and  480  detail  drawings.  The 
engineering  division  prepared  141  plans  and  specifications  of 
which  there  were  94  construction  specifications,  214  sketches,  369 
working  construction  drawings,  292  working  engineering  drawings 
and  467  detail  drawings.  The  two  divisions  have  kept  abreast  with 
all  demands  made  upon  them  and  every  effort  has  been  made  to 
give  the  State  the  best  service  possible.  All  divisional  work  has 
been  progressed  to  the  extent  that  the  Department  will  be  able 
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to  at  (mcje  apply  itself  to  new  construction  work  under  appro- 
priations of  the  incoming  Legislature  when  they  are  made. 

The  clerical  work  of  ilie  Department  has  been  handled 
expeditiously  with  as  small  a  force  as  consistent  with  giving  prompt 
attention  to  all  matters  of  Departmental  routine.  The  Depart- 
ment has  been  in  receipt  of  81,566  letteirs  during  the  fiscal  year 
amd  especial  attention  has  been  given  to  prompt  service.  Much  of 
the  work  involved  the  supplying  of  detailed  information  to  various 
institutional  boards  and  commissions,  to  employes  in  the  field  and 
general  information  was  provided  those  who  desired  knowledge  in 
regard  to  State  work  within  the  province  of  the  Department. 

Increased  volume  of  work  in  the  Department  is  shown  by  the 
fact  that  there  were  5  88  contracts  in  force  during  the  fiscal  year, 
as  against  427  in  the  year  concluding  Sept.  80,  1914.  There  wa» 
an  increased  volume  of  work  among  the  State  hospitals,  the^ 
charitable  institutions,  the  public  buildings  and  the  general  institu- 
tions, while  the  only  class  of  institutions  showing  a  decrease  in 
contract  activity  was  the  regulative  division  and  the  normal  schools. 
Increased  contract  woric,  together  with  work  carried  on  under 
institutional  or  other  than  by  contract  l&bor,  has  largely  added  to 
the  volume  of  clerical  work  in  the  Department. 

Among  State  IwsrrruTiows 

Housing  of  the  insane  will  present  a  problem  to  the  administra- 
tion di  State  the  coming  year.  The  annual  excess  of  commit^ 
ments  to  the  various  State  hospitals  over  patients  discharged  and 
paroled  has  greatly  overtaxed  the  capacity  of  the  institutions,  and 
there  are  now  confined  in  State  hospitals  approximately  6,500 
more  patients  than  the  hospitals  were  designed  to  accommodate 
Commitments  in  recetot  periods  have  been  greater  than  in  other 
years  and  forces  the  State  to  a  realization  that  added  hospital 
accommodations  must  be  provided.  This  condition  will  be  relieved 
in  part  by  additional  bed  capacity  which  will  be  available  July  1, 
1917.  Inability  to  deport  the  alien  insane,  due  to  the  European 
war,  is  ascribed  in  part  as  one  of  the  causes  for  the  congested  con- 
dition of  the  State  hospitals. 

The  bed  capacity  art  the  Manhattan  State  Hospital,  under  con- 
struction work  now  in  progress,  will  be  increased  by  360  beds,  the 
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Binghamton  State  Hospital,  282  beds,  the  Kings  Park  State 
Hospital,  420  beds,  and  the  Long  Island  State  Hospital,  589  bed& 

A  solirtion  of  the  congested  condition  of  institutions,  especially 
near  the  metropolitan  center,  will  be  bron^t  abont,  in  part,  by 
the  separation  of  that  class  of  the^  hospital  population  known  as 
senile  dementia,  and  separating  it  from  the  more  active  mentally 
disturbed.  This  will  result  in  a  lessening  of  the  housing  per 
capita  of  the  senile  dementia  patients  and  a  lesser  per  capita  for 
care  and  maintenani^e. 

Separating  the  senile  dementia  patients  from  the  other  classes 
of  patients  will  result  in  a  per  capita  for  construction  of  approxi- 
mately $350,  while  the  present  per  capita  cost  to  the  State  is  about 
$1,000. 

Tentative  sketches  made  for  caring  for  senile  dementia  patients 
at  the  Middletown  State  Hospital  call  for  a  building  520  feet  long 
and  325  feet  wide,  in  which  will  be  placed  senile  patients  from 
various  State  hospitals,  thereby  providing  room  for  a  part  of  the 
exc^  hospital  population  in  these  institutions.  The  Middle- 
town  hospital  building  will  be  four  floors  in  front  and  five  in  the 
rear,  designed-  to  accommodate  500  patients  cm  each  floor,  2,000 
in  all,  with  200  attendants.  Especial  attention  has  been  giveu 
the  designing  of  the  building  to  make  possible  an  economical 
general  supervision  and  service  of  the  patients  at  the  lowest  pos- 
sible figure,  while  inmate  safety  will  be  well  provided  for  in 
emergency  exits,  general  fireproof  building  construction,  and  the 
elimination  of  inside  stairways,  elevators  being  used  to  transfer 
patients  from  floor  to  floor. 

The  proposed  building  is  a  new  departure  in  institutional 
management  and  I  believe  that  it  will  result  in  saving  to  the 
State  because  of  the  fact  that  the  patients  to  be  cared  for  in  this 
new  style  of  building  require  much  less  care  and  attention  than 
persons  suffering  from  other  forms  of  insanity. 

Additional  bed  capacity  will  also  be  provided  in  different 
charitable  institutions  because  of  work  now  under  way.  There 
will  be  available  at  the  Eome  State  Custodial  Asylum,  356 
additional  beds;  at  the  Eastern  New  York  Eeformatory  at 
Xapanoch,  148;  at  the  State  Reformatory  for  Women,  Bedford 
Hills,  216 ;  State  Hospital  for  Crippled  and  Deformed  Children, 
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West  Haverstraw,  79;  the  Custodial  Asylum  for  Feebje-Minded 
Women,  Newark^  152;  State  School  for  the  Blind,  Batavia,  16; 
State  Tr^dning  School  for  Girls,  Hudson,  54 ;  Letdiworth  Village, 
240;  and  State  Training  School  for  Boys  at  Yorktown  Heights, 
112. 

Development  of  Histobio  Places 

Preservation,  repairs  and  betterments  have  been  undertaken  at 
several  of  the  State  Historic  Beservations.  This  class  of  work 
has  relatively  required  much  time  and  attention  from  the  Depart- 
ment, both  in  the  preparation  of  plans  and  in  supervision,  as  it  is 
of  unusual  character.  Aside  from  making  the  reservations  acces- 
sible and  available  to  visitors,  the  main  point  has  been  to  accu- 
rately restore  or  to  preserve  the  historic  parts  as  they  were  at  the 
time  the  places  were  of  their  prime  importance.  Local  condi- 
tions, such  as  occupancy  and  inaccessibility,  together  with  limited 
funds  make  the  problems  complex  and  increase  the  amount  of 
time  necessary  to  prepare  proper  plans  and  specifications. 

At  Schuyler  Mansion,  in  Albany,  it  was  proposed  to  restore  the 
property  to  its  condition  of  1762  to  1803,  the  period  during 
which  Schuyler  lived  in  it  This  restoration  required,  first,  that 
several  structures  be  removed,  a  lodge  built  for  the  caretaker; 
and,  second,  that  the  actual  restoration  be  studied  and  started. 
The  first  work  has  been  accomplished  and  the  caretaker's  cottage 
equipped  with  a  heating  plant  siifi&cient  to  heat  the  mansion  and 
also  supplied  with  ample  toilet  accommodations  for  visitors.  The 
removal  of  the  caretaker  to  this  building,  together  with  all  heat- 
ing appliances,  reduced  the  fire  hazard  in  the  old  structure,  and 
also  allowed  restoration  to  begin.  The  preparation  of  plans  and 
specifications  involved  much  time,  study  and  investigation  for  the 
old  records  and  documents  were  uniformly  lacking  in  respect  to 
concrete  descriptions  of  original  conditions. 

The  occupants  during  the  last  100  years  have  made  many 
changes  which  have  obliterated  all  traces  of  some  of  the  important 
features.  The  research  has  been  necessarily  slow  and  tedious, 
involving  the  examination  of  all  parts  of  the  structure  as  well 
as  existing  records.  Two  visits  were  made  to  Mount  Vernon  to 
secure  and  to  compare  data  with  the  result  that  the  heating  sys- 
tem now  installed  is  modeled  after  that  in  the  Washington  Home. 
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It  is  inconspicuous  and  in  keeping  with  the  house^  the  heat  being 
forced  into  the  rooms  throng  grate  bars  in  the  hearth  of  the  fire- 
places. The  discovery  of  an  old  map,  dated  1794,  definitely  set- 
tled the  outline  of  the  house,  its  wings  and  approach.  The 
removal  of  lath,  plaster  and  floors  has  established  the  original 
interior  arrangement  with  very  little  possibility  of  error.  Plans 
and  specifications  are  now  being  prepared  for  the  complete  resto- 
ration, based  upon  this  information. 

While  these  investigations  were  in  progress,  the  old  decayed 
timbers  in  the  first  floor  construction  were  removed,  partitions 
and  floors  leveled  up,  new  wood  sills  put  in  to  replace  the  old 
ones  which  were  rotting,  the  rear  windows  and  sash  were  restored 
to  their  proper  condition,  the  rear  staircase  was  located  and 
reconstructed,  decayed  and  altered  panelling  was  replaced,  the 
paint  was  removed  from  interior  doors,  the  ceilings  re-lathed  and 
the  ceilings  and  walls  re-plastered.  Much  of  this  work  was  done 
on  a  percentage  contract  as  it  was  impossible  to  pre-determine  the 
extent  of  necessary  repairs  and  replacements.  While  this  method 
of  doing  the  work  required  more  attention  from  the  Department 
than  the  usual  method,  much  information  was  secured  that  would 
not  otherwise  have  been  available  at  like  expense.  The  work  has 
now  reached  a  point  where  a  definite  contract  can  be  let,  the 
proper  results  obtained,  and  the  final  work  can  shortly  b^n. 

At  Oeneral  Herkimer's  Homestead  in  Danube,  the  repairs  and 
restoration,  started  last  year,  have  been  finished.  Most  of  the 
research  was  completed  last  year  but  some  further  investigation 
was  necessary  to  complete  the  work.  The  restoration  has  been 
made  difficult  on  accoimt  of  requiring  the  house  to  be  a  caretaker's 
cottage,  a  museum  and  also  the  colonial  home  of  Herkimer. 
These  requirements  have  hampered  the  proper  alterations  but 
results  generally  satisfactory  have  been  secured.  The  unsightly 
out-buildings,  southwest  of  the  house,  have  been  removed.  The 
well  has  been  cleaned  out  and  supplied  with  a  new  curb  and 
sweep.  An  open  rustic  pavilion  has  been  erected  upon  the  pow- 
der house  for  the  convenience  of  visitors.  A  new  toilet  has  been 
erected  and  several  old  fences  removed.  The  north  entrance  has 
been  altered  and  now  agrees  with  the  oldest  known  sketches  of  the 
house.     The  painting  of  the  exterior,  together  with  the  above 
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mentioned  changes,  has  added  greatly  to  the  dignity  and  appear^ 
ance  of  the  plaea 

At  Crown  Point  Reservation  on  Lake  Chamfdain,  a  number  of 
improvements  have  been  made  to  and  about  the  old  forts.  The 
comfort  station  has  been  completed,  aoeording  to  the  original  plan. 
The  old  English  fort  drain  has  been  replaced  with  a  tile  sewer, 
two  culverts  have  been  built,  a  cement  sidewalk  has  been  laid  from 
the  comfort  station  to  the  fort,  guard  rails  and  sign  boards  have 
been  installed  at  the  entrance  road.  A  well  has  been  driven  near 
the  comfort  station  which  will  supply  the  visitors  with  pure 
drinking  water.  Formerly,  it  was  not  possible  to  provide  drink- 
ing water  as  the  lake  was  used  for  a  supply. 

The  most  interesting  and  important  work  undertaken  this  year 
has  been  the  opening  and  preservation  of  the  ruins  of  Fort  St. 
Frederic.  This  older  French  fort  has,  in  the  past,  received  but 
little  attention  from  the  visitors  because  there  appears  to  be  noth- 
ing worth  looking  at.  Historically,  it  was  more  important  than 
the  English  fort  but  an  overgrowth  of  bruidi  and  decay  had  oblit- 
erated most  of  the  interesting  features  at  the  site.  Chapter  727 
of  the  Laws  of  1915  authorized  the  State  Architect,  the  Comp- 
troUer  and  the  New  York  State  Historical  Association  to  expend 
$1,500  in  opening,  repairing  and  preserving  this  fort.  Acting 
upon  the  recommendation  of  this  Department,  authorization  was 
given  to  start  the  work.  This  reconmiendation  was  based  upon 
the  principle  stipulated  in  the  deed  of  gift,  which  required  pres- 
ervation with  as  little  new  material  and  work  visible  as  possible. 
The  preservation  of  the  barracks  had  been  conducted  under  this 
method  and  the  results  were  satisfactory.  On  account  of  the 
small  sum  available,  the  expenditure  had  to  be  carefully  studied 
in  order  to  accomplish  satisfactory  results  if  only  in  a  small  way. 
The  fort  was  first  cleared  of  imderbrush  and  the  larger  trees 
trimmed  with  the  result  that  the  ramparts,  especially  on  the  lake 
front,  became  distinct  and  interesting.  Walks  and  paths  were 
constructed  about  the  fort  and  from  the  lake  shore  to  the  fort. 
A  driveway  was  constructed  from  the  comfort  station  into  anA 
around  the  inside  walls  of  the  fort  so  that  visitors  can  now  drive 
in  as  they  do  at  the  English  fort.  A  flag-pole  is  included  to  be 
erected  on  the  northeast  bastion  and  will  act  as  a  marker  for  the 
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lake  travel.  The  exposing,  and  repairing  of  curtain  and  bastion 
walls  showed  what  the  fort  had  been  and  how  accurately  it  had 
been  built.  The  unsightly  mounds  became  parts  of  the  fortifica- 
tion and  completed  the  outline  so  that  it  could  be  understood  by 
the  visitors*  These  walls  were  in  various  stages  of  decay  and 
it  was  necessary  to  re-set  many  stones^  especially  at  the  top  of  the 
walls  in  order  to  tie  them  together  and  to  keep  the  weather  out 
The  walls  treated  last  fall  will  last  some  years  without  further 
attention  and  work  yet  to  be  undertaken  will  be  similarly  treated. 
There  is  a  great  deal  yet  to  be  done,  but  a  new  field  of  interest  has 
been  uncovered  to  the  future  visitors  which  will  be  greatly  appre- 
ciated. 

At  Sir  William  Johnson  Mansion,  Johnstown,  a  new  steam 
heating  system  has  been  installed.  The  boiler  is  in  the  modem 
north  wing  and  the  work  has  been  done  so  that  the  plant  can  be 
set  up  in  the  caretaker's  cottage  when  completed,  thus  removing 
all  fire  from  the  Mansion. 

At  Giovemor  Clinton  House,  Poughkeepsie,  it  has  been  proposed 
to  restore  the  house  to  its  original  condition  of  1765.  Plans  of 
the  present  house  were  made  and  after  considerable  study  and 
investigation,  both  at  the  house  and  in  contemporary  structures 
in  neighboring  vicinity,  a  definite  restoration  was  decided  upon. 

The  program  of  alterations  is  so  arranged  that  substantial  and 
permanent  results  can  be  obtained  as  fast  as  money  is  available. 
The  modem  roof  has  been  removed  and  a  new  one  installed,  new 
chimneys  have  been  constructed  from  the  attic  floor  upward,  the 
front  porch  has  been  removed  and  a  colonial  one  erected.  Three 
attic  widows  on  the  west  side  have  been  opened  and  sash  and 
frames  installed.  The  interior  has  had  several  temporary  changes 
made  in  order  to  adapt  the  building  to  the  needs  of  the  caretaker. 
Plans  and  details  for  the  remainder  of  the  work  are  prepared  and 
everything  ready  for  further  restoration  when  funds  are  provided. 
The  alterations  thus  far  completed  have  done  much  to  improve 
the  property. 

At  Lake  George  Battleground  Park,  the  Dowling  house  has 
been  altered  to  provide  toilets  for  visitors  and  painting  has  been 
done.  At  Saratoga  Battle  Monument,  Schuylerville,  a  new 
approach  and  concrete  walk  have  been  laid  about  the  monument. 
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Stbuotueal  Investigation 

Engineering  service  not  represented  in  the  contract  or  special 
fund  estimate  progress  of  the  Department  includes : 

Surveys. —  Manhattan  State  Hospital,  Mohansic  State  Hospi- 
tal, the  Kings  Park  State  Hospital,  the  Binghamton  State  Hospi- 
tal, the  State  School  of  Agriculture  at  Farmingdale,  the  State 
Custodial  Asylum  for  Feeble-Minded  Women  at  Newark,  the 
Rome  Custodial  Asylum,  the  State  Training  School  for  Boys  at 
Yorktown  Heights,  the  State  House  at  Albany,  and  the  Schoharie 
School  of  Agriculture  at  Cobleskill. 

Syracuse  State  Fair,  Syracuse, —  Examination  of  race  track 
grand  stand  with  reference  to  its  structural  stability. 

Randall's  Ishmd,  Reformatory  for  Juvenile  DelinquerUs. — 
Examination  and  report  with  reference  to  the  proposed  scheme 
for  removing  the  lower  tier  of  cells  from  the  ceU  house. 

Long  Idand  State  Hospital,  Brooklyn. —  Examination  and 
report  on  die  request  of  the  hospital  authorities  for  permission  to 
remove  certain  structural  material  from  kitchen  building. 

Arseimi,  New  York  City. —  Examination,  report  and  recom- 
mendations with  reference  to  structural  repairs  to  this  building. 

Stale  Training  School  for  Ovrls,  Hudson. —  Beinf orcement  with 
concrete  of  piers  supporting  trestle  serving  coal  pocket. 

Mohansic  State  Hospital. —  Bepair  of  trestle  across  Crom 
Pond. 

Stale  Training  School  for  Boys,  Yorktown  Heights. —  Exten- 
sion of  spur  track  to  serve  new  boiler  house. 

Middletown  Stale  Hospital,  Middletown. —  Spur  and  trestle  to 
serve  new  boiler  house. 

D.  £  H.  Building,  Albany. —  Investigation  of  floor  strength 
with  reference  to  occupancy  of  this  building  by  State  Departments. 

Telephone  Company  Building,  Albany. —  Installation  of  parti- 
tions, etc,  to  prepare  this  building  for  occupancy  by  State  Depart- 
ments. 

Binghaanlon  Stale  Hospital,  Binghamton. —  Bepair  of  trestle 
serving  power  house. 

St  Lawrence  Stale  Hospital,  Ogdensburg. —  Investigation  and 
report  on  the  stability  of  the  power  house  stack. 
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Hudson  River  State  Hospital,  Poughkeepsie. —  Examination, 
report  and  recommendations  for  repair  of  power  house  stack, 
fltruck  by  lightning. 

Thomas  Indian  School,  Iroquois. —  Examination  and  report  on 
the  matter  of  failure  of  wall  between  coal  pocket  and  boiler  room. 

Brockport  Normal  School,  Brockporl. —  Examination,  report 
and  recommendations  with  reference  to  repair  and  strengthening 
of  foundations. 

Capitol  Reconstruction 

The  work  of  reconstructing  the  west  end  of  the  Capitol,  dam- 
aged by  fire  in  March,  1911,  was  completed  during  the  year.  By 
changing  the  pitch  of  the  new  roof  and  adding  six  dormers  to  the 
west  facade,  an  entire  story,  13,000  square  feet  in  area,  was  made 
available  for  office  purposes,  without  changing  the  external 
appearance  of  the  building,  or  in  any  way  detracting  from  the 
original  design. 

Additional  floor  space  amounting  to  15,000  square  feet  was  also 
secured  by  finishing  -rooms  for  office  purposes  in  the  sixth  story 
and  over  the  Senate  Chamber  where  space,  formerly  used  for 
storage  purposes,  was  utilized  for  housing  the  Health  Department 
Based  upon  current  rental  values,  this  28,000  square  feet  made 
available  is  worth  $28,000  per  year  to  the  State. 

The  Department  has  also  prepared  plans  and  supenrised  the 
work  of  refiniehing  offices  and  making  permanent  improvements 
in  the  building,  exclusive  of  the  reconstruction  of  the  fire  dam- 
aged section  and  the  repairs  and  renovation  of  the  Assembly 
Chamber.  There  were  47  contracts,  amounting  to  $23,335.63,  for 
this  work. 

During  the  work  of  the  audit  committee  appointed  by  the  Trus- 
tees of  Public  Buildings  to  audit  and  establish  the  value  of  work 
furnished  under  the  percentage  contracts  for  reconstructing  the 
Capitol,  for  which  the  contractor  had  not  been  paid,  the  Depart- 
ment assisted  the  committee,  furnishing  the  data  acquired  through 
the  four  years  of  construction. 
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Belative  to  DepastmjsntaIi  Appbopjuaxions 

The  State  Comptroller^  in  his  invcBtigatioa  of  tiie  Department 
of  Architecture  during  the  fiscal  year,  reported,  in  part  as 
follows: 

^^  It  is  exclu»yely  a  Department  of  aervice  to  other  administrar 
tive  departments  of  the  State.  It  is  dependent,  for  its  jurisdic- 
tion, upon  the  volume  of  work  whidi  is  imposed  upon  it  by  the 
State  authorities  securing  appropriations.  The  volume  of  work 
directly  governs  the  cost  of  the  Department.  If  the  Legislature 
appropriates  $1,000,000  for  the  construction  of,  or  improvements 
to  public  buildings,  it  imposes  a  certain  more  or  less  definite  quan* 
tity  of  work  upon  this  Department.  If  $2,000,000  is  appropri- 
ated, the  work  of  the  Department  will  be,  under  ordinary  condi- 
tions, double,  and  the  cost  of  the  Department  increased  in  like 
proportion. 

"  We  believe  that  we  have  stated  sufficient  facts  to  warrant  the 
conclusion  that  the  sums  available  for  expenditures  by  the  Depart- 
ment of  Architecture  should  be  elastic.  Of  course,  it  is  not  at 
all  probable  that  there  ever  will  be  a  time  when  there  is  no  work 
for  this  Department  to  perform.  It  is  entirely  probable  that  the 
minimum  amount  of  work  to  be  performed  by  it  during  any  given 
year  will  not  be  less  than  that  performed  during  the  fiscal  year 
which  closed  on  September  30,  1914. 

"  Therefore,  we  recommend  that  appropriations  be  made  by  this 
Legislature  sufficimit  to  carry  a  Departmental  organization  of  sub- 
stantially the  size  existing  during  the  last  completed  fiscal  year; 
and  that  the  Legislature  in  making  appropriations  for  the  con- 
struction of  or  improvements  to  publie  buildings  insert  a  section 
in  eadi  such  apporofpriation  reading  substantially  as  follows: 

^^  Section  — .  The  plans,  specifications,  detailed  drawings,  and 
contracts  necessary  or  incident  to  the  proposed  c(Mistraeti<m  shall 
be  prepared  by  or  und^  the  supervision  of  the  State  Arehiteck 
If  the  force  of  architects,  deugners,  engineers,  draftsmen,  traoezs 
and  inspectors  of  construction,  attached  to  the  State  Department  of 
Architecture,  and  for  whose  compensation  and  expenses  provision 
has  been  made  in  the  annual  appropriation  bill,  shall  be  inade- 
quate or  insufficient  to  properly  handle  and  care  for  the  improve- 
ment authorized  by  this  act  in  addition  to  the  other  duties  imposed 
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upon  or  required  of  them,  the  State  Architect  may,  in  his  discre- 
tion, with  the  conaent  of  the  State  Comptroller,  engage  architects, 
designers,  engineers,  tracers,  draftsmen  and  inspectors  of  con- 
struction to  aid  him  in  some  part,  or  parts  of  such  work,  and  the 
compensation  and  expenses  of  such  persons,  not  exceeding  4  per 
cent,  of  the  sum  herein  appropriated,  shall  be  payable  out  of  this 
appropriation  upon  the  audit  of  the  Comptroller  and  the  certifi- 
cate of  the  State  Architect." 

I  desire  to  express  my  appreciation  of  the  assistance  and 
co-operation  of  the  various  State  Departments  in  preliminary  and 
construction  work  under  my  supervision  during  the  fiscal  year. 
It  has  been  my  endeavor  to  provide  the  State  with  efficient  and 
prompt  service  in  its  building  construction  development  and 
hearty  co-operation  has  been  accorded  the  Department  by  the 
Executive,  the  Legislature  and  all  governing  boards  and  com- 
missions. 

Bespectfully  submitted, 

L.  F.  PILCHER 

State  Architect, 
Department  of  Architecture, 
Albany,  1^.  T.,  March  13, 1916. 
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The  Construction  and  Designing  Division 

During  the  fiscal  year  the  construction  and  designing  division, 
in  addition  to  conducting  much  of  the  correspondence  incident  to 
the  preparation  of  preliminary  drawings  and  the  interpretation 
of  plans  and  specifications  for  work  under  contract,  has  prepared 
sketches,  specifications,  working  drawings  and  detail  drawings, 
as  follows: 


Projects 

Speoifloa- 
tioos 

Sketehes 

drawiofs 

Detail 

drawing 

Ho«Krit«)f 

15 
35 

5 
30 
20 

4 

15 
17 

3 
18 
30 

4 

vr 

54 

18 
34 
28 
33 

M 
101 
13 
75 
87 
39 

71 

Charitable  institutioiii 

136 

Prisons 

14 

P^it>?i^  buiildina ,  .    

106 
40 

AnnoriOB 

53 

Total 

109 

77 

354 

413 

4S0 

For  the  purpose  of  comparison  of  costs  for  different  types  of 
institution  buildings,  the  following  table  is  given : 


ROMB   DOBMrrOBT 

Brick  building,  fire-proof  construc- 
tion, large  inuds 


LSTCBWOBTH   ViLLAOS 

Native  stone  building,  fireproof  con- 
struction, single  rooms 


Hudson  School,  Hospital 
Brick  building,  fireproof  construc- 
tion, single    rooms    and    special 
treatment  rooms 


CutMC 

contents. 
(Cu.  ft.) 

Accommo- 
dations. 
PersoM 

Cost 

Cost  per 

cubic  foot 

Cento 

860.110 

856 

$135,031  83 

15.70 

188.880 

41 

47.938  00 

• 

85.37 

357.810 

45 

73.693  00 

38.3 

Cost 

per 

oaiata 


$379  37 
1.168  59 

1.615  37 


State  Hospitals 

This  division  of  the  Department  has  devoted  much  time  in  the 
study  of  the  development  of  the  Long  Island  State  Hospital  and 
the  Mohansic  State  Hospital.  Drawings  for  a  group  of  buildings 
at  the  Mohansic  State  Hospital,  to  accommodate  1^200  chronic 
patients,  together  with  kitchen  and  dining  rooms,  were  approach- 
ing completion  when  further  work  was  stopped  because  of  opposi- 
tion on  the  part  of  the  city  of  New  York  to  the  location  of  the 
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hospital  on  the  site  selected^    The  plans  for  the  Mohansic  State 
Hospital  provided  for  an  ultimate  capacity  of  5,000  patients. 

The  plans  for  the  Long  Island  State  Hospital  provide  for  an 
institution  with  a  capacity  of  2,000  patients.  Drawings  are  now 
being  prepared  for  a  hospital  building  for  acute  cases  and  for  a 
hospital  building  for  chronic  cases,  to  cost  approximately 
$400,000. 

Construction  work  under  way  at  the  Manhattan  State  Hospital 
and  the  Binghamton  State  Hospital  will  add  largely  to  the  capac- 
ity of  these  two  institutions.  A  building  for  acute  female  insane 
at  the  Manhattan  State  Hospital  accommodates  207  patients,  26 
attendants  and  one  physician.  The  contract  also  includes  a  food 
conduit  7  feet  and  6  inches  wide  by  260  feet  long  and  alterations 
in  the  basement  of  one  of  the  present  kitchens.  This  building  is 
three  stories  high,  common  brick  faced  with  a  low  priced  face 
brick,  and  terra  cotta  partitions,  reinforced  concrete  floors,  sup- 
ported on  steel  beams  and  covered  with  linoleum,  roof  of  ordinary 
timber  construction  covered  with  slate.  This  building  is  more 
compact  in  plan  than  the  acute  hospital  for  male  patients,  which 
accounts  in  part  for  the  difference  in  cost  of  the  two  buildings. 
The  total  contract  price  is  $173,099y  the  cubic  contents  1,185,600 
cubic  feet,  cost,  per  cubic  foot,  14.60  cents,  and  cost  per  capita, 
patients  only,  $837.  The  building  for  the  acute  male  insane  will 
accommodate  150  patients,  28  attendants  and  two  physicians. 
This  building  is  three  stories  high,  common  brick  faced  with  a 
low  priced  face  brick,  brick  and  terra  cotta  partitions,  reinforced 
concrete  floors  and  roof  supported  on  steel  beams,  floors  covered 
with  linoleum  and  roof  with  felt,  pitch  and  slag.  The  contract 
price  of  the  building  is  $146,847,  the  cubic  contents  880,000  cubic 
feet,  and  the  cost  per  cubic  foot  16.68  cents.  The  cost  per  capita, 
patients  only,  is  $979. 

The  building  for  chronic  insane  at  the  Binghamton  State  Hos- 
pital will  accommodate  282  patients,  25  attendants  and  one  phys- 
ician. The  contract  also  includes  a  one-story  corridor,  10  feet 
wide  and  114  feet  long,  and  a  one-story  addition,  21  feet  by  42 
feet,  to  one  of  the  present  kitchens.  This  building  is  three  stor- 
ies high,  common  brick,  brick  and  terra  cotta  partitions,  rein- 
forced concrete  floors  supported  on  steel  beams  and  covered  with 
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linolenm;  roof  ordinary  timber  construction  covered  with  slate. 
The  total  contract  price  iB  $198,874;  cubic  eonteniB,  including 
corridor  and  addition,  1,316,000  cubic  feet;  cost  per  cubic  foot, 
15.11  cents,  and  cost  per  capita  for  patients,  $705. 

Sketches  and  drawings  to  the  number  of  21  were  also  prepared 
for  alterations  to  the  cold  storage  building  and  an  eKtensieoi  to 
the  laundry  at  the  Central  Islip  State  Hospital,  and  sketches  for 
a  mortuary,  laboratory  and  equipment  at  the  Gowanda  State  Hos- 
pital. Twenty-one  sketches,  woiking  drflwings  and  details  were 
prepared  for  a  building  designed  as  a^lditional  accammodAtions 
for  employees,  and  additional  aocommodatioDS  for  chronic  patients 
at  the  Kings  Park  State  Hospital.  Working  drawings^  were  pie- 
pared  for  alterations  and  additions  to  the  power  bouse  at  the  Mid- 
dietown  State  Hospital. 

Chabitibs 

The  more  important  building  operations  at  the  various  State 
Charitable  Institutions  for  which  specifications^  woridng  drawings 
and  details  have  been  prepared  by  this  division  are  as  follows: 

New  York  StcUe  School  for  the  Blind,  BatavicL —  In  addition 
to  details  for  the  hospital  building  for  which  plans  were  prepared 
last  year,  a  new  approach  and  steps  to  the  gymnasium  have  been 
designed  and  placed  under  contract. 

New  York  StcUe  Soldiers'  &  Sailors'  Home,  Bath. —  Drawings 
and  specifications  have  been  prepared  and  contracts  let  for  a  new 
farm  bam  and  an  addition  to  the  vegetable  eellar.  There  have 
also  been  prepared  sketches  ior  a  new  farm  house  to  replace  the 
one  destroyed  by  fire. 

New  York  State  Reformaiory  for  Women,  Bedford  HiUs  — 
The  only  work  of  importance  has  been  the  preparation  of  sketches 
for  the  grading,  walks,  roads,  and  planting  of  the  upper  campus. 

New  York  State  Reformatory,  Elmira. —  Complete  plans  and 
specifications  have  been  prepared  for  a  modem  fireproof  shop 
building  to  be  known  as  Shop  No.  4,  which  is  to  be  built  on  the 
foundation  of  the  shop  destroyed  by  fire  during  the  year,  and  is 
designed  to  accommodate  woodworking,  painting  and  decorating 
trades,  and  also  provides  for  a  lumber  dry  kiln.  This  building 
will  be  constructed  by  inmate  labor.     Sketches  have  also  been 
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mftib  for  twootiiBr  abops  to  acoommodate  tibe*  foundry ,  f<Hrge^  the 
steant-fittiiig  and  piumhers^  tradoi)  and  for  mapjiine  ahopa. 

New  York  3iaU  Trmnkig  Sckaal  far  QirU,  Hudson. —  Flans 
and  speoifieatioiia  and  detaila  hftvo  been  por^mred  for  the  hospital 
building  with,  aaomunodatioiia.  for  4A  girls  and  5  offioers,  together 
with  operating  room,  special  treatment  room,  kitdien  and  dining 
room  facilities;  also  two  smaller  frame  buildings^  one  of  which  is 
io  be  used  as  a  contagioua  hospital  with  acoommodatioDs  for  10 
people,  and  one  to  be*  used  as  a  gmeral  laundry.  There  has  also 
been  constructed  a  retaining  wall  aronnd.  die  sewage  disposal  beds. 

State  Agricultural  and  Industrial  School,  Industry, —  Plans 
EQd  specifications  for  an  addition  to  the  hospital  building  have 
be»i  revised  and  contracts  let  for  this  woiiu 

Thomas  Indian  S{Ai>ol,  Iroquois. —  The  ice  house  and  dairy 
room,  and  an  addition  to  the  dairy  farm  have  been  advertised 
with  the  result  that  the  bids  for  these  buildings  exceeded  the 
amount  of  the  appropriatioiu  Drawings  have  been  made  for 
alterations*  and  additions  to  the  present  connecting  corridors 
between  buildings  and  this  work  is  being  done  undra*  the  direction 
of  the  institution  authorities  and  with  the  use  of  inmate  labor. 

Letchsjofih  VMage,  ThieUs. —  Plans  and  speeifieations  have 
been  prepared  and  contracts  let  for  a  new  laundry  building,  a 
service  building,  which  provides  kitchen  and  dining  room  facil* 
ities  for  the  boys'  group ;  and  an  attendants'  home  having  accom- 
modations for  41  employees^  There  have^  also  been  prepared 
sketches  for  store  house,  cold  storage  building,  an  industrial  build- 
ing,  an  admmbtration  building,  and  an  assembly  balL 

Eastern  New  York  Reformatory,  Napanoch. —  Plans  for  the 
hospital  building  have  been  revised  to  provide  for  a  building 
which  could  be  built  within  the  amount  of  the  appropriati<m,  and 
the  institution  is  now  engi^ed  in  making  estimates  for  the  con- 
struction of  this  building  by  inmate  labor. 

State  Custodial  Asylum  for  Feeble-Minded  Women,  Newark. — 
A  large*  number  of  details  have  been  pr^ared  in  connection  with 
the  contracta  for  the  hospital  building  and  for  the  cottage  for  92 
inmates  at  this  institution,  and  plans  and  specifications  have  been 
prepared  for  extensive  alterations  and  additicms  to  the  power 
house. 
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Wonum's  Relief  Corps  Home,  Oxford. —  Plans  and  specifica- 
tions have  been  prepared  for  the  installation  of  an  electric  elevator. 

State  Custodial  Asylum,  Rome. —  The  new  dormitory  building 
for  which  sketches  were  prepared  last  year  is  now  under  ccm- 
tract,  and  there  have  also  been  prepared  in  ommeeticxi  with  this 
building  drawings  and  specifications  for  additional  porches  which 
lyere  requested  by  the  institution  authorities. 

State  Hospital  for  Crippled  and  Deform^  Children,  West 
Haverstraw. —  Detail  drawings  have  been  prepared  for  a  solarium 
and  for  a  new  hospital  building. 

Pbisons 

Clinton  Prison. —  Sketches,  working  drawings^  specifications 
and  details  have  been  made  for  a  large  frame  building  to  be  used 
as  a  hospital  for  the  care  of  tuberculosis  cases^  and  the  work  of 
building  this  building  i8  being  done  by  inmate  labor. 

Dannemora  Staie  Hospital. —  In  addition  to  making  details  for 
the  southwest  wing  at  this  institution,  which  is  nearly  completed, 
sketches  and  drawings  have  been  started  for  an  additional  ward 
building  to  be  known  as  the  northwest  wing. 

Oreat  Meadow  Prison,  Comstock. —  Sketches  and  working 
drawings  are  tinder  way  for  a  new  school  building  to  be  located 
near  this  prison. 

Abmories 

Troop  I  Armory,  Buffalo. —  Plans  and  specifications  were  pre- 
pared, proposals  received  and  a  contract  awarded.  The  building 
includes  a  one-story  drill  hall  and  a  two-story  stable  and  adminis- 
tration section.  It  is  constructed  of  common  brick  with  ordinary 
timber  floors  and  roof,  the  latter  covered  with  felt,  pitch  and  slag. 
The  total  contract  price  is  $137,653;  cubic  contents,  1,921,800 
cubic  feet,  and  the  cost  per  cubic  foot,  7.17  cents. 

Troop  B  Armory,  Albany. —  Twenty-four  detail  drawings  were 
prepared  during  the  year. 

Co.  O,  10th  Infantry  Armory,  Yonhers. —  Thirty-one  sketches 
and  working  drawings  were  prepared.  The  building  will  soon  go 
to  contract. 

Troop  H  Armory,  Rochester. —  Fifteen  sketches  were  prepared 
for  the  new  troop  armory  at  Rochester. 
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Public  Buildi^^os 

The  State  HotLse. —  The  project  of  remodeling  the  State  House 
for  the  exclusive  use  of  the  Court  of  Appeals  has  been  worked  out 
and  contracts  for  the  construction  work,  heating,  electric  and 
sanitary  work  have  been  let.  Drawings  have  been  made  for  the 
interior  finish  of  the  trial  room,  for  which  it  is  proposed  to  utilize 
the  woodwork  and  furniture  of  the  present  trial  room  in  the 
Capitol. 

Other  Staie  Buildings  in  AUxmy. —  The  planning  of  partitions 
and  furniture  in  the  new  office  building  of  the  New  York  Tele- 
phone  Company  for  the  Comptroller,  State  Engineer,  Banking 
Department,  Conservation  Commission,  Adjutant-Oeneral,  and 
Armory  Commission,  t(^ether  with  the  reconstruction  of  the 
greenhouses  at  the  Executive  Mansion  and  alterations  in  the  Agri- 
cultural Hall,  has  required  the  preparation  of  five  specifications, 
fourteen  sketches  and  eleven  working  drawings. 

Gbnebal 

Plans  and  specifications  have  been  prepared  for  a  new  animal 
building  for  the  quarantine  station  at  Rosebank,  for  repairs  to  the 
General  Herkimer  Home,  the  Governor  Clinton  house,  a  new 
building  for  the  Warrensburg  Fish  Hatchery,  new  schoolhouse  and 
cottage  at  the  Onondaga  Indian  Beservation,  repairs  to  caretaker's 
cottage  at  the  Sir  William  Johnson  Mansion,  new  bams  at  Niagara 
Beservation,  freight  house  and  bottling  works  at  the  Saratc^a 
Reservation,  new  sidewalks  at  Saratoga  Monument,  restoration  of 
Schuyler  Mansion,  superintendent's  house  at  the  game  farm  at 
Dexter,  alterations  and  restorations  at  Crown  Point,  and  sketches 
for  a  rest  room  at  Watkins  Glen.  Also  plans  and  specifications  for 
repairs  to  No.  600  Baker  avenue,  Bronx,  under  the  jurisdiction  of 
the  State  Comptroller  and  a  new  canal  office  building  at  Oswego 
under  the  jurisdiction  of  the  Department  of  Public  Works. 
Sketches  have  been  prepared  for  an  annex  to  the  kindergarten 
building  at  the  Northern  New  York  Institution  for  Deaf  Mutes, 
Malone. 
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The  Engineering  Division 

The  engineerings  work  of  the  Department  has  advanced  to  such 
a  state  that  the  work  for  which  appropriations  have  been  made 
will  be  all  placed  under  contract  before  the  new  appropriations 
made  by  the  1916  Legislature  become  effective. 

A  number  of  vacancies  have  occurred  during  the  year,  but  the 
force  has  been  able  to  carry  on  the  work  with  this  reduction  in  lire 
number  of  employees,  due  in  a  great  part  to  the  standardization 
of  the  work. 

Certain  sections  of  the  standard  specifications  have  been  revised, 
strengthening  such  clauses  as  will  insure  better  workmanship  and 
hi^er  class  of  material,  and  making  it  possible  for  more  open 
competition;  also,  new  sections  have  been  added  covering  new 
classes  of  work,  which  have  not  heretofore  been  standardized.  By 
the  standardization  of  these  newer  classes  of  work,  it  is  bcJieved 
that  this  has  a  tendency  of  standardizing  the  equipment  used 
throughout  the  State  institutions. 

With  the  wide  variation  of  equipment  throughout  the  State 
institutions  and  methods  of  operation  and  care,  no  two  institutions 
adopting  the  same  method  of  operation  and  style  of  eqnipmeaat,  an 
investigation  of  the  operating  methods,  particulariy  in  connection 
with  the  power  house,  with  an  idea  to  economizing  in  the-  use  of 
fuel  and  materials  used,  would  undoubtedly  result  in  a  considerable 
saving.  It  appears  that  the  requests  for  new  eqvipmeat  are  in 
general  for  units  of  too  large  capacity  for  economical  operation, 
with  the  result  that :  a  great  many  of  the  electric  plants-  in  the 
institutions  are  operating  under  less  than  50  per  cent,  of  their 
rated  capacitiea.  This  condition  has  been  brought  about  by  the 
lack  oi  information  in.  connection  with  actual  operating  conditions 
throughout  the  State  institutions,  the  control  of  which  has  not  as 
yet  been  standardized. 

Considerable  study  has  been  made  regarding  sewage  disposal 
systems  for  various  State  institutions,  particulariy  the  State  Train- 
ing School  for  Boys  at  Yorktown  Heights  and  the  Mohansic  State 
Hospital.  These  two  institutions,  located  on  the  Croton  water 
shed,  have  called  for  unusual  engineering  features  so  as  to 
thoroughly  protect  the  water  shed.    Complete  plans  were  developed 
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for  the  sewage  diaposal  for  both  infttitutioiiSy  together  with  wat^ 
supply  system  for  the  State  Training  School  for  Boys. 

The  development  of  power  houses  has  been  continuous  to  a 
large  extent  and  oomi^ete  plans  haye  been  devek^aed  for  a  new 
power  house  equipment  for  the  Middletown  State  Hospital,  Man- 
hattan State  Hospital  and  Letchworth  Village,  together  with  a 
number  of  additicuis  to  present  boiler  house  equipment 

Due  to  the  large  numb^  of  contraets  in  f oree  at  the  beginning 
of  the  year,  &  certain  part  of  the  force  has  been  eontinually  engaged 
in  taking  care  of  this  excess  number  of  contracts,  and  this  extra 
amount  of  work,  together  with  the  regular  work  of  the  Department, 
has  made  the  volume  of  the  work  considerably  larger  than  in  any 
previous  year.  It  will  be  noticed  that  the  work  actually  placed 
under  contract  is  far  in  exeeas  of  the  work  jdaeed  under  contraet 
in  previous  years  and  there  have  been  fewer  plans  and  specifica- 
tions prepared  for  which  no  award  has  been  made,  and  undoubtedly 
some  of  the  work  which  has  not  been  awarded  will  be  in  the  near 
future  on  the  plans  and  specificati<ms  as  now  prepared. 

The  total  work  for  which  plans  and  specifications  were  prepared, 
including  Mohansic  State  Hospital,  a^^regate  $1^510,153.06. 
Salaries  for  the  year  of  aigineering  division^  amount  to  $21,634.27 
or  1.4  per  cent,  of  the  cost  of  the  work. 

Stjjte  Hospitals 

The  following  installations  which  have  been  placed  under 
contract  are  worthy  of  mention : 

Manhattan  State  Hospital. —  There  are  in  operation  two  boiler 
plants  which  have  been  condemned  by  the  insurance  company,  and 
it  has  become  necessary  to  install  a  new  boiler  plant.  Appro- 
priations were  made  for  this  work  by  the  last  Legislature  and  plans 
and  specifications  covering  a  new  boiler  house  equipm«it  for  a 
capacity  of  3,000  horse  power  have  been  placed  under  contraet, 
and  it  is  expected  that  this  plant  will  be  in  operation  by  September 
1,  1916.  In  the  new  design,  all  of  the  heating  will  be  generated 
from  one  central  heating  plant,  thereby  eliminating  the  overhead 
charges  and  operation  costs  of  two  separate  boiler  plants.  The 
new  plant  is  to  be  arranged  with  automatic  stokers,  together  with 
overhead   coal   bunkers   and   automatic   ash   and   coal   handling 
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apparatus  and  when  completed  will  undoubtedly  be  the  most 
modem  boiler  plant  in  any  of  the  State  institutions  of  its  size. 

There  have  also  been  prepared  plans  and  specifications  for 
engineering  work  for  two  buildings  for  additional  accommodations 
for  350  patients. 

Middletovm  State  Hospital, —  Appropriations  were  made  bj 
the  last  L^slature  for  installing  power  house  equipment  in  the 
power  house,  which  had  been  completed,  to  take  the  place  of  the 
present  boiler  house  equipment  which  had  long  served  its  useful- 
ness. Plans  and  specifications  were  prepared  for  this  work,  which 
included  the  installation  of  four  400  horse  power  water  tube  boilers 
with  arrangements  for  two  additional  'boilers  of  same  capacity. 

The  present  electrical  equipment  is  to  be  moved  to  the  new 
engine  room,  together  with  two  units  removed  from  the  Bingham- 
ton  State  Hospital,  which  were  not  in  use,  due  to  the  change  from 
direct  current  to  alternating  current,  thereby  saving  a  considerable 
amount  in  the  purchase  of  new  equipment. 

It  is  believed  that  on  the  completion  of  this  work  this  plant  will 
be  in  such  shape  that  this  institution  can  be  increased  to  a  con- 
siderable extent  with  but  small  additions  to  the  power  house  equip- 
ment, and  that  the  necessary  annual  cost  will  be  very  small  for 
repairs  for  a  niunber  of  years. 

Kings  Park  State  Hospital, —  Contracts  have  been  entered  into 
for  engineering  work  covering  additions  to  four  existing  buildings. 
Two  additional  artesian  wells  have  also  been  placed  under  contract 
which  will  increase  the  water  supply  to  a  considerable  extent 

Central  Islip  State  Hospital, —  Contracts  have  been  entered  into 
for  replacing  a  considerable  amount  of  underground  steam  mains 
which  were  in  such  shape  that  the  losses  were  exceedingly  great, 
due  to  the  deterioration  of  the  pipe  covering,  .together  with  the 
pipe  itself.  Considerable  study  has  been  made  in  connection  with 
this  plant. 

Two  new  artesian  wells  have  been  contracted  for  at  this  institu- 
tion, which  will  make  it  possible  to  deliver  boiler  feed  water  to 
both  plants  so  as  to  eliminate  the  present  water  which  is  not 
suitable  for  boiler  purposes  as  it  causes  considerable  scale  and 
corrosion  which  has  damaged  the  boilers  to  a  considerable  extent 
and  reduces  their  efficiency  in  operation. 
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Mohansic  State  Hospital. —  Plans  and  specifications  were  pre- 
pared covering  the  complete  development  of  the  sewage  plant,  and 
an  a  part  bids  have  been  leoeived  to  take  care  of  the  present  pro- 
posed popnlation«  These  plans  consist  of  treating  the  sewage  by 
screen  chambers,  thence  to  Imhoff  tanks,  thence  to  sand  filters, 
and  finally  by  passing  the  effluent  through  a  chlorinating  plant, 
where  the  sewage  will  be  discharged  to  the  outlet  pipe. 

After  a  large  number  of  conferences  with  State  officials  and 
the  Board  of  Managers  of  this  institution,  the  plans  and  specifica- 
tions were  finally  approved  by  the  Health  Department,  Conserva- 
tion Commission,  Board  of  Managers,  and  other  commissions 
having  jurisdiction.  These  plans  were  prepared  upon  the  advice 
of  the  Health  Department  and  covered  in  a  report  made  to  the 
Commissioner  of  Health  by  a  commission  appointed  by  him  to 
examine  the  site  and  report  on  the  necessary  equipment  to  properly 
sterilize  the  effluent  before  finally  discharged. 

There  has  been  a  large  amount  of  study,  together  with  plans 
and  specifications,  whidi  have  not  been  reported,  for  the  Mohan- 
sic State  Hospital.  The  valuation  of  these  contracts,  if  the 
engineering  plans  were  complete,  would  be  approximately : 

Water  supply $90,000 

Pipe  line  to  Hudson 200,000 

Power  house  and  tunnels 150,000 

Buildings  for  accommodation  of  inmates 100,000 

Total $540,000 


At  least  50  per  cent,  of  this  work  has  been  completed  and  the 
Department  should,  therefore,  be  credited  with  the  preparation  of 
plans  for  this  work  to  the  amount  of  $270,000. 

Chabitibs 

State  Reformatory  for  Women,  Bedford  Hills. —  On  account 
of  the  large  amount  of  engineering  work  at  this  institution,  special 
resident  engineers  have  been  assigned  to  the  work,  one  engineer 
being  assigned  for  a  period  of  six  weeks.  This  was  deemed  neces- 
sary on  account  of  the  remodeling  of  the  heating  plant  in  cold 
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weather;  also  on  account  of  the  sewage  disposal  plant  being 
installed  in  close  proximity  to  the  watershed  of  New  York  city, 
and  special  precautions  were  taken  to  see  that  the  material  entering 
into  the  plant  was  the  very  be&t  obtainable.  Conferences  were 
also  held  with  representatives  of  the  Department  of  Water  Supply, 
Gas  and  Electricity  of  New  York  city  in  reference  to  the  plant, 
and  representatives  of  the  Health  Department  Further  precau- 
tion was  taken  so  as  to  protect  the  water  supply  of  New  York 
city. 

Letchworth  Village. —  Plans  and  specifications  have  been  pre- 
pared and  contracts  awarded  covering  all  appropriations  made  by 
the  Legislature  for  this  institution.  They  cover  the  equipment 
for  the  power  house,  underground  heating  and  electric  mains,  and 
engineering  plans  for  attendants'  home,  service  and  laundry 
buildings. 

Rome  State  Custodial  Asylum, —  Engineering  plans  and  speci- 
fications have  been  prepared  and  contracts  awarded  for  one  large 
dormitory  for  360  inmates. 

Custodial  Asylum  for  Feeble-Minded  Wom^Hy  Newark. —  Plans 
and  specifications  have  been  placed  under  contract  for  engineering 
work  for  two  new  buildings,  one  for  92  inmates  and  the  other  a 
hospital  building. 

Studies  have  also  been  carried  on  at  this  institution  throughout 
the  year  for  remodeling  the  central  heating  and  lighting  plant, 
and  plans  and  specifications  will  be  completed  before  January 
1st  for  remodeling  the  present  power  house. 

State  Training  School  for  Boys,  Yorktown  Heights. —  As  this 
institution  is  located  similarly  to  Mohansic  State  Hospital,  plans 
and  specifications  were  prepared  for  a  duplicate  system  of  that 
prepared  for  Mohansic  State  Hospital,  except  that  the  size  was 
reduced  to  take  care  of  the  intended  population  at  this  institu- 
tion. It  would  appear  that  after  the  number  of  conferences  held 
in  connection  with  this  work  the  plans  represented  the  most 
approved  method  of  sewage  disposal  that  could  be  designed  at  the 
present  time  for  this  institution  and  the  Mohansic  State  Hospital. 
If  this  work  is  carried  out,  the  State  can  proceed  with  the 
establishment  of  a  hospital  at  this  site. 
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Educational 

Cornell  University. —  Plans  and  specifications  have  been  pre- 
pared and  contracts  entered  into  for  a  large  amount  of  under- 
ground steam  mains,  thereby  connecting  a  number  of  buildings 
to  the  central  heating  plant  and  eliminating  temporary  boiler 
plants. 

StcUe  School  of  Agriculture  and  Domestic  Science,  DelhL-^ 
Contracts  have  been  awarded  for  the  complete  installation  of 
engineering  work  in  the  establishment  of  a  cheese  and  butter  mak- 
ing industry  for  instruction  in  these  subjects,  the  plant  being 
modeled  after  commercial  plants  of  this  type  in  actual  operation. 

Pkisons 

Wingdale, — ^A  complete  study  and  report  of  the  Wingdale  prop- 
erty has  been  made  in  reference  to  the  possibility  of  developing 
this  institution  from  an  engineering  point,  particularly  in  refer- 
ence to  available  water  supply  and  sewage  disposal. 

Public  Buildings 

Capitol. —  There  have  been  continual  changes  going  on  through- 
out the  year  in  the  remodeling  of  the  State  Capitol  offices,  which 
have  required  the  assignment  of  an  engineer  to  this  work  a 
greater  portion  of  the  time,  the  remodeling  of  the  following  rooms 
forming  a  part  of  this  work ;  Assembly  document-room,  Assembly 
post-office,  Senate  document  rooms.  Department  of  Public  Works, 
Attorney  General's  offices,  Prison  Commission,  Hospital  Commis- 
sion, and  Executive  Chamber.  In  each  case  where  reconstruction 
has  been  carried  on,  it  has  been  found  necessary,  in  connection 
with  the  electric  work,  to  remodel  same,  also  that  in  adjoining 
rooms  on  account  of  the  condition  of  the  wiring  of  the  State 
Capitol. 

I  would  call  to  your  attention  the  fact  that  the  wiring  of  this 
building  is  in  such  shape,  due  to  exposed  wires  improperly  covered 
and  buried  in  the  floors  and  partitions,  that  a  fire  is  liable  to  occur 
at  any  time. 

Court  of  Appeals,  State  House. —  Engineering  plans  have  been 
prepared  and  contracts  awarded  for  all  of  the  engineering  equip* 
ment  in  the  new  Court  of  Appeals  building. 
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Financial  Statement  for  the  Fiscal  Year  Ending 

September  30,  1915 

Office  Maintenance 

Payrolls  from  October  1,  1914,  to  September  30,  1915 : 

October,  1914 $13,473  36 

November,  1914 13,465  79 

December,  1914 13,150  56 

January,  1915 12,942  82 

February,  1915 12,114  99 

March,  1915 11,805  70 

April,  1915  11,907  68 

May,  1915 12,007  67 

June,  1915 12,209  83 

July,  1915 12,434  26 

August,  1915 12,505  36 

September,  1915 12,616  05 

Total $150,634  07 

Appropriated  by  Chap.  529,  Laws  1914 $157,000  00 

Appropriated  by  Chap.  530,  Laws  1914,  balance. .  7,409  80 

$164,400  30 

Payrolls  October  1,  1914,  to  September  30,  1915  150,634  07 


Balance  September  30,  1915 $13,775  73 


Office  Supplies  and  Expenses 

From  October  1,  1914,  to  September  30,  1915. 

October,  1914 $4  00 

November,  1914 961  30 

December,  1914 2,338  39 
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January,  1915   $1,326  27 

February,  1915 1,770  88 

March,  1915 2,299  37 

April,  1915 782  31 

May,  1915  13  29 

June,  1915 124  94 

July,  1915   202  36 

August,  1916 10  00 

Total $9,833  11 

Appropriated  by  Chap.  529,  Laws  1914 $10,000  00 

Paid,  October  1,  1914,  to  September  30,  1915 9,833  11 

Balance  September  30,  1915 $166  89 

Tbaveling  Expenses 
October  1,  1914,  to  September  30,  1915. 

October,  1914 $742  47 

November,  1914 1,251  82 

December,  1914 703  50 

January,  1915  675  64 

February,  1915 583  51 

March,  1916 804  92 

April,  1915 1,091  57 

May,  1915   822  56 

June,  1915 .' 1,027  88 

July,  1915 .* 1,112  13 

August,  1915   909  33 

September,  1915    1,366  66 

Total '  $11,091  99 

Appropriated  by  Chap.  529,  Laws  1914 $12,000  00 

Paid  October  1,  1914,  to  September  30,  1915 11,091  99 

Balance  September  30,  1915 $908  01 
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Contingent 

For  a  contingent  fnnd  for  extraordinary  expensee  and  services 
incurred  in  the  preparation  of  plans  and  specifications  and  super- 
vision of  work  or  in  obtaining  data  in  connection  with  various 
State  institutions,  including  office  and  traveling  expenses. 

October,  1914 $1,580  34 

November,  1914 1,309  17 

December,  1914 749  53 

January,  1915   880  99 

February,  1915 520  03 

March,  1915 1,076  30 

April,  1915 1,283  69 

May,  1915   1,130  90 

June,  1915 2,009  45 

July,  1915   . .  ; 1,778  39 

August,  1915 1,547  18 

September,  1915 1,633  65 


Total $15,499  62 


Appropriation,  Chapter  529,  Laws  1914 $10,000  00 

Appropriation,  Chapter  530,  Laws  1914,  balance.  2,798  87 

Appropriation,  Chapter  726,  Laws  1915 5,000  00 


Paid,  October  1,  1914,  to  September  30,  1915 

Balance  September  30^  1915 

New  York  Office 

October,  1914 

November,  1914 

December,  1914 

January,  1915 

February,  1915   

March,  1915 

April,  1915 


$17,798  87 

15,499 

62 

2,299 

25 

$970  73 

165 

41 

139 

58 

149 

92 

158 

47 

33 

49 

183 

88 
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May,  1915 $105  67 

June,  1915 68  09 

July,  1915   211  78 

August,  1915  172  40 

September,  1915   159  92 

Total $2,519  34 

Appropriated  by  Chapter  529,  Laws  1914 $2,500  00 

Appropriated  by  Chapter  530,  Laws  1914,  balance  859  37 

$3,359  37 

Paid,  October  1,  1914,  to  September  30,  1915 2,519  34 

Balance  September  30,  1915 $840  03 


Recapitulation 

Office  maintenance $150,634  07 

Office  expenses 9,833  11 

Traveling  expenses   11,091  99 

Contingent    15,499  62 

New  York  office 2,519  34 


Total $189,578  13 
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STATEMENT  OF  CONTRACTS  IN  FORCE  AND  CON- 
TRACTS COMPLETED  DURING  THE  FISCAL  YEAR 
OCTOBER  1,  1914  TO  SEPTEMBER  30,  1915,  INCLUSIVE 


HOfiPITAU 

Bingkamton  State  Hospitalf  Binghamton,  N,  Y, 


Contraetor 


Building  Work 

^Chroaic  patients. . .  Reconstruction,      electric 

lighting  system Lord  Electric  Co $31,870  00 

Deduetion  80  00 


Contcaei     Certificatea 


$31,700  00  $22,805  60 

*Power  plant New  boiler  stack Flood  A  Van  Wirt  Co..     10.500  00 

DedoctMB  260  29 


$19,230  71      8.245  00 

*Pow«r  plant Reconstruction.      electric 

lighting  system Edward  Joy  Co 7.900  00 

Deduetion  75  00 


$7,825  00   4.068  63 

^Chronic  imtienis.. .  Construction DuroUthic  Co 150.700  00 

Addition      2.906  62 


$162,606  62  66.230  70 

*Chronic  patients  . .  Heating R.  T.  Foid  Co 19.737  00      4.250  00 

^Chronic  patients- . .  Plumbing  and  drainage. . .  Peter  Keeler  Bldg.  Co.     13. 122  00 

Addition  33  00 


^Chronic  patients. . .  Electric  work . 


$13,155  00      3.772  12 
N.  Y.  Construction  Co.       6.315  00 
Addition  487  00 


$6,802  00  807  50 


Buffalo  State  Hospital,  Buffalo,  N.  Y. 


Work 


Contractor 


Building 

Tubercttloeis         pa- 
vilion   Addition  to  bakery,  and 

remodelling cokl storage  C.  H.  Event* $26,611  00 

Addition  215  00 


Contract     Certificates 


$26,826  00 
Deduction  22  00 


$26,804  00    $5,742  70 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 


46  Annual  Report  of  thb 

Building  Work  Contraetor  Cootnot     Certifieatas 

Main  building ConBtniotion of  4  yBnuidas  C.  H.  Ereritt $10,641  00 

AddHum  ao  00 


$10,661  00  $10,661  00 
Laundry New  machinery,  etc American  Laundry  Ma- 
chinery Co 5.098  00      5.008  00 

Tuberculosia        pa- 
vilion   Electric  work Robertson  Electric  Con- 

■tructtonCo 707  00  707  00 

* Water  loftening  plant International  Fdter  Co.      5.060  00      4.202  40 

* Renewal,  sewer  linec Kelly  A  Wheeler 6.205  00 


Cerdral  Islip  State  Hospitalj  Central  Islipf  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

* Additional  4deotric  equip- 
ment   T.F^wHc  Jackson.  Inc..    $4.40100    $1.055  00 


Gotvanda  State  HagpUal,  Gawanda,  N.  Y. 

Building  Work  Contractor  Contract 

* Underground  steam  con- 
nections   Ralph  Standing $3,207  50    $2,635  00 

Boiler  plant Additional  ci^Muaty.  Un- 
derground steam  con- 
nections   Ralph  Standing 7.480  00      7.480  00 


Hudson  River  State  Hospitalf  Poughkeepeie,  N.  Y. 

Building  Work  Contractor  Contract 

« Improved  water  supply. . .  A.  T.  Essery $20,385  00 

Addition      2.907  00 


$32,292  00 
Deduction  121  44 


$32,170  56 

Laundry Motor N.  Y.  Construction  Co.       1.885  00 

Addition  86  40 


$1,071  40    $1,971  40 

Edgewood Stairs,  ireadSi  etc James     McKinney     A 

Son 1.49100      1.49100 


Lang  Island  State  Hospital,  Brooklyn,  AT.  Y. 

Building  Work  Contractor  Contract     Certificates 

Changing  doors EZsstem  Fireproof  Sash 

ADoorCo $864  00        $864  00 

*Power  house Plumbing Peter  Keeler  Bldg.  Co..  45.833  00 

Addition  406  08 


$46,239  08 
Deduction         300  00 


$45,939  08    36.951  08 


*  An  asterisk  indicates  that  the  contract  was  in  force  Sm>tember  30.  1915. 
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Buikfinc  Work  Contraetor  Contract     Certifioates 

*Power  faoiue Boikra,    equipmait    and 

eonduit Albert  Wintemita tM.OOO  00 

Addition  77  68 


too. 077  08  $44,052  44 

*Pow«r  boose Plumbinc Peter  Keeler  Bldg.  Co. .       3,150  00      2,554  25 

Power  boose Hardware Sargent  A  Co 101  72 

Deduction  1  35 


1100  37  100  37 

^Power  bouse Eleetrio  equipment Lewis  H.  Woods 8.800  00      6,027  60 

•Main  buildin« Rebuilding  waU Oblbausen  A  Veit 3.104  00 


Kings  Park  State  Hospital^  Kings  Park,  N.  Y. 

Building  Work  Contraetor  Contract     Certificates 

New  building Elevators,  wiring,  etc WbederrMoDowell  Co.  111,380  00  $11,380  00 

Power  bouse .'.  Hot  water  circulating  sys-  Cryer  Return  line  Sys- 
tem        temCo 31.080  00    18,816  05 

Power  bouse Additional  equipment. . . .  Ernest  W.  Newman. . . .     25.986  00    10. 558  50 

Tuberculosis         pa- 
vilion   Changes,  ezcretal  system.  P.    Keeler    Bldg.    Co. 

Addition,  Cbap.  726, 

Laws  1015 148  65  148  65 

•Heating  plant Extension  to  system Wall     Engineering     Si 

Construction  Co 14.440  00    10.000  00 

• Serviece  consulting  engi-  Cbas.  O.  Armstrong  ft 

neers Son.    Contract.  5  per 

cent  and  expenses. 

•CotUges  1. 3  and4.  Construction Maurice  Mead 72.000  00 

Addition      2.865  30 


$74,865  30  12,520  75 

•Cottages  1. 3  and4.  Heating W.  B.  Armstrong  Co. . .      5.531  00 

•Chronie  patients, 
additional  accom- 
modations   Plumbing  and  drainage. . .  Arthur  S.  Oaynor  Co., 

assigned    to    W.    B. 

Armstrong  Co 7,381  00 

Addition  861  00 


$8,242  00   2,260  50 

•Chronic  patients, 
additional  accom- 
modations  Electric laidor  Fajans 1,170  00 

Sinking  two  wells A.J.Connolly 3,540  29      3.540  29 


Manhattan  State  Hospital,  Ward's  Island,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

Nurses'  Home Construction Richard  Carvel  Co.,  a»- 

signed  to  T.  G.    Qa- 

lardi $82,667  00 

Addition      1,281  50 


$83,948  50 
Deduction      2.673  00 


$81,275  50  $63,004  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 
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Buildixic                           Work                             Contraslor  Contnct     drtifioatea 

Num8*Hoine Heating Prtar Ifiwlir Bidg. Ca.«  SB, 883  09    fS,ttt  <» 

NuTsee'Home. Efootrie LewiaH.Woods 2.495  00      2,496  00 

RepMS,  IS-tn.  main  under 

river N.  Y.  Submarine  Const. 

Co 2.200  00      2.200  00 

Nureee'  Honi« Outside  —nwc,  wmka  pip- 
ing, etc Peter  Keekr  Bldg.  Ca.  1.900  00      1.900  00 

Nursee*  Home Steam aervke oonnectiona.  Wm.  J.  Olvany 3. Ml  00      3.541  00 

Nunee' Home Plumbing John  J.  Kenney  Co 7.745  00 

Deduction  50  00 


17.605  to      7.605  00 

* SIm  alarm  system C.  A  M.  Construction 

Co 9.564  79 

*Power  house  addi- 
tion  Construction Harby,   Abrons   A 

MeUus.  Ine 02.835  00 

^Powerplant fisating Walker  4l  Ckmntwn. . .     89.720  00 

*Power  plant FlumbiBg.  drsMage R.  T.  Ford  Co 2.793  00 

*Power  plant Electric Jandous  Electric  Equip 

mentOo 2.250  00 

*Acute  hospital,  160 

patiento Constracticn EoMsaes  BUg.  Co 118,500  00 

Addition  295  50 


«U8,795  50    26,898  87 


*Acute  hospital.  150 

patients Plumbing  and  drainage.. .  JaMa 

Co 811,879  00 

Addition  101  00 


811.980  00      1.891  25 


*Acute  hospital,  150 

patients Heating Walker  A  Chambers. . .     11,425  00 

•Acute  hospital.  150 

patients Electric Lewis  H.  Woods 5.8tt  80 

•Acute  hospital,  200 

patients ConstractsoA Emeiasn  BUg.  Co 14,000  00 

Addition  968  60 


8141,968  60    28.575  81 
•Acute  hospital.  200 

patients Heating Walker  A  Chambers. . .     16.200  00 

•Acute  hospital,  200 

patients Plumbing  and  drainage. . .  James  Harley  Plumbing 

Co 10,07400      1,58490 

•Acute  hospital.  200 

patients Electric Jandous  EUectric  E!quip- 

mentCo 5,825  00 

AiUUtion  37  00 


85.862  08 
Nurses'home......  Hardware Lockwood  Co 1.46100      1,48100 

MiddUiown  State  Hospital,  Middletawn,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

•Power  hotise  addi» 
tion Conslnwiiett Arthur  Casey 84,378  00 


•  An  seterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 
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Bwlding  Wctk  CoHlnetor  Ooatnei     Certificatet 

•Fawa  bmiM  addi- 

lion Plumbing R.  T.  Ford  Co 2,067  00 

*Po«er  house  addi- 
tion  Beating R.  T.  Ford  Co 74,303  00 

*Power  houae  addi- 
tion      Eleetrie Buffalo  Electric  Co 3.972  00 

Power  house C6n«truotion •. . . .  N.  R.  Valkenburgh 48,761  00 

Addition  28,340  55 


$77,101  55 
Deduction  300  00 


176,801  55  825.745  10 

Powerhou» Plumbing R.  T.  Ford  Co $4,168  00      1,126  70 

Power  houae Gang  openers Lord  A  Bumham  Co. . .  195  00  195  00 

Outside  pump  well  con- 
nections   N.  R.  Valkenburgh 1,780  00      1.070  25 

Chronic  building Elevator  doors,  frames. . .  Mead  A  Taft  Co 164  00  164  00 


Moharmc  State  Hospital,  Yorktown,  N.  Y,, 

Building  Work  Contiaetor  Contract     Certificates 

Electric  railway. . . .  Construction Thomas  O'Hem,  as- 
signed to  Lathrop, 
Sbsa  ft  Henwood  Co. 
Addition,  Chap.  726, 
Laws  of  1915 $500  00        $500  00 

Railway  spur,  trestle  Svperrising  Engimjus. . . .  Rieker  ft  Mioniss 10  per  cent. 


Rochester  State  Hospital,  Rochester,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

NuTMs'  home Electric O'ConneU  Electric  Co. .     $2,200  00        $347  00 

Hardware Lockwood  Co 800  00 

Addition  3  13 


$803  13  803  13 

Sleam  header  main Edward  Towe 3.60000 

Addition  136  42 


$3,736  42 
Deduction  35  00 


$3,701  42      2,604  02 

Pumping  sUtion. . . .  Construction Edward  B.  Foote 4.300  00      4,300  00 

Lanndry Additional  equipment ....  American  Laundry  Ma- 
chinery Co 5.208  00 

Dedu0tioB  27  00 


$5,271  00      5.271  00 

•Nwth  buikling. . . .  Sanitary R.  T.  Ford  Co 7.007  00      5.103  50 

ntoitfa        boikling. 

Administration 

building Plumbing,  etc R.  T.  Ford  Co 1,160  00  60180 


*  An  asterisk  indicates  that  the  contract  was  in  force  Septen.ber  30. 1015. 
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Si.  Lawrence  Siaie  Hospital,  Ogderuburg,  N.  Y. 

Buiidtng  Work  Coatnetor  Cootraet 

* Water  ■oftening  apparatw  L.  M.  Booth  Co $6.560  00    $2.252  50 

Improring  haatlng  tywtin  Wm.  F.  Derwidorf . . . .     47,250  00 


Addition 


887  52 


$48,127  52 
Deduction  326  32 


$47,811  20    $9,236  07 


Willard  State  Hospital,  Willard,  N.  Y. 

Building                             Work                              Contractor  >  Contmet     Certificates 

East  hall Stair  flra  Moape C.  £.  KohlmeU $585  00        $585  00 


Charitable  iNsnTUTioNs 
Western  House  of  Refuge  for  Women,  Album,  N.  F. 


Buikling 


Work                             Contractor  Contract     Certificates 

8ew«rt E.  Franklin  Clarke $2,040  00 


State  School  for  the  Blind,  Balavia,  N.  Y. 

Bttildinc  Work  Contractor 

*n<M|«lal Altetatiooa,  additions... .  A.FriederichftSonaCo.  $12.20$  00 

*H«|^lal Ptumbing  and  drainage. . .  Butim  Bros 3.221  00 

*H«sc>ital H«ating George  H.  Chick 1.296  00 

*lt«««Mtal Electric Wheeler-Green  Electric 

Co 417  00 

tacnased  boiler  capacity.   Myron  E.  Whitham .. .  2.373  00 

Addition  300  00 


St.573  00 


«t.SI3  00        $844  70 


.NVr  )\Hl  5<a^ir  SiVifim*  and  Sailors'  Home,  Baik.  X.  1 

W«rk                              Coatcactor  C«BttaeK 

..  T>in>  12:5  h.  pt  buana E.  K««4er  C*> $4,374  «• 


$4,321 


•|^»-1R 


He 

X  Y  C< 


-T  C*    .  4 


«•    $4.3M  00 

3$       2  ^M  » 
3$      3.1m  30 


3.473$! 


•V^V*'^'  fi^t 


.K>wracvias 


3. 


♦  \w  »><»t<^  Mvxm.'^M  cdias  :a»f  i  oxer 


A  xirat  > 


Jt  2a^ 
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Bttiklinc 


Work 
PipuBtt  oonduit. 


Contnetor  Cootnet     CflrtiliMtcs 

R.  T.  Ford  Co $5*068  00 

Deduction  40  00 


$5,014  00    $5,014  00 


State  Reformatory  for  Women^  Bedford^  N.  Y. 

Work  Contrmctor  Contnot     CertifieAtet 

CottacM  14,  15  Slid 

16 Heating W.  B.  Arnutronc  Co. . .  $12,078  00  $12,078  00 

Cottasee  14,  15  and 
16 Construction Casper     Ranger    Con- 
struction Co 62.08100 

Addition      2.707  18 


$65,688  18 
Deduetton      1.560  00 


Cottages  14, 15  sad 

16 Plumbing. 


$64,128  18    43.728  81 


Edward  A.  Keeler 5.828  00 

Addition  170  07 


$5,008  07 
Deduction  12  00 


$5,086  07      5.323  07 
Cottsges  0,  10  and 

11 Heating R.  T.  Ford  Co 8.000  00      8.000  00 

Cottages  0.   10  snd 

11 Plumbing R.  T.  Ford  Co 0.300  00      4.565  60 

Cottsges  0,  10  and 

11 Coostruotwn Csllanan  A  Preecott. ..     74.862  00 

Addition  247  57 


$76,100  57 
Deduction      1.800  00 


Cottage  13 Construction. 


$73,300  67    55,456  17 
CaUananftPresoott....     21.000  00 
Addition         200  00 


$21,200  00 
Deduction  666  75 


Cottage  13 Heating.. 

Cottage  13 Plumbing. 


$20,533  25    20.533  25 

R.  T.Ford  Co 1.600  00      1,600  00 

Edward  A.  Keeler 1.005  00 

Addition  56  33 


$2,051  33 
Deduction  4  00 


$2,047  33   1.045  33 

New  boiler  plant....  Piping  and  conduit W.  B.  Armstrong  Co. . .      7,140  00      7,140  00 

New  boiler  plant. . .  Piping  and  conduit R.  T.  Ford  Co 22,807  00 

Addition  205  25 


$23,102 


*  An  asterisk  indicstes  that  tbe  contract  waa  in  force  September  80.  1015. 
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St.  Lawrence  State  Hospital^  OgdentburQt  N,  Y. 

Building  Work  Contnotor  Contract     Certificates 

« Water  softenins  apparatus  L.  M.  Booth  Co $6,580  00    t2.252  50 

Improving  heating  system  Wm.  F.  Devendorf 47,250  00 

Addition  887  52 


$48,137  52 
Deduction  326  32 


$47,811  20    89.236  07 


Willard  State  Hospital,  Willard,  N.  Y. 

Building                            Work                              Contractor  •  Contract     Certafieatea 

East  haU Stair  fire  escape C.  £.  KohlmeU $585  00        $585  00 


Charitable  Institutions 
Weelem  House  of  Refuge  for  Women,  Albion,  N,  F. 

BuikUng                           Work                             Contractor  Contract     Certificates 

* Sewers E.  Franklin  Clarke $2,040  00 


State  School  for  the  Blind,  Batavia,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

^Hospital Alterations,  additions A.  Friederich  A  Sons  Co.  $12,200  00 

^Hospital Plumbing  and  drainage. . .  Burns  Bros 3.221  00 

•Hospital Heating George  H.  Chick 1,296  00 

•Hospital Electric Wheeler-Oreen  Electric 

Co 417  00 

Increased  boiler  capacity .   Myron  E.  Whitham . . .  2, 373  00 

Addition  200  00 


$2,573  00 
Deduction  30  00 


$2,543  00        $844  70 


New  York  State  Soldiers*  and  Sailors*  Home,  Bath,  N.  Y, 

BuiUing  Work  Contractor  Contract     Certificates 


Two  125  h.  p.  boilers E.  Keeler  Co $4,374  00 

Deduction  50  00 


$4,324  00    $4,324  00 

*Bam Construction HoUeran  Bros 7,429  00      2,864  50 

•Electric  plant Electric N.  Y.  Construction  Co.       6,533  00      3.255  50 

• Electric  elevators Waxaaw  Elevator  Co. . .       4, 169  00 

Addition  20  00 


$4.189  00      3.472  83 


•Electric  plant Alterations Woolley-James  Electric 

Co 3,381  25 

Addition  75  00 


$3,456  25 


•  An  asterisk  indicates  that  the  contract  was  in  force  September  30.  1915. 
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Buildinc 


Work 
Pipint,  oooduit. 


ContrMtor  Contnust     Certifleates 

R.T.F0KIC0 $5.068  00 

Deduotion  40  00 


$5,014  00    $5,014  00 


State  Reformatory  for  Women,  Bedford,  N.  Y. 

Building  Work  Contractor  Contract     Certiaeatos 

Cottaoea  14,  15  and 

16 Heatint W.  B.  Armstrong  Co. . .  $12,678  00  $12,678  00 

Cottages  14.  15  and 
16 Construction Casper    Ranger    Con- 
struction Co 62,08100 

Addition      2.707  18 


$65,688  18 
Deduotion      1.560  00 


Cottagea  14, 15  and 
16 Plumbing. 


$64,128  18  43.728  81 


Edward  A.  Keeler 5.828  00 

Addition  170  07 


$5,008  07 
Deduction  12  00 


$5,086  07      5,828  07 
Cottagea  0,  10  and 

11 Heating R.  T.  Ford  Co 8.000  00      8,000  00 

Cottagea  0,   10  and 

11 Plumbing R.  T.  Ford  Co 0.300  00      4.565  50 

Cottages  0,  10  and 

11 Construction Callanan  A  Prescott. ..     74.862  00 

Addition  247  57 


$75,100  57 
Deduotion      1.800  00 


Cottage  13 Construction. 


$73,300  57     55.456  17 
CaUananftPresoott....     21,000  00 
Addition         200  00 


$21,200  00 
Deduction  666  75 


$20,533  25  20,538  25 

Cottage  13 Heating R.T.FordCo 1,600  00      1.600  00 

Cottage  13 Plumbing Edward  A.  Keeler 1.005  00 

Addition  56  33 


$2,051  33 
Deduction  4  00 


$2,047  33   1.045  33 

New  boiler  plant....  Piping  and  conduit W.  B.  Armstrong  Co...      7.140  00      7,140  00 

New  boiler  plant. . .  Piping  and  conduit R.  T.  Ford  Co 22.807  00 

Addition  205  25 


$23,102  25  23.102  25 


*  An  asterisk  indicates  that  tbe  contract  waa  in  force  September  80. 1015. 
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New  boiler  phuit. . .  Eleotrio N.  Y. 


Coatraet 

Oo.    «4,376  00 
Addition  77  00 


$4,352  00    94.352  00 

Power  bouae Hardware Reading  Hardware  Co.  143  27 

Addition  27  75 


Boepital Conatruction. 


$171  02 
Caaper     Ranger    Con- 
struction Co 32,488  00 

146  80 


171  02 


$82,574  80 
Deduction         676  00 


$31,800  80    18.848  90 

Hospital Heating R.  T.  Ford  Co 3.000  00      3.000  00 

Hospital PlumfaiBg Edward  A.  Heeler 2.050  00 

Addition  71  00 


$3«081  00 
15  00 


$3,006  00      2.527  88 

Hospital Electric Edward  A.  Heeler 1.611  54      1.611  54 

Farm  group Water  impply N.  Y.  Sewage  Diapoaal 

Co 6.52100      6.52100 

Cbttages  14.  15  and 

16 Hardware Lockwood  Co M2  00 

10  06 


Deduction 


$072  06 
440 


Cottage  13 Hardware. 

Cottages  9.  10  and 

n 


Lockwood  Co. 


Norwalk  Lock  Co 

Addition 


$067  66 
157  00 

430  00 
27  00 


^Sewage 
plant,  etc 


$38,008  00 
Deduction      7.788  75 


967  66 
157  00 


$457  00  457  00 

Commercial    Construo- 
BtructionCo 2.77100  850  00 


Addltiona,     alterations, 

sewers,  etc Briante  Conatruction 

Co 37.993  00 

Addition  15  00 


^Power  house Construction, 


$30,219  25     14.766  58 

D.  F.  Dakin  Co 38.950  00 

Addition      1.885  76 


$40,835  76 
Deduction  220  00 


$40,615  76     18.742  50 


*  An  asterisk  indicates  that  the  oontEaet  waa  in  loroe  September  80, 1915. 
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Contnfllor 


Contraot     Gtftifie«tea 


•Boiler  house Pipiiig  and  ooncfauft Gillii  ft  Geogb^Eia $37.9M  00 

Addition  900  20 


$38,890  20 
Dedttotioo         400  00 


$38,490  20  $31,070  05 

^Pbver  house Slectrio  equipment T.  Frederick  Jsckaon.. .     10,283  00 

▲ddiliM  488  50 


$10,771  50   8.361  87 

Plumbing Peter  Keeler  Bldg.  Co. .      2.719  00 

70  68 


$2,795  68   2.117  93 

•Boiler  house Equipment Gillis  ft  Geoghegan . . . .       2,968  00      2.26100 

•Cottage  13 Biectrie Edward  A.  Keeler 810  61 

Addition  101  77 


•Cottages  14. 15  and 
16 Slectrio. 


$912  38 

Edward  A.  Keeler 3.343  66 

Addition  305  50 


$3,649  16 
Deduction  9  60 


657  90 


$3,639  56      2.669  00 
•Cottages  9.  10  and 

II Electric Edward  A.  Keeler 2.949  19 

Addit&ea         305  48 


$3,254  67   1.763  75 

•Filtration  plant.. . .  Large  open  weU Suburban    Engineering 

Co 5.485  00 


State  Training  Sdiool  far  Girls,  Hvdson,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

School  building Constniotion D.  W.  Dean $63,713  00 

Addition      1.306  44 


$66,018  44 
Deduetion      1.250  00 


$68.768  44  $21,795  44 

School  building Electric Peter  Keeler  Bldg.  Co..       2.430  00      1.128  86 

School  building Heating J.  J.  Horan  ft  Co 4.390  00      2.415  45 

School  building Hardware Lockwood  Co 598  00 

Addition  11  00 


$609  00  609  00 

School  building Plumbing W.  B.  Armstrong  Co. . .       3.947  00 

Addition  106  50 


$4,053  50      1.494  58 

Cottages  1,  2  and  3 .  Electric New  York  Construction 

Co $2.565  00        $496  69 

•  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


64 


Annual  Bepobt  of  the 


Building  Work  Contnetor 

CotUges  13  and  14 .  Hardware Lockwood  Co 

Addition 


Contraet     Certafieatei 

$799  00 
2  77 


tSOl  77 

Cottages  13  and  14. .  Heating W.  B.  Armstrong  Co . . .      5,630  00 

AddiUon  92  40 


$4,518  00 
Deduction  64  00 


Cottages  13  and  14. .  Construction. 


$44,754  00 
Deduction      1,210  00 


$48,544  00 

Cottages  13  and  14. .  Electric F.  W.  Newman  A  Son, 

Inc 115  00 

BCain  building New  boilers R.  T.  Ford  Co 7,589  00 

Main  building Hot  water  piping Thos.  A.  O'Malley 581  00 

School  building Trunk  conduit Peter  Keder  Bldg.  Co..  6,006  00 

Addition  945  28 


$801  77 


$5,722  40      2,791  60 

Cottages  13 and  14. .  Electric T.  Frederick  Jackson . .      5.067  00 

Addition  45  00 


$5,132  00   3,150  15 

Cottagesl3and  14..  Steam  connections D.  W.  Dean 75  00  75  00 

Cottages  13  and  14. .  Plumbing P.  C.  Doherty 4.378  00 

Addition  140  00 


$4,454  00       1,063  01 
Benigan      Contracting 

Co 44.700  00 

Addition  54  00 


7,206  50 

115  00 

7.580  00 

581  00 


$6,951  23      2.658  30 

Stuyyesant  bouse.. .  Rasing M.  J.  Jackson  St  Son 

Co.,  Inc 4, 162  00 

Deduction  300  00 


$3,862  00       1.737  00 
^Hospital  building. .  Outside  plumbing,  drain- 
age  Bums  Bros 1.260  00 

^Hospital  building. .  Electric  elevator Houser  Elevator  Co. . . .  2,430  00 

^Hospital  building. .  Construction Simon  Russek.  Inc 54.935  00     13.116  00 

^Hospital  building. .  Heating Walker  ft  Chambers . . .  3.680  00 

fHoBpital  building. .  Plumbing,  drainage C.  F.  Mentsinger's  Sons  5,478  00 

hospital  building. .  Electric Peet  ft  Powers 2.900  00 

Addition  30  00 


$2,939  00 

* New  retaining  wall,  pipee, 

grading L.  E.  Ragan 1,090  00 

AddiUon  273  00 


$1,363  00 
hospital  building. .  Laundry  equipment Troy  Laundry  Machin- 
ery Co 2,700  00 


919  70 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


Dbpabtment  op  Abchitectore 


55 


Work 
*Cottikce8lla&dl2.  Construction... 


Contractor  Contr»ot     Certificate* 

Nial  Bros.  Construction 

Co N9,417  00 

Addition  4.306  79 


$53,723  79 
Deduction  94  32 


*Iee  house. 


$53,629  47 

Rasing M.  J.  Jackson  A  Son 

Co.,  Ine 300  00 

*Contaci<M]s hospita]  Construction Weaver  Bldg.  Co..  Inc. .      6, 626  00 

Deduction  300  00 


«Coiita^ous hospital  Outside  heating  work. . . 

Kkmtagioushoeintal  Hardware 

•Contagious  hospital  Plumbing 

*Coo(tagiouB  hospital  Electric 

*CantapouB  hospital  Heating 

*ContagiouB  hospital  Electric 


♦Trsundry Ctonstruction 

^Laondry Heating 

Cottages  13  and  14. .  Changing  locks,  etc , 


Cottages  2  and  4 . . .  New  floors. 


$6,325  00 

J.  J.  HoranACo 4.912  00 

Loekwood  Co 258  00 

C.  F.  Mentsinger's  Son .  2 .  974  00 

Murphy  ft  Walsh 231  00 

Walker  A  Chambers 865  00 

New  York  Construction 

Co 1.409  00 

Catskill  Supply  Co 2.285  00 

W.B.Armstrong  Co...  1,444  00 
Albany     Hardware     ft 

Iron  Co 175  00 

Albany  Parquet  Floor 

Co 3,640  00 

Addition  151  38 


$81  00 


2.931  65 


1,553  80 
72  25 


1,262  25 


175  00 


$3,791  38      8.791  38 

Lamp  fuses T.   Frederick   Jackson, 

Ino 134  00  134  00 


Stale  Agricultural  and  Indiuirial  School,  Industry y  N.   Y. 

Buldiiig                           Work                             Contractor  Contract     Certificates 

^Hospital  addition. .  Construction. John  H.  Waight $5,900  00 


Addition 


509  00 


$6,409  00    $1,666  00 

hospital  addition. .  Electric Wheeler<}reen  Electric 

Co 255  00 

Addition  27  00 


$282  00 

*Hospttal  addition . .  Plumbing,  drainage D.  A.  Alexander  Co 1 ,  120  00 

addition. .  Heating D.  A.  Alexander  Co 978  00 

Addition  96  00 


$1,074  00 


Letckworth  ViV.age,  Thiells,  N.  Y. 

BuHding  Work  Contractor  Contract     Certificates 

Cottages  A,  B,C  and 

D Plumbing W.  B.  Armstrong  Co. . .  $11,398  00 

Addition  310  73 


$11,708  73    $4,920  00 


•An 


•    • 


indicates  that  the  contract  was  in  force  September  30,  1915. 


64  AsmsAL  Bepobt  of  thb 

Building                           Worit                            Contraetor  Contnust     Certifieatcs 

Coitaces  13  and  14 .  Hardware Lookwood  Go $790  00 

Addition  2  77 


$801  77        $801  77 

Cottages  18  and  14. .  Heating W.  B.  Armstrong  Co . . .      A,ft30  00 

Addition  02  40 


$5,722  40      2,701  00 

Cottages  13 and  14. .  Electric T.  Frederiek  Jadcson . .      5,087  00 

Addition  45  00 


$5,132  00      3.150  IS 

Cottages  13  and  14. .  Steam  connections D.  W.  Dean 75  00  75  00 

Cottages  13  and  14. .  Plumbing P.  C.  Doherty 4,378  00 

Addition  140  00 


$4,518  00 
Deduction  64  00 


$4,454  00       1.003  01 

Cottages  13  and  14..  Construction < Berrigan      Contracting 

Co 44,700  00 

Addition  54  00 


$44,754  00 
Deduction      1.210  00 


$43,544  00       7.206  50 

Cottages  13  and  14. .  Electric F.  W.  Newman  ft  Son, 

Inc 115  00          115  00 

Main  building New  boilers R.  T.  Foni  Co 7.580  00      7,580  00 

Main  building Hot  water  piping Thoa.  A.  O'Malley 581  00          581  00 

School  building Trunk  conduit Peter  Keeler  Bldg.  Co. .  6.006  00 

Addition  045  23 


$6,951  23   2.658  30 

Stuyvesant  house. . .  Rasing M.  J.  Jackson  ft  Son 

Co..  Inc 4. 162  00 

Deduction  300  00 


$3,862  00       1.737  00 
^Hospital  building. .  Outside  plumbing,  drain- 
age  Bums  Bros 1.200  00 

^Hospital  building. .  Electric  elevator Houser  Elevator  Co —       2.430  00 

•Hospital  building. .  Construction Simon  Russek,  Inc 54,035  00     13 ,  116  60 

•Hospital  building. .  Heating Walker  ft  Chambers. . .       3,680  00 

•Hospital  building. .  Plumbing,  drainsge C.  F.  Mentsinger's  Sons       5,478  00 

•Hospital  building. .  Electric Peet  ft  Powers 2,000  00 

Addition  30  00 


$2,030  00 


• New  retaining  wall,  pipes, 

grading L.  E.  Ragan 1.000  00 

Addition  273  00 


$1,363  00  010  70 


•Hospital  building. .  Laundry  equipment Troy  Latmdry  Machin- 
ery Co 2,700  00 

•  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1015. 


Department  of  Abchitectore 
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BmMiiic  Work 

H>>ttacw  11  ttotl  12.  Constniotion . . . 


Contnetor  Contnot     Certifioat«* 

Nial  Bros.  Construction 

Co N9.417  00 

Addition      4.306  79 


$53,723  79 
Deduotion  94  32 


Mos  house. 


953,629  47 

Ruing M.  J.  Jsckson  A  Son 

Co..  Ine 300  00 

K>wtflkcioas hosfntal  Construction Wearer  Bldg.  Co..  Inc. .      6,625  00 

Deduction  300  00 


S81  00 


96.325  00 

•Coatskcious hospital  Outside  heating  work J.  J.  Horan  ft  Co 4,912  00 

•Contasious  hospital  Hardware Lockwood  Co 258  00 

^Cantacious hospital  Plumbing C.  F.  Mentsinger's Son.  2.974  00 

K^oBtagioas  hospital  Electric Murphy  ft  Walsh 231  00 

•Contagious  hospital  Heating Walker  A  Chambers 865  00 

•Contagious  hosiutal  Electric New  York  Construction 

Co 1.409  00 

•Laundry Cbnstruction Catskill  Supply  Co 2,285  00 

•Laundry Heating W.  B.  Armstrong  Co. . .  1,444  00 

Cottages  13  and  14. .  Changing  locks,  etc Albany     Hardware     ft 

Iron  Co 175  00 

Cottagca  2  and  4 . . .  New  floors Albany  Psrqoet  Floor 

Co 3,640  00 

Addition  151  38 


2,931  65 


1,553  80 
72  25 


1,262  25 


176  00 


S3.791  88      3.791  38 

Lamp  fuses T.    Frederick   Jackson, 

Ino 134  00  134  00 


Staie  AgricuUural  and  Inditstrial  School,  Industry ,  N.   Y. 

Boildiag  Work  Contractor  Contract     Certificates 

^Hospital  addition. .  Construction. John  H.  Waight $5,900  00 

Addition  509  00 


$6,409  00    $1,666  00 

•Hospital  addition. .  Electric Wheeler-Green  Electric 

Co 266  00 

Addition  27  00 


$282  00 

addition. .  Plumbing,  drainage D.  A.  Alexander  Co. . . .       1 ,  120  00 

addition. .  Heating D.  A.  Alexander  Co 978  00 

Addition  96  00 


$1,074  00 


Letchvmth  ViVage,  Thiells,  N.  Y. 

BttiUing  Work  Contractor  Contract     Certificates 

Cottages  A,  B,  C  and 

D Plumbing W.  B.  Armstrong  Co. . .  $11,398  00 

Addition  310  73 


$11,708  73  $4,920  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 


56 


Annual  Bepost  of  thb 


Buildinc  Work 

Cottages  A,  B,  C  and 

D Hardware 


Contraotor 


Lockwood  Co , 


Addition 


Contract     C«rtificaU 

$688  00 
6  00 


t&H  00 


S604  00 
Cottages  A,  B,  C  and 

D Electric Peter  Keeler  Bldg.  Co..       3.670  00      3.169  67 

Expert  assistanta Nygren,      Tenney      ft  Peroentage 

Ohmes 6  per  cent 

of  ooet 
Cottages  A.  B»  C  and 

D Conatruction Torrington  Building  Co.   107.966  00 

Addition  536  93 


8108,501  93 
Deductitfi      1.418  48 


8107.083  45    50.578  45 

Underground  pipiaft Blake  ft  Williama 18.290  00 

Addition  356  00 


M8.646  00 
Deduction  20  00 


$18,626  00       1.445  00 

*Power  house Construction Simon  Russek.  Inc. . . .     13.610  00 

Deduction  80  00 


*Power  house Hardware .  .  . . 

*Power  house Plumbinc  and 


$13,530  00      7.753  50 

. .  The  Lockwood  Co 69  00 

...J.F.Eagan 1.485  00 

Addition  268  29 


$1,753  29  884  00 

^Central        heating 

plant Construction Blake  ft  WilKams 44 .988  00 

Addition  260  00 


$45,248  00 
Deduction  233  00 


$45,015  00    23.757  50 

*Powcr  house Electric Isidor  Fajans 254  00 

* Landscape  architect W.  W.  Bosworth Peroentage 

^Service  building. . .  Construction H.  H.  Vought  ft  Co 36.973  00 

^Service  building. . .  Plumbing,  etc J.  J.  Kenny  Co 7,433  00 

♦Service  building. . .  Heating J.  J.  Horan  ft  Co 7,482  00 

♦Service  buikling. . .  Electric W.  H.  Straut  Co 617  00 

♦Cottages  A,  B.  C 

andD Heating Blake  ft  WUUams 17.587  00     10.337  70 

♦CotUgee  A.  B^  C 

and  D Electric  connections Isidor  Fajans 5.625  00 

♦Laundry  building. .  Construction Harriman        Industrial 

Corporation 22.315  00 

♦Laundry  building. .  Heating J.  J.  Horan  ft  Co 4.482  00 

♦Laundry  buildiag. .  Plumbing  and  drainage . . .  Peter  Keeler  Bldg.  Co. .  2.415  00 
♦Laundry  building. .  Equipment Troy  Laundry  Machin- 
ery Co 3.278  00 


♦  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


DSFABTMSITT  OF  AbOHITBCTUBE  57 

.BnOdins  Woric  Contnetar  Go«tnwt     Certificates 

•Atteadanta* home. .  Cbnatruction H.  H.  Voucht  A  Co....  $35,619  00 

^AttexKlants'  home..  Heiting J.  J.  Horan  ft  Co 6, 134  00 

^Attendant*'  home..  PlumJbing  and  drainage. . .  J.  J.  Kenney  Co 5,500  00 

^Attendants*  home..  Electric W.  H.  Straut  Co 660  00 

^ Consolting  engineers Nygren,      Tenney      A 

Ohmes Contract, 

6  per  cent 
Foiver  house Rubble  fill F.  Tavarone 280  00        S280  00 


Stale   CyModial  Asylum  for  Feeble-Minded  Women,    Newark, 

N.  Y. 

BuiMing  Work  Contractor  Contcact     Certificate* 

Employes  building. .  Construction Dollard      Construction 

Co $19,600  0$ 

AdditMBi  90  90 


$19,600  90 
Deduction  524  86 


$19,166  04  $4,122  46 

Employes  building. .  Phimbing R.  T.  Ford  Co 4,305  00 

Addition  66  00 


$4,371  00 
Deduction  19  75 


Employes  biiMing  .  Hardware Norwalk  Lock  Co 

Fii^iliijia  buiidiMg. .  Elsetric Peter  Keeler  Bldg.  Co.. 

Employes  building. .  Heating Young  ft  Power 

Addition 


«l.a51  25 

1,410  00 

458  00 

458  00 

685  00 

325  03 

3,000  00 

285  64 

$3,285  64  993  03 


Employes  building. .  Underground  conduits. . .  Earl  J.  Adams,  assigned 

to       Hammer-Beach 

Co 485  00  48500 

'Hospital Construction A.  W.  Summers 40,498  00 

Addition  35  00 


$40,533  00  15,305  40 

^Hospital Heating Barr  ft  Creelman 4,39100      2,125  00 

•Hospital Plumbing  and  drainage...  Barr  ft  Crei^man 4.590  00      1.130  50 

•Hospital Electric CConnell  Electric  Co. .  985  00 

•Cottages     92     in- 

mstes Construction O.  E.  Schnman 48,516  00    14.340  05 

*Cottage.  92  inmates  Heating R.  T.  Fbrd  Co 6,687  00 

*Cottage. 92 inmates  PlunibiD<: R.  T.  Ford  Co 4,062  00 

•Cottage,  92  inmates  Electric Conduit  Electric  Co. . . .  1 ,476  00 

* Outside  plumbing P.  J.  Sullivan  Co 850  00 

Ad<fition  42  84 


$901  84  763  16 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 


58  Annual  Bepobt  of  the 

Waman^s  Relief  Corps  Home,  Oxfordy  N.  Y. 

Building  Work  ContrActor  Contract    Certific&t«i 

Water  supply Drilling  welb W.  W.  Butts.  200  ft.  at  $2  50 

90  ft.  at  3  20 

100  ft.  at  3  20 


$1,108  00 
AddiUon  274  00 


$1,382  00    $1,382  00 

*Ho6pital  addition. .  Construction Hall  A  Matterson 784  60  654  67 

^Hospital  addition. .  Electric  elevator Otis  Elevator  Co 1 .080  00 

* Engine  and  dynamo Beeler  Engineering  Co.       1,416  00 


Rome  Stale  Custodial  Asylum,  Rome,  N.  Y. 

Bwlding  Work  Contractor  Contract     Certifiestes 

^Dormitory  buUding  Construction George  B.  Long $88,500  00 

Addition    14.118  82 


$102,618  82    $5,457  00 

^Dormitory  building  Heating R.  T.  Ford  Co 18.767  00 

Addition         430  00 


$19,197  00 

^Dormitory  buikiing  Plumbing,  drainage R.  T.  Ford  Co 9.973  00 

Addition  381  51 


$10,354  51 

*I>ormitory  building  Electric Langdon      A     Hughes 

Electric  Co 8.663  00 


Craig  Colony  for  Epileptics,  Sonyea,  N.  Y. 

Building  Work  Contractor  Contract    CertiOestei 

Sewage  disposal 

plant Construction McWhirk  Construction 

Co.,  assigned  to  F.  L. 

Cohen $16,986  00 

Addition  300  00 


$17,286  00  $12,600  80 

Enlarging       underground 

railroad  crossing Penn.  R.  R.  Co.,  not  to 

exceed 10.000  00      2.595  19 

Power  plant Plumbing,  drainage R.  T.  Ford  Co 1.645  00          688  75 

Power  plant Construction,  chimney . . .  Heine  Chimney  Co 4, 161  00 

Addition  143  99 


$4.304  99       1,482  09 

New  bam Construction C.  A.  Foote 4,311  00 

Addition  75  00 


$4,386  00      3.621  00 

^Laundry Equipment American    Laundry 

Machinery  Co 6,991  00 

*  An  asterisk  iiulicates  that  the  contract  was  in  force  September  30,  1915. 


Depabtment  of  Abohitectube  59 

Building  Work  Gontraotor  Contnot     Certificates 

*Po«rer,  heating 

plant Engines,  generators,  eto. .  Beeler  Engineering  Co.     $8,030  00 

Addition      3.023  00 

$11,053  00    $8,087  78 
*Powcr,  heating 

plant Boilera  and  xniung Qaylord  Engineering  ft 

Construction  Co 20.973  00 

Addition  49  00 

$21,022  00     16,301  61 

* Improvement     of     water 

supply MoWhirk  Construction 

Co 18,575  00 

Addition      1.404  97 

$19,979  97 
Deduction  245  50 

$19,734  47     14.172  90 


State  Hospital  for  Crippled  and  Deformed  Children^  West  Haverstraw, 

N.  Y. 

Building  Work  Contractor  Contract     Certificates 

<H<»pital Construction N.  B.  Valkenburgh $29,770  00    $4,741  30 

^Hospital Heating Teran,      Mahaney      ft 

Monroe,  Inc 1,695  00 

•Hospital Plumbing,  drainage Joseph  F.  Egan 2,799  00 

•Hospital Electric Highlands  Electric  Co..  595  00 

•Two  Solaria Construction N.  R.  Valkenburgh 9,484  00 

AddiUon  298  80 


$0,782  80 
Deduction  325  00 


$0,457  80      7.375  07 

Two  solaria Hardware Reading  Hardware  Co..  154  23  154  23 

Two  solaria Electric  wiring Enterprise       Electrical 

Co..  Inc 09606  60606 

•Two  solaria Plumbing Joseph  F.  Egan 1 .340  00 

Addition  35  00 


$1,375  00 


709  55 


Stale  Training  School  for  Boys^  Yorktown  Heights,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

Winterbum house...  Water    supply,    pumping 

outfit Philip  F.  Beale $530  00        $530  00 

•Power   house    and 

coal  pocket Construction Callanan  ft  Prescott. . . .     20.270  00 

Addition     13.849  81 

$34,119  81  13,380  63 

*8ev«n  cottages Construction Central  building  Co 79.900  00    10.278  00 

*6even  cottages Heating R.  T.  Ford  Co 12.947  00 

•  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


60  AsnxjjAL  Bepobt  of  the 

Bvdldias  Work  Contraotor  Contract     Certificates 

♦Seven  cottages Plumbing R.  T.  Ford  Co S11.1M8  00 

AdditMm  35  00 


$11,978  00    $1.275  00 

♦6ev«n  eottases Electric Mack  A  Mack 2,099  00 

* Water  supply  system ....  Frederick  N.  Lewis 27,  SOD  00 

jkdditiaii      1.430  50 


$28,930  50 
Deduction  871  44 


$28,050  06     17.979  22 


Prisons 
Great  Meadow  Prison,  Comstock,  JV.  Y. 

Building  Work  Contractor  Contract     Certificites 

Cell  building,  south 

wing Plumbing W.  B.  Armstrong  Co. . .  $34,935  00 

Addition  71  50 


$35,006  50  $23,600  7S 
Cell  building,  south 

wing Refrigerating    equipment, 

mess       hall.       kitchen 

building Carbondale  Machine 

Co 16,300  00 

Deduction  20  00 


$16,280  00     16,280  00 
Cell  building,  south 

wing Electric Isidor  Fajans 7,985  00      6,219  55 

Cell  building,  south 

wing Heating R.  T.  Ford  Co 11,490  00 

Deduction  75  00 


$11,415  00      7,760  00 

Cage Construction A.  Pasquini 218,000  00 

AddHion  161,330  14 


$409,330  14 
Deduction      8.571  70 


$400,758  44     43.372  16 

Storehouse Electric T.    Frederick   Jackson, 

Inc 1.380  03       1.389  00 

Sash  opecating  apparatus.  Lord  ifc  Bumbam 40  00  40  00 

Hardware Albany     Hardware     & 

Iron  Co • 10  58  10  58 

*Cell  building,  south 

wing Construction A.  Pasquini 277,800  00 

AddiUon      2.«19  80 


$280,619  59 
Deduction      1.057  43 


$279,562  16  118,865  » 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


Depabtmeitt  of  Abchiteotube  si 

Matteawan  State  Hosjnici,  Matteawan,  N.  Y. 

Baading  Work  ContnAtor  Contract     Certificates 

•Storehouse Refriflcntiitffaqaipiimit..  K.  Vesterdahl  ftCo...  fl2,4fi0  00    $6,126  00 

Sing  Sing  PrisoUy  Ossining,  N.  Y. 

BoildijQg  Work  Contractor  Contract     Certificate* 

*Power  bouse Fhimbingt  drainage Bums  Bros $2, 250  00 

*Power  house Boilers Blake  A  Williams 31,380  00 

Addition  675  76 


S32.055  76 
Deduction  55  00 


$32,000  76  $16,069  90 

* Steam  engines T.    Frederick    Jackson, 

Inc 14.089  00 

Addition  103  00 


$14,192  00  11,368  75 


Armories 
Troop  B  Armory,  Albany,  N,  Y. 


Building 
♦Armory 

Work 
Construction 

..  EleetxsB 

.  Heating. 

.  Sand  for  floor 

,  Hardware , . 

Contractor 

Keepsdry  Construction 

Co $ 

Addttion 

$ 
Deduction 

$ 

Frost  ft  Sheldon 

Addition 

. . . .  J.  J.  Horan  ft  Co 

Addition 

DeduotioB 

....  T.  A.O'MaUey 

Addition 

....  M.J.Reagan 

....  Norwalk  Lock  Co 

Contract     Certificates 

111.000  00 
10,499  91 

121,499  91 
65  00 

• 

*Armory 

121,434  91  $70,870  01 
2,261  00 
190  00 

♦Armory 

$2,451  00 

5.847  00 

76  00 

1.204  46 

$5,923  00 
50  00 

♦ArmOTy 

$5,873  00 

7.375  00 

473  15 

3.400  00 

♦Armory 

Armory 

$7,848  15 
500  DO 
708  00 
141  00 

2.118  25 

Addition 

$849  00 

849  00 

♦  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 
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Annual  Bepobt  of  the 


Troop  I  Armaryy  Buffalo,  N,  Y. 


Building  Work  Contraetor  Contnct     Certi6cate8 

Armory Survey,  map  of  itte EUsworth  Broa 135  00         135  00 

•Armory Construction C.  H.  Everitt $111,565  00 

Addition      6.406  30 


6117.971  20    33.752  27 

♦Armory Heating R.  T.  Ford  Co 5,4»7  00 

Addition  215  00 


$5,712  00 

•Armory Plumbing,  drainage J.  J.  Breanahan 8,485  00 

AddiUon  760  00 


•Armory Electric 


$6,245  00 

O'Connell  Electric  Co. .      2,800  00 

Addition  50  00 


$2,850  00 


Normal  Schools 
State  Normal  College,  Albany,  N.  Y. 

Building                           Work                             Contractor  Contract     Certificatci 

School  buUding Drinking  fountains A.  J.  Eckert  Co $1,11150    $1.11150 


Buffalo  Normal  School,  Buffalo,  N.  Y. 

Building  Work  Contractor  Contract     Certificata 

School Repair*  to  eump  pit Homer  R.  Fay $78  57          $78  57 

•School Telephones Johnson-Wahle  Electric 

Co 5,290  00 

Addition  282  65 


$4,296  55 
Deduction  97  60 


$4,199  05      2.890  00 

•School Steam  heating  system J.  J.  Breenahan 7,985  00 

Principal's  residence.  Rear  porch A.  E.  Tunmore 559  00  559  00 

School Plumbing,  gas  fittings R.  T.  Ford  Co 17,472  00 

Addition  808  00 


$18,280  00 
Deduction  188  57 


$18,091  43      3.882  45 

School Heating R.  T.  Foid  Co 20,990  00      3.352  50 

School Electric Johnson-Wahle  Electric 

Co 10,267  94 

Addition  90  75 


$10,868  69      1,909  00 


•  An  asterisk  indicates  that  the  contract  was  in  foroe  September  30,  1915. 


$5,572  65      3.306  82       ! 

•School Electric  fixtures Edward  Schroeder 

Lamp  Works 3,509  05  j 

Addition  787  60 


Depabtmbnt  of  Abchitkctuke  63 


Bvildixig                          Work                             Contraetor  Contraot     Certifleates 

School buildug Blackboards Randolph  McNutt Co.  $5.706  00    $5,706  00 

School  buildinc Hardware Reading  Hardware  Co..  2.226  06 

Addition  12  07 


$2,238  13   2,238  13 

Main  buildinc  annex  Rasng Buifalo  Houae  Wrecking 

ftSalvageCo fl.lOO  00 

8cho<d  building Construction Eastern  Concrete  Steel 

Co 363.398  00 

Addition  050  14 


$364,348  14 
Deduction      3,720  20 


$360,627  04  53,798  35 


Brockport  Normal  School 

Building                           Work                             Contractor  Contract     Certificate" 

Sdiool  building Completing  fire  escapes. . .  Chas.  Decker  Co $39  25          $39  25 

Bdbool  building Construction,  fire  escapes.  Reinold  Staley 1 ,  145  00 

Deduction  14  75 


$1,130  25  280  25 

School  building Roofing John  FHcker  Co 3.638  00  3.638  00 

School  building Resetting  three  boilers. . .  Wm.     Summerhays    & 

Sons 2.660  00  2.660  00 


Fredonia  Normal  School,  Fredonia,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

School  building New  boilers J.  J.  Horan  A  Co $7,490  00 

Addition  375  00 


$7,865  00  $7,865  00 


Oswego  Normal  School,  Oswego,  N.  Y. 

Building  Work  Contractor  Contract    Certificates 

Sflhool  building Deficiency,    balance    due 

contract  No.  3137 John  L.  Lyttle,  Trustee, 

Willed  Marvin  Co..         $993  20        $993  20 


Potsdam  Normal  School,  Potsdam,  N.  F. 

Building  Work  Contractor  Contract    Certificates 

Sdiool  buflding New  boilen New  York  Engine  Co . .     $2,680  74 

Deduction  17  20 


$2,663  54  $2,663  54 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 
t  Paid  SUte  Treasurer. 
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AjXVnJAL   RSPOBT   OV   THS 


Educational 
Schoharie  S'ate  School  of  Agriculture,   CoUeskiUy    N,    Y. 

Building  Work  Contnustor  Contract     Certificates 

^School Construction C.    H.    Mitchell    Co.. 

aaugned    to    E.    H. 

Titchener 940.000  00 

Addition  801  86 


*BchooI Hardware . . 

*8chool Heating 


•  •   •  • 


$40,801  86  $26.13S7S 

. . .  Lockwood  Co 280  00 

...  J.  J.  Horan  ft  Co 2.940  00 

Addition  20  00 


$2,960  00 

♦School Plumbing R.  T.  Ford  Co 5.637  00 

Deduction  19  75 


•School, 


$6,617  25       3.782  50 
Electric Flenung  ft  Shannon 2.460  00      1.15003 


Cornell  Un  versityy  I  haca,  N.  Y. 

Building                            Work                              Contractor  Contract     Certtfieates 
Stock    judging    pa- 
vilion   Electric Buffalo    Electric    Con- 
tracting Co $389  00        $399  00 

Stock    judging    pa- 
vilion   Construction Dutotithic  Co 24,600  00 

Deduction  141  50 


24.548  50       5.484  70 
Agronomy  building. .  Electric Buffalo    Electric    Con- 
tracting Go 2,063  00      2.063  00 

Agronomy  building..  Construction Durolithic  Co 76.987  00 

Deduction      2.947  92 


$74,039  48    24.271  9S 
Agronomy  building..  Plumbing,  gas  fittings ....  Jamieeon-McKinney 

Co 9.250  00 

Addition  21  'OO 


$9,271  00      5.403  50 

Agronomy  bunding..  Heating,  ventilation Edward  Joy  Co 5.627  00      3,693  25 

Forestry  building. . .  Service  feeders Buffalo    Electric    Con- 
tracting Co 1.415  00 

Addition  849  00 


$2,264  00  442  CO 

Forestry  building, 
headquarters  buil^ 

ding Electric    service    connec- 
tions   Buffalo   Electrio  Con- 
tracting Co 85800  85300 

Stock  judging  pa- 
vilion and  agron- 
omy building. ....  Electric Davis-Brown    Electrio 

Co 900  00 

Addition  142  50 


$1,042  50       1.012  59 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 


Bepabtmekt  of  Abohitecture  65 


BuOdiDg  Work  Contractor  Contract     Certificates 

Forestry  boikiinc. . .  Slate  blaokboaitb DuroUthio  Co $166  81        HAS  81 

Forestry  building. . .  Painting  walk,  ceilings. . .  A.  E.  Kurohoff 1 ,520  00      1 .520  00 

Forestry  building. . .  Retaining  waUs J.  L.  Rohrer 1. 106  00      1, 195  00 

Animal  husbandry 
building Pneumatic  water  system. .  Jamieson-McKinney  Co      2,295  00      2,295  00 

Drillhall Engineering  services Baloom  ft  Darrow 1,850  00  925  00 

Headquarters,  stock 
judging,  agrono- 
my, forestry  build- 
ings   Architect's  services Gre«i  ft  Wicks Percentage 

*Drill  hall Construction Eastern  Concrete  Steel 

Co 199,750  00 

Addition  91  28 


$199,841  28 
Deduction  184  40 


$199,656  88    41,206  75 

*DriU  haU Electric IsMor  F^jans 9.698  00 

*DriU  hall Plumbing,  drainage R.  T.  Ford  Co 12,537  00 

Addition  173  00 


$12,710  00 

•Drill  haU Heating Edward  Joy  Co 17,500  00 

Addition  85  00 


$17,585  00      9,202  95 

•Drill  hall Structural  steel Seneca  Engineering  Co.     68.500  00 

AddiUon  184  40 


$68,684  40    65.840  00 
Central    heating 

plant Underground  steam  piping  John  W.  Danforth  Co. .     32,284  00 

Addition  355  00 


$32,639  00 
Deduction      1,000  00 

•Headquarters.    ag>  

xonomy.    forestry  $31,639  00    31.639  00 

buildings,  stock 
judging  pavilion, 
central      heating 

I^ant,  etc Architectural        services, 

expenses Green  ft  Wicks Percentage 

*Siz  greenhouses. . .   Construction King  Construction  Co..     17,965  00 

Addition  347  60 


$18,312  60  11,645  08 

•Ontb  greenhouse —  Construction Wm.  H.  Lutton  Co 1.600  00 

*One  greenhouse. . .  Heating Wm.  H.  Lutton  Co 4.500  00 

Addition  454  00 


$4,954  00   2.622  25 

Heating,  section  D Jamieson-McK  i  n  n  e  y 

Co..  Inc 304  00 

Phimbing KLag  Construction  Co. .  264  00 

Addition  24  90 


$288  90 
Deduction  51  80 


$237  10 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 
•} 


66  AmfVAL  BsFOBT  of  the 


Building  Work  Contr*otor  Contnet 

•GwenhcnMes Electric WUliams  Electric  Co. . .        $294  00 

*Home     Economics 

Irailding Conatniction Q.  M.  Van  Abtyne. . . .      0,300  00 

*Home     EcoDomioB 

lMiil<liii8 Heating Forest   C^ty   Plumbing 

Co 198  00 

*Home     Economics 

building Plumbing Forest  City  Plumbing 

Co 20000 

^DrUlhall Heating  work.       Under- 
ground mains J.  W.  Danforth  Co 21,027  00 

*DriU  hall Consulting  engineers Baloom  ft  Darrow Percentage. 

•Tool  bam Construction R.  D.  Green  A  Son 5.544  28    $1.215  50 

^Central        heating    . 

plant Construction J.  W.  Danforth  Co 10,321  00 

Poultry    plant    ex- 
tension   Construction Drisooll  Bros.  Co 6,270  00 

AddiUon  71  87 


$6,341  87 
Deduction  06  65 


$6,245  22      6.245  22 

^Poultry  houses Plumbing Jamieson-MoKinney  Co.  $1 .715  00 

Addition         '  54  00 


$1,760  00  658  75 

^Poultry  houses. . . .  Electric Davis-Brown  Electric 

Co 608  00 

•Plant    industries 

buUding Architectural  services. . . .  Green  &  V^eks Percentage 

Poultry  houses Heating R.  T.  Ford  Co 8.434  00      8.434  00 

Brooder  houses Construction Drisooll  Bros.  Co 12.460  00 

Addition         200  70 


$12,750  70 
Deduction  16  00 


$12,734  70     12,734  70 
Stock    judging    pa- 
vilion  Painting George  M.  Downing. ..        278  00  278  00 

Stock    judging    pa- 
vilion  Tan  bark Proctor,  Ellison  ft  Co.  400  00 

Deduction  4  00 


Stock    lodging    pa> 

vilion Filling  spaces  of  risers....  licroy  C.  Ballou. 

Stock  judging  pa- 
vilion  Seato Durolithic  Co. . . 

Agronomy  building.  Hardware Barr  Bros 


$306  00 

306  00 

84  00 

84  00 

1.652  00 

1.652  00 

S3  60 

33  50 

Slate  School  of  AgricuUure  and  Domestic  Science^  Ddhi^  N.  Y. 

Buikling  Work  Contractor  Contract     Certificates 

^Dairy  building. . . .  Construction J.  F.  Orowe  Construc- 
tion Co.,  Inc $22,475  00 

Addition  18  04 


$22,403  04  $11,458  85 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30, 1915. 


DspAfiTKENT   OF  AbOHITECTUBS  67 

BtnUiiig  Work  Contimotor  Contnot     Certifiattes 

•Dairy  bnUdinc Heatiiig R.  T.  Ford  Co «7.M7  00 

•Dftiiy  buildinc Plumbing,  draiiiaiiv H.  8.  OraJuun  ft  Sons. .      3.275  00 

Addition  60  00 


$8,326  00    $1,708  60 
•Durybuikling....  Elaetric Murphy  &  Wnliib .... .  740  00  312  60 


State  School  of  Agrictdture  on  Long  Idand,  Farmingdale 

Buildint  Work  Contrftctor  Contract     Certificates 

Dixeetor'a  rcndonoe.  Conetniction Rufua  H.  Brown,  Inc..,  $11,340  00 

Deduction         300  00 


$11,040  00  $11,040  00 

Watersupply Qrimahaw  &  Redfield. .     11.020  00    11.020  00 

DrilfingweU Qrimehaw  ft  RedfieU. .  700  00  700  00 

*Po«er  bouee Construction FHukk  Sibensler 32.436  00 

Deduction  360  00 


$33,136  00  26.120  00 

*Power  house Finishing  bsrdware The  Lockwood  Co 312  00 

*Power  house FhunUng MoKenns  Bros 1.320  00         004  60 

•Dormitory  Bldg. . .  Construction Frank  Sibenaler 20,724  00 

Addition  114  48 


$30,838  48 
Deduction         620  00 


$20,218  48    20.640  41 

•Dormttory Hardware The  Lockwood  Co 407  68 

•Dormitory Heating Blake  ft  Williams 2.778  00      1.574  20 

•Dormitory PlumUng J.  F.  Egan 4.063  00 

Additkm  22  00 


$4,085  00   1.304  00 

•Dcrmitoffy Electric Mack  ft  Mack 1.042  00  403  75 

•Director's residenoe  Heating Peter  Keeler  Bldg.  Co..  800  00  654  60 

•Agronomy  and  hor- 

tieultun  bldg Construction Rufus  H.  Brown 61,500  00 

Deduction      1.000  00 


$60,500  00    42.410  26 
•Hartieultare      and 

■gronomy     build* 

ingi;       director's 

reaidenee Hardware Reading  Hardware  Co.  652  35 

•Agronomy  and  bor* 

tieultarebldgs...  Heating Albert Wintemits 6.034  00      4.664  80 

•Agronomy  and  hor- 

ticttlture       build- 

inga;       director'e 

residenee Plumbing MoKenna  Bros 3.376  00 

Addition  63  50 


$3,430  60   2.710  22 


*  An  fiatifrisk  indiffstes  that  the  contract  was  in  force  September  30.  1015. 


68  Annual  Report  op  the 


Building  Work  Contractor  Contract     Certificttai 

*Horticulturebldg..  Electric Mack  A;  Mack $1,042  00        1850  85 

^Agronomy  build- 
ing; director's  resi- 
dence  Electric Commercial     Conatruo- 

tionCo 1.780  00 

Deduction  16  00 


$1,774  00      1.061  63 
^Central  heating  and 

power  plant Electric N.  Y.  Construction  Co.     10.345  00      7,723  95 

*Sewage  disposal 

plant Construction Briante  Construct'n  Co.    44,387  00 

Deduction      9,000  00 


$35.387  00    20.598  44 
^Central  heating  and 
lighting  plant. . . .  Boiler  plant,  piping  and 

conduit Albert  WintemiU 103.000  00    70.044  24 


State  College  of  Forestry y  Syracuse   University,  Syracuse,  N    F. 

Building  Work  Contractor  Contract     Certifieata 

^College  building. . .  Construction GusUve  DeKimpe $207,500  00 

Deduction      2.560  00 


$204,940  00  $70,144  97 

^College  building. . .  Hardware The  Lockwood  Co 1.941  00 

Addition  13  40 


$1,954  40 
Deduction  18  00 


$1,936  40 

^College  building. . .  Heating Willard  E.  Lape 14.597  00 

^College  building. . .  Plumbing  and  gas  fitting.  John  R.  Walsh 9.28000      1 .955  00 

H:k>llege  building. . .  Electric  work Edward  Joy  Co 5.418  00 

* Inspection  of  steel Pittsburgh  Testing 

Laboratory 75  00 


Onondaga  Indian  Reservation 

Building                            Work                              Contractor  Contract     Certificates 

*Sehool  building Construction Fred  E.  Young $10,838  00 

^School  building Heating Robert  Calder  Co 1.087  00 

State  School  of  Agriculture,  MorrisviUe,  N.  Y. 

Building                           Work                             Contractor  Contract     Certificates 

Demonstration  build- 
ing   Construction W.  L.  Field $20,995  00 

Addition  425  00 


$21,420  00 
Deduction  675  00 


$20,745  00    $4,083  50 


*  An  asterisk  indicates  that  the  contract  was  an  force  September  80,  1915, 


Department  of  Abchitecture 
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Bnildiiig  Work 

DemonBtratioii 
buldiag Hftrdwftre 


Ck>ntractor 


Contraot     Certificate 


Sargent  A  Co $132  50 

Addition  15  84 


$148  34        $148  34 


New   York  State  InstUviion  /or  Deaf-Mulea,  Malone,   N,    F. 

Building                           Work                             Contractor  Contract     Certificate* 

Electric  light  i>lant. .  Generating  equipment Rueer  &  Muller $2,200  00    $2,300  00 


St.  Lavyrence   University^  Canton,  N,  Y, 

Building  Work  Contractor  Contract     Certificate! 

Green     house     and 

shop  boikling Electric D.  A  A.  Electric  Co $685  00 

Deduction  15  00 


$670  00        $393  75 


Public  Buildings 
State  Capitolf  Albany,  N.  Y. 


Contractor 


Building  Work 

*Capitol Restoration     of     interior 

skylights James  J.  Gorman 

^Department  of 

health Electric Finch  A  Hahn 1,717  00 

AddiUon  205  00 


Contract     Certificates 
$4,500  00 


$2,012  00 

•Room  428 Electric Finch  &  Hahn 295  00 

•Secretary  of  State..  Electric Finch  &  Hahn 28  00 

•Assembly  library.. .  Bookcases Cobb-Maoy-Dohme  . . .  168  00 

•Capitol Structural  steel,  iron  work, 

stair  construction,  etc. .  Feeney    A    Sheehan 

Building  Co 37,620  00 

Addition  20  00 


$607  75 


$37,640  00 
Deduction      3.510  00 


$34.130  00  23,056  07 

•West  wing Electric  wiring Finch  A  Hahn 606  00 

•Room  328 Finishing,  repairing M.  Kantrowits 552  00 

Capitol Lettering  doors M.  Kantrowits 83  00            83  00 

Capitol Masonry  work,  painting..  M.KantrowiU 580  00          580  00 

•Capitd Refinishing  desks M.  Kantrowits 100  00 

•D^MTtment         of 

health Plumbing Thoe.  A.  O'MaUey 1.327  00      1.040  40 


•Capitol New  lavatories. 


Thoe.  A.  O'Malley. 


Deduction 


1.291  00 
10  00 


$1,281  00       1,054  85 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915> 
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Annual  Repobt  of  the 


BuiUing  Work  Contmotor 

Capitol Temporary    loreen    ov«r 

■kytisht W.  M.  WbitiMy  A  Go. 

Capitol Ruci,0to W.  M.  Whitney  A  Co. 

Elevators Gonetructkm CaUaaan  A  Preieott. . 


Contraet     GertificaC« 


HO  00 

00  60 

71.000  00 


040  00 
06  00 


Addition      1.747  00 


$73,347  00 
Deduction         410  00 


$72,037  00    83.388  60 
Corridon  and  rooms.  Maoonry  stone  work,  etc. .  Callaaan  A  Presoott.  . .    64,600  00 

Addition      1,755  96 


$66,345  26    62.830  36 

Capitol Heating  and  Tontilating..  T.  E.  Qtldea,  avicned  to 

Callanan  A  Presoott.     41.747  00 
Addition    14,540  06 


$50,201  06 
Deduction  133  25 


$50.158  73     12.048  36 

tivelibrary..  Wood  flooring Callanan  A  Presoott .. .       4.200  00      4.200  00 

Rooms,  third  floor. .  Hardware Callanan  A  Preseott . . .       4.001  13 

Addition  144  84 


$4.145  07 
Deduotion         876  00 


$3,200  07      3.269  07 

Rooms,  third  floor. .  Painting  and  flnishing Callanan  A  Presoott. . .      2.440  76 

Addition  12  20 


$2,452  06       1.432  06 
Rooms  332, 333. 337, 

837-A Glass  work W.  B.  Chapman 025  00  925  00 

Western  staircase. . .  Stone  work Connora  Bros.  Co 18.500  00 

AddiUon  260  15 


$18,750  15      3.080  40 
Fourth,     fifth    and 

sixth  floors Carpenter  work Feeney  A  Sheehan  Build- 

ingCo 4,982  00 

Addition  50  00 


$5,032  00 
Deduction  60  00 


Capitol Hollow  metal  work. 


$4,082  00 
Feeney    A    Sheehan 

Building  Co 5.475  00 

Addition  35  00 


4.963  00 


West  wing Electric  wiring. 


$5,510  00      5.510  00 

Edward  Joy  Co 11,775  00 

Addition      2.837  16 


$14,612  16 
Deduction  70  00 


$14,542  16     12.289  06 


*  An  asterisk  indicates  that  the  oontract  was  in  force  September  30, 1015. 
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Building  Work 

Departmeat    of   ar- 
ehitectitre Altentions,  etc. 


Contraotor 


Contraot     CertifioatM 


Peter   Keeler   Building 

Co $4,283  00 

AddiUon  87  OB 


$4,820  OB 
Deduction  75  00 


$4,245  00    $4,245  00 

iveUbnuy..  Mural pMnting WUlH.Low 15.000  00    12.760  00 

Aaaembly Electric  light  wiring New  York  Conatruction 

Co 46.400  00 

AddiUon      4.323  80 


$49,723  80 
Deduction  25  00 


$49,608  30    11,833  8B 

Capitol Linoleum G.  V.  8.  Quackenbush. .  476  80  476  80 

Fourth,     fifth     and 

■izthfloora Painting N.  B.  Smythc 4.743  00      4.743  00 

Legislative  library . .  Shelving Van  Dorn  Iron  Works. .       2,745  00      2.745  00 

Capitol Expert  architectural  ser- 
vices  A.  L.  Brockway Contract. 

$60  a  day 
and  expenses 
Fourth,     fifth     and 

sixth  floors Hardware Lockwood  Co $1,997  00 

Addition  60  00 


$2,057  00      2.057  00 


•Capitol LighUng  fixtures Wahl»-PhiUips  Co $27,995  00 

AddiUon  72  46 


$28,067  46 
Deduction  461  50 


Assembly  chamber. 


Capitol. 
Capitol. 

Capitol. 


AsscmMy  chamber. 


Capitol... 
Room  341 
Capitol... 


Capitol 

LegislaUve  library . 

Capitol.' 

Capitol 


Padlocks  for  looken Albany  Hardware  and 

Iron  Co 

Brass  pulleys Albany  Hardware  and 

Iron  Co 

Sheathing   piver,    sash 

cord,  etc Albany  Hardware  and 

Iron  Co 

Hardware Albany  Hardware  and 

Iron  Co 

Padlocks  for  gates Albany  Hardware  and 

Iron  Co 

Holders  for  paper  towels. .  A.  P.  W.  Paper  Co 

Dwarf  parUUon Annesley  A  Co 

Enclosure,  telephone  oper- 
ator The  Batavia  and  New 

York  Wood  Working 

Co 

Repairing  hoist K.  £.  Bender 

Finishing  window  frames .  James  Bloeksidge 

Coal  for  temxxvary  toilets  Buchanan  Bros 

Tubing  for  cement  floor . .  Cadby  &  Son 


$27,6a5  96  $27,405  96 


22  21 


1  00 


4  60 


150  75 


22  21 


1  00 


4  60 


150  75 


2  00 

2  00 

15  00 

15  00 

235  00 

235  00 

29  00 

29  00 

17  87 

17  87 

72  00 

72  00 

70  20 

70  20 

10  00 

10  00 

*  An  aaterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 
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Biulding  *  Work  Contractor  ( 

Capitol Orate  bar,  etc C.  C.  Campbell 

Capitol Chimney  top C.  C.  Campbell 

Capitol Prints  for  designs  for  hard- 
ware   P.  W.  Clifford 

Capitol Rent,    hoisting    machine  Connors  Bros.  Co 

Capitol Floor  wax,  brushes,  etc. . .  Wm.  Dey  Elrmand  Co. . 

Capitol Glass,  skylighto Wm.  Dey  Ermand  Co.. 

Capitol Grinding  glass,  etc Wm.  Dey  Ermand  Co. . 

Capitol Glass  in  corridors Wm.  Dey  Ermand  Co. . 

Capitol Setting     and     furnishing 

glass Wm.  Dey  Ermand  Co. . 

Room  336 Glass Wm.  Dey  Ermand  Co. . 

Depart,     of     archi- 
tecture  Signal  call  system Duggan  A  Smith 

Depart,     of     archi- 
tecture   Work  on  elevator Durand  &  Marohn. . . . 

Committee  room . . .  Spark  guard Durand  A  Marohn .... 

Assembly  chamber . .  Portables Esco    Electric    Supply 

Co 

Senate  chamber Portables Esco    Electric    Supply 

Co 

Capitol Batteries,  flash  light  bulbs  Esco    Electric    Supply 

Capitol Fuses  for  hoists Esco    Electric    Supply 

Co 

Capitol Boot    socks    for    use    on 

polished  floors Joe.  Feary  &  Son 

Document  room Ladders General  FireproofingCo. 

Capitol Roof  repairs,  west  en- 
trance   James  J.  Gorman 158  00  158  00 

Capitol Furnishing  and  installing 

fixtures Havens  Electrical  Sup- 
ply Co 145  25  145  25 

Capitol Elevator  repairs Morton  Havens,  Jr . . . .  2  25  2  25 

Banking    committee 
room Painting John  H.  Harrigan 350  00  350  00 

Room  260 Railing Heknea  Bros 325  00  325  00 

Assembly  chamber. .  Chair,  telephone  operator.  Helmes  Bros 8  25  8  25 

Senate  clerk's  room.  Carpet Helmes  Bros 164  50  164  50 

Capitol Lettering  doors,  com- 
mittee rooms Joseph  P.  Hogan 8  50  8  50 

Rooms  318-321 Painting Samuel  Hyman 275  00  275  00 

Room  608 Painting Samuel  Hyman 195  00  105  00 

^Superintendent     of 
public  works Electric Edward  F.  Joy 1,382  15 

Capitol Testing    air    and    return 

lines Johnson  Service  Co 40  70  40  70 

^Legislative  library.  Changing  floor  outlets. . . .  Edward  Joy  Co 12  00 

Assembly  chamber. .  Fixtures Edward  Joy  Co 45  00  45  00 

Capitol Temporary  doors,  remov- 
ing partitions,  third 
storj' M.  Kantrowits 358  84  358  84 

Capitol Removing  temporary 

toilets M.  Kantrowits 350  00  350  00 

Capitol Floor  foundation,     third 

floor M.  Kantrowits 1 .600  00 

Addition  650  00 


itraet 

Certifioates 

12  00 

S2  00 

14  03 

14  03 

5  00 

5  00 

638  00 

638  00 

80  20 

30  20 

75  00 

76  00 

46  00 

46  90 

166  00 

166  00 

75  00 

75  00 

27  00 

27  00 

110  17 

119  17 

25  00 

25  00 

10  00 

10  00 

57  00 

57  00 

16  20 

16  20 

3  18 

3  18 

6  48 

6  48 

2  00 

2  00 

126  GO 

126  50 

$2,250  00      2.250  00 


H^*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915, 
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BuiMinc 
Room  122 


Work  Contractor 
Reoonstruction,    decorat- 
ing, etc M.  Kantrowits. 


Addition 


Secretary  of  State. ..  Lettering  doors M.  Kantrowiti. 

Room  122 Finiahing  doors M.  Kantrowits. 

Secretary  of  State.. .  Lettering  eash M.  Kantrowits. 

*Treasurer'B  office. .  Moving  oounters M.  Kantrowits. 


Addition 


Secretary  of  State. . . 
*RoomB  100  to  109. 

inclusive 

Room  337 

Capitol 


Alterationa, improvements  M.  Kantrowits. 


Assembly  chamber. . 

Prison  commission . . 

Capitol 

Capitol 


Tai  commission. . . . 
Senate  ehamber .... 

Room  342 

Le|^s]ative  library. . . 

Capitol 

Capitol 


Capitol. 


Alterations 

Channels  and  bcrfts  for 
chandeliers 

Refinishing  table,  chairs, 
etc 

Refinishing  desks,  Speak- 
er's room 

Alterations,  painting 

Hardware 

Lettering  metal  corridor 
doors 

Lettering  doors 

Repairing  saah 

Guard  railing 

Rugs 

Shades  and  transoms 

Watchman's  signal  system 

Hanging  fixtures,  west 
pcKiion 


M.  Kantrowits. 
M.  Kantrowits. 
M.  Kantrowits. 


M.  Kantrowits 

Peter  Keeler  Bldg. 
Lookwood  Co 


Co. 


Mao  Sign  Co 

Mao  Sign  Co 

James  McKinney  &  Son 

John  Q.  Myers  Co 

John  G.  Myen  Co 

John  Q.  Myers  Co 

National  District  Tele- 
graph Co 

N.  Y.  Construction  Co. 
Addition 


Secretary  of  SUte. . 
Assembly  dbamber. . 
Aieembly  ehamber. . 
Anembly  chamber. . 
Capitol 


Legisiative  library . 
Room  341 


Room  122 

Capitol 

Capitol 

Room  342 

Capitol 

Secretary  of  State.. . 

Senate  ehamber 

Department  of 
health 

Department  of 
health 


Plumbing,  alterations .... 
Lavatory,  clerk's  office. . . 
Radiator,  speaker's  room . 

Two  desks 

Removing  damaged  stone- 
work, etc 

Awnings 

Sienna  floor  border  and 
base 

Electric 

Andirons 

Damper  for  fire-places. . . . 

Steel  supports  for  fire- 
places  

Grease 

Rug 

Covering  transoms 


Thoa.  A.  O'Malley. 
Thos.  A.  O'Malley. 
Thos.  A.  O'MaUey. 
C.  F.  Rattigan 


Adam  Roes  Cut  Stone 

Co 

John  J.  Shea 

Vermont  Marble  Co . . . 

Wahle-PhilUps  Co 

Edward  Weller 

Edward  Weller 


West  Side  Structural  Co. 

R.  B.  Wing*  Son 

W.  M.  Whitney  4  Co. . 
W.  M.  Whitney  4  Co. . . 

Feeney  4  Sheehan  Bldg. 
Co 


Heating  and  ventilating . .  W.  B.  Armstrong  Co. . . 

Addition 


Construe  ticHi. 


Contract  Certificates 

$880  00 
90  00 


$970  00 

20  00 

28  00 

4  00 

725  00 

96  00 


$820  00 
826  34 

2.435  00 

198  00 

100  00 

150  00 

1,042  00 

64  00 

32  60 
25  75 
185  00 
336  00 
610  00 
262  80 

111  00 

576  00 
30  00 


$606  00 

97  00 

115  00 

38  07 

70  00 


50  30 
39  75 

280  00 
33  00 
30  00 
14  00 

29  50 

13  00 

180  00 

91  00 


$070  00 

20  00 

28  00 

4  00 


826  84 


198  00 

100  00 

150  00 

1.012  00 

64  00 

32  60 
25  75 
135  00 
336  00 
610  00 
262  80 

111  00 


606  00 
97  00 

115  00 
38  07 
70  00 


50  30 
39  75 

280  00 
33  00 
30  00 
14  00 

29  60 
13  00 
180  0 
91  00 


34.716  00  34,716  00 

19.858  00 
751  81 


$20,609  81  20.609  81 


^  An  asteriak  indicates  that  the  contract  was  in  force  September  30.  '9\5.J 
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Building                           Work  Contraotor  Contract     GertificatM 
Department  of 

architecture. Heating W.  B.  Armstrong  Co. . .  $305  00        $305  00 

Department  of 

architecture Electric Duggan  &  Smith 044  00          044  00 

Baaement Bracing  fire  lines W.  B.  Armstrong  Co. . .  417  00          417  00 

Pltimbing,  drainage L.  F.  Bannon  Co 54.488  00 

Addition  4.257  06 


$58,745  06 
Deduction      1,538  06 


$57,207  00     15.160  43 
^Balance  unclaimed      l.OOO  00 


Assembly  Chamber 

Building  Work  Contraotor 

Assembly  chamber. .  Models  for  carving The  Embossing  Co. . . 

Assembly  chamber. .  Denim  covering Hehnea  Bros 

Assembly  chamber. .  Carpet Helmes  Bros 

Assembly  chamber. .  Brass  binding Helmes  Bros 

Assembly  chamber. .  Window  shades Thomas  O.  Jones 

Assembly  chamber..  Finishing  desks,  speaker's 

room M.  Kantrowits 

Assembly  chamber. .  Curtains John  G.  Myers  Co. . . . 

Assembly  chamber. .  Consulting  expert,  aooou- 

stios W.  C.  Sabine 

Assembly  chamber. .  Ink  stands F.  D.  Sargent 

Assembly  chamber. .  Construotion  work,  locker 

and  document  rooms. . .  Keepsdry  Constmotioo 

Co 13.800  00     13.800  00 

Assembly  chamber. .  Replacing    steel    sections 

under  speaker's  desk . . .  W.  M.  Stetson  Co 53  55  53  55 

Assembly  chamber. .  Black  iron  hoods Edward  Weller 10  00  10  00 

*  Assembly  chamber.  Ceiling  panels  and  repairs, 

new  floors Callanan  A  Presoott. . .      4.100  00 

Addition  300  00 


Contract 

Certificates 

$2  00 

$2  90 

65  00 

65  00 

66  00 

66  00 

33  75 

33  75 

110  00 

110  00 

150  00 

150  00 

511  00 

511  00 

200  00 

200  00 

210  00 

210  00 

$4.400  00  507  50 


Assembly  clumiber. .  Electric  work,  document 

room Finch  A  Hahn 537  00 

Addition  110  42 


$647  42  647  42 


Assembly  chamber. .  Alterations  of  steel  win- 
dows   John  H.  Harrigan 3.233  00 

Addition  81  00 


$3,314  00      3.314  00 
Assembly  chamber. .  Ink    wells    for   members* 

desks John  H.  Harrigan 40  00           40  00 

Assembly  chamber. .  Repairing         ventilators, 

speaker's  room John  H.  Harrigan 13  20            13  20 

Assembly  chamber. .  Repairing  desks John  H.  Harrigan 43  06            43  05 

Assembly  chamber. .  Electric  wiring  and  fixture 

hoists N.  Y.  Construction  Co.  3.102  00      3,102  00 

Assembly  chamber. .  Carpet  work Helmes  Bros 4.278  60      4,278  69 

Assembly  chamber. .  Refinishing  desks John  H.  Harrigan 3.508  00 

Addition  1.164  45 


$4,762  45      2.804  45 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1015. 


Befa&TMEKT  of  ABOnifKCTVtL^  75 


BuOdiiic  Work  Contiaetor  ContrMt     Certifieat«s 

AHcmbly  ehamber. .  Interoomiminifimting  tele- 
phone syttem Morton  Havens,  Jr $108  00 

Addition  M  00 


$162  00        $162  00 

Aaembly  efanmber. .  Cleaning  stone  work Feeney  k  Sheehan  BUg. 

Co 4.800  00 

Deduction  626  00 


$3,675  00  817  60 

Aaembly  eiiamber. .  Modeb  in  oonneetaon  with 

oanring The  Emboasing  Co . . . .  580  00         680  00 


=f 


Education  Building,  Albany,  N.  Y, 

Buildinc  Work  Coatraetor  Contract     Certifloates 

buikling  Door  loeks  for  elevators..  Otis  Elerator  Co $108  00 

•Education  building  Electric  light  fixtures Black  k  Boyd  Mfg.  Co.  183.872  97 

Addition      5.548  00 


$130,420  07 
Deduction      5.100  00 


$184,820  97 

•Education  buiUing  Mural  decoration WiU  H.  Low 80.000  00  $3.283  14 

Education  buiUing.  Pump,  stack  room H.  R.  Worthington 185  00  185  00 

•Edueatioci  building  Indian  exhibits  construc- 
tion   W.  F.  Plasa  A  Bro.,  Inc.  10.950  00  6,120  00 

•Education  buikiing  Electric  wiring Edward  Joy  Co 771  96 

Education  buiMing.  Electric,  bookstacks Hatsel  k  Buehler 10,840  00  10.840  00 

Education  buiMing.  Repairing  water  main Hoy  A  Co 200  44  200  44 

Education  building.  Materials,  repairing  water 

main R.  B.  THng  k  Son 56  61  56  61 

Education  buikiing.  Lettering  ends  of  stacks..  J.  P.  Hogan 00  00  90  00 

Education  building.  Metal     bocrfcstacks     and 

cases Art  Metal  Construction 

Co 49.61100  49.61100 

Education  buikiing.  Museum  cases Ely  J.  Riceer 3.300  00  3.300  00 

Education  buikiing.  Commemorative  tablet. . .  George  W.  Cobb.  Jr. . .  5,738  00  5.738  00 

Educatum  buikiing.  Folding  gates,  tree  guards  George  W.  Cobb,  Jr. . .  8,359  00  8.859  00 

Educatkm  buikiing.  Information  desk George  W.  Cobb,  Jr. . .  543  00  543  00 

Educatkm  buikiing.  Pressure  tank  repairs Skinner  A  AmoU 1,900  00  523  85 


Executive  Mansion,  Albany,  N,  F. 

Buikiing                           Work  Contractor  Contract     Certificates 

•Green  house Construction  repairs Lord  k  Bumham  Co. . .     $5,605  00    $4 .516  15 


State  House,  Albany,  N,  Y. 

BuiUing  Work  Contractor  Contract     Certificates 

•State  house Construction Feeney  .    k      Sheehan 

Buikiing  Co $162,000  00 

•State  house Heating J.  R.  Sheehan  Co 13.911  00 

•State  house Plumbing,  drainage Edward  Joy  Co 6.568  00 

•State  house Electric Edward  Joy  Co 9,753  00 

•  An  asterisk  indicates  that  the  contract  was  in  force  September  80,  1915. 
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Telephone  Building,  Albany,  N.  Y. 

Building                             Work                              Contractor  Contract     Certificates 

^Banking       depart- 
ment   Metal  equipment Canton  Art  Metal  Co .  .  $3 .000  00 

^Comptroller's  office.  Bronte  Ublet Gorham  Mfg.  Co 50  00 

Comptroller's  office .    Moving  tablet Feeney      &      Sheehan 

Building  Co 30  00          $30  00 

State  departments. .  Linoleum Helmes  Bros 5,090  00 

Addition  908  50 


16.997  50 
Deduction  679  46 


$6,318  04      6.318  04 


Old  Power  House  Site,  Albany,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

Site Clearing B.  F.  Mulderry $779  00 

Addition  25  00 


$804  00        $804  00 
*Site Grading,  sodding,  etc Cramond    Construction 


Co 7.445  00 


New  Capitol  Power  House,  Albany,  N.  Y, 

Building  Work  Contractor  Contract     Certificates 

•Power  house Sidewalk  repairs R.  T.  Ford  Co $343  00 

•Power  house Grillage  on  caissons R.  T.  Ford  Co 175  00 


Regulative 

State  Institute  for  the  Study  of  Malignant  Disease,  Buffalo,  N,  Y. 

Building                            Work                              Contractor  Contract     Certificates 
•Gratwick      labora- 
tory    Heating,  ventilating Republic  Engineering  A 

Construction  Co $8 .  567  00 

Addition  180  99 


$8,747  99 
Deduction  19  00 


$8,728  99 
Road  construction Chas.  Berrick's  Sons  Co.  845  00        $198  57 


Quarantine  Station,  Rosebank,  Stolen  Island,  N,  Y. 

Buikiing                            Work                              Contractor  Contract     Certificates 

•Animal  buikiing . . .  Construction,  drainage ...  P.  Wolff  &  Son $6. 191  00    $3,217  25 

♦Animal  building. . .  Heating W.  J.  Olvany 558  00 

•Animal  building. . .  Plumbing,  gas  pipihg W.  C.  O'Keefe  A.  Son.. .  570  00 

•Animal  building. . .  Electric Jandous  EUectrio  Equip- 
ment Co.,  Inc 375  00 

Deduction  55  00 


$320  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 
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11 


Bmlding  Work 

R«Uiiiixig  wall Construction . . . 


Contractor  Contract     Certificates 

John  Twinanc til  ,800  00 

Addition      2,077  80 


$13,877  80    94,110  80 


General 

Baker  Avenue  HoVrSe,  New  York  City 


Building                             Work  Contractor 

*^'t(n«,  dweOins ....  Repairs,  etc William  Luke. . . 


Contract     Certificates 
$2,908  00        $006  20 


Governor  Clinton  House,  Poughkeepsie,  N.  F. 

Buildinc  Work  Contractor  Contract     Certificate  ^ 

^Clinton  house Ceiling  repairs Madaen  A,  Wistoff  Con- 
struction Co $52  00 

*CIiston  house Reconstruction Seaman  &  Lovelace. ...  1 .446  00 

Addition  267  00 


$1,702  00 
Deduction  4  50 


Clinton  house Plumbing,  drainage Charles  Cooke. 


$1,097  50 
55  00 


$658  75 

55  00 


Crown  Point  Reservaiion,  Crown  Point,  N,  Y. 


Building 


Work 


Contractor 


'Comfort  station . . .  Carpenter  work,  painting.   W.  P.  Dobson. 
*Com(ort  station . 
*Comf  ort  station . 
•Comfort  station . 
'Comfort  station . 

*Coiiif  ort  station . 
Comfort  station . . 


Contract     Certifioati 

$324  12 
162  00 
293  00 
350  00 


Plumbing M.  Hogan 

Cess  pools,  drains W.  P.  Oldruff 

Sidewalks W.  P.  Oldruff 

Artesian  well Chas.    Qarvey    Drilling 

Co 2  60  per  ft. 

Culverts,  rails Thomas  Edwards 270  00 

Plumbing Callanan  Bros 860  00 

Deduction  21  00 


Comfort  station ....  Construction. 


R.  Presoott  ft  Son,  Inc . 
Deduction 


$829  00 

3.660  00 

40  00 


$829  00 


$3,610  00       1.608  26 


General  Herkimer  Home,  Ldttle  Falis,  N,  Y. 

Buikling  Work  Contractor  Contract     Certificates 

Herkimer  home ....   Construction,  restoration .   Chas.  E^agan $3,260  00 

Addition       1.900  38 


$4,160  38    $4,160  38 

'Herkimer  home Repairs Chas.  Eagnn 2,598  00 

Addition  103  00 


$2,701  00   2,176  09 


*  An  asterisk  indicates  thiit  thj  :ja^ci:l  ¥xi  in  fo.'jj  Sipt^inbjr  30,  1915. 
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Letckworth  Park^  Portage,  N.  Y. 

Buildiiig  Work  Contractor  Contr«ct     CertificatM 

Old  homestead Cooatructioo Jamestown  ConBtruotion 

Co $3.280  00        $56000 

* Electric  plant Salisbury  Wheel  &  Mfg. 

Co 416  00 


Schuyler  Mansion,  Albany,  N»  Y. 

Building  Work  Contractor  Contract     Certificstei 

*Caretaker*s cottage.  Construction Maurice  Mead $6,800  00 

Addition      6.660  76 


Mansion   and   care- 
Uker*s  cottage. . .  Heating. 


$12,460  76  $10,226  99 


Frederick  A.  Tyler 1 ,  700  00 

I>eduction  404  20 


$1,296  714 
Addition  10  00 


$1.306  71       1.305  71 

Caretaker's  cottage.  Plumbing. drainage A.  J.  Eckert  Co 1 ,100  00 

Addition  37  70 


Caretaker's  cottage .  Electric 


Electric  Construction 

Co 

Addition 


$1.227  70      1.227  79 

224  00 
6  77 


$230  77 


230  77 


Warren  County  Fish  Hatchery,  Warren^mrg,  N.  Y. 

Buikling  Work  Contractor  Contract     Certificates 

*Fish  hatchery Construction George  E.  Farrar $4,389  22 

*Fish  hatchery Heating James  Huntar  Heating 

and  Contracting  Co. .  628  00 

*Fish  hatchery Plumbing William  A.  Deyoe 773  00 


Niagara  Reservation,  Niagara  Falls,  N,  Y. 

Building  Wurk  Contractor  Contract     Certifiostst 

Bam Construction,  etc 8nyder<li]lett         Con- 
tracting Co $0,467  00 

Addition  460  00 


$0,917  00    $0,017  00 


Sir  WiUiam  Johnson  Mansion,  Johnstown,  iV.  F. 

Building                           Work  Contractor  Contract     Certificates 

Mansion Heating  work Shepard  ft  Goodwill.. . .     $1,197  00    $1,197  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1915. 
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Lake  George  Battleground  Park^  Lake  George,  N.  Y, 

Building                             Work  Contractor  Contract     CertiBcat«t 
Iron  fence Theo.  F.  KalbfleiBeh. . .     $1 .108  00    SI  .198  50 


Washington's  Headquarters,  Newburgh,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

Rcstofmtion Construction Torrington  Bldg.  Co . . .     $1,850  00        8880  02 

Restoration Electric Torrington  Bklg.  Co. . .  100  00  100  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  September  30,  1016. 
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DETAIL  WORK,  DRAFTING  DEPARTMENT,  DURING 
THE  FISCAL  YEAR  OCTOBER  1,  1914,  TO  SEPTEMBER 
30,  1915 

HOBPITALB 

Binghamton  Siaie  Hospital 

Workinc 
SketcheB     drawing* 

Chronio  bnildiiic 12 

Addition  to  boiler  plant,  eto 2 

Bncins  walk 1 

Rcpain.  etc.,  tnetle 1 


Central  I  slip  iSto  e  Hospital 


AHerationa,  edd  storage  building 2  6 

Estenaion,  laundxy 12  8 


ToUl M 


Gowanda  State  Hospital 


Mortuary,  etc. 


Kings  Park  State  Hospital 

Employe's  home 8     

Additional  aoeomraodations,  chronie  patients 8 


Total 8  8 


Long  Island  Stale  Hospital 


Reception  and  ehronio  buildingB 10     

Rebuilding  wall,  main  building 2 

Mma 2 

Powerhouse 7 


Total 10  11 

Middletoum  State  Hospital 

AHeralionp,  ete.,  power  house 2 


Mohansic  State  Hospital 

Cfaronie  group .  4  

Reception  hospital 14  

Storeroom 19  

Bakery S  

Laundby 4  

Nurses' home 11  

Administration  building 4  

Block  plan I 

Chronic  group 27 

Total 89  28 


Total 16  22 
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Department  of  Abghitectuke  83 


DETAIL  WORK,  DRAFTING  DEPARTMENT,  DURING 
THE  FISCAL  YEAR  OCTOBER  1,  1914.  TO  SEPTEMBER 
30,  1915 

Hospitals 
Binghamton  State  Hospital 

Workiiic 
Sketches     drawing*      DeUih 

Chronie  buildmc 13               82 

Addition  to  boOer  plant,  eto 8  

Braoioc  wnib 1  

Repairs,  ete..  treetle 1  


Central  I  slip  iSto  e  Hospital 


Total 14 


Gowanda  State  Hospital 


Mortuary,  ete. 


Long  Island  State  Hospital 


Total 16  32 


AHeratione.  oold  storage  building 2  6 

Eztcnaion,  laundxy 12  8 


Kings  Park  Slate  Hospital 

Employe's  home 8     

Additional  aoeommodations,  ehrooie  patients 8 


Total 8  8 


Reception  and  ehronio  buikUngs 10     

Rebuilding  wall,  main  building 2 

Maps 2 

Powerhouse 7 


Total 10  11 

Middletoum  State  Hospital 

Ahamtioap,  ete.,  power  house 2 

Mohansic  State  Hospital 

Chronic  group .  4  

Reception  hospital 14  

Storeroom 10  

Bakeiy S  

Laundry 4  

Nurace'home 11  

Administration  building 4  

Block  pbn 1 

Cbronie  group 27 

Total 80  28 
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Manhattan  State  Hospital 

Working 
Sketches     dm«iiic»      DetuU 

Alterations,  etc.,  power  house 

Acute  hospital,  150  patients 

Acute  hospital,  200  patients 

Nurses'  home 


Total 


4 

11     .. 

12 

21 

•  •■•••••           •• 

1 

20 
3 

A 

24 

44 

Charities 
Stale  School  for  the  Blind,  Baiama 


Gymnasium  approach. 


State  Soldiers^  and  Sailors'  Home,  Bath 


Bam,  vegetable  cellar 8 

Farm  house 8 


Total 11 


Stale  RefomuUory  for  Women,  Bedford 


Cottages 2 

Upper  campus 1 


ToUl 


Elmira  Reformatory 


Shops  2.  3  and  4 , 


State  Training  School  for  Girls,  Hudson 

HospiUl 30 

Contagious  hospital 4 

Laundry 3  1 

Retaining  wall 2     


ToUl 5  35 


State  Agricultural  and  IndrMtrial  School,  Industry 

Hospital  iterations 1 

Dairy  bam 1 


Total 


Thomas  Indian  School,  Iroquois 

Dairy  house,  etc 6  5 


Department  of  Abchitectube  85 


Letchworth  VUlage^  Thiells 

Worldng 

Sketohei  drawiafli      Detaais 

lAondry  building. 7     ....;... 

Power  home , 1  8                 3 

Senrioe  bailding 7  6     

AttendAnte' home 6  0     

Storehoosa,  ete 4     

Indostrial  bmlding 1     


ToUl 19  86 


Eastern  New  York  Reformaiory,  Napanoch 

Hospital 12 


State  Custodial  Asylum^  Newark 


HoapitAl 10  19 

Cottacaa 18 

Power  hoiiae 1     


Total 11  87 


Womer^'a  Relief  Corps  Home,  Oxford 

Elevator  shaft,  hospital 


Rome  Ctistodial  Asylum 

Dormitory 3  12  15 


Craig  Colony  for  Epileptics,  Sonyea 


Laundry 3 

MiaeeUaneooa 1 


Total 


Stale  Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw 

Hospital 16 

Solaria 2 


Total 18 


State  Training  School  for  Boys,  Yorktown  Heights 

Cottage  B 9  11 

Power  bouse 6  6 


Total 16  17 


Northern   New   York  Institution  for  Deaf  Mutes,  Malone 

Kindergarten 4     
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Manhattan  State  Hospital 

Workinc 

Sketches     drairiiic»  Details 

Alterations,  etc.,  power  house 4  11     

Acute  hospital.  150  patients 12  21 

Acute  hospiUl,  200  patients 1  20 

Nurses'  home 3 


Charities 
Stale  School  for  the  Blindj  Balavia 


Gymnasium  approach. 


Stale  Reformatory  for  Womenf  Bedford 


Cottages 2 

Upper  campus 1 


ToUl 3 


Elmira  Reformalory 


Shops  2.  3  and  4. 


Total 4  24  44 


Stale  Soldiers'  and  Sailors'  Home,  Bath 

Bam,  vegetable  cellar 8  3 

Farm  house 3     


Total 11  3 


Stale  Training  School  for  Girls,  Hudson 

HospiUl 30 

Contagious  hospital 4 

Laundry 3  1 

Retaining  wall 2     


Total 5  35 


Stale  Agricultural  and  Industrial  School,  Industry 

Hospital  alterations 1 

Dury  bam 1 


Total 


Thtymas  Indian  School,  Iroquois 

Dairy  house,  etc 6  5 


Department  of  Abohitectubb  85 


Ldchvxnih  Village,  ThieUs 

Workmg 

Sketohei  drawiafli 

lAondry  building 7 

Power  hoase 1  3 

Bervioe  building 7  6 

Attendftnto*  borne 6  0 

Stocehouae,  ete 4     

Industrial  building 1     


Total W  36 


EasUm  New  York  Reformatory,  Napanoch 

Hoep&tal 12     

State  Custodial  Asylum,  Newark 

Homital 10  19 

Cottagea 18 

Power  houee 1     


Total U  S7 


Women's  Relief  Corps  Home,  Oxford 

Elevator  shaft,  hospital 


Rome  Cttstodial  Asylum 

Dormitory 3  12  15 


Craig  Colony  for  Epileptics,  Sonyea 


Laundry 3 

MIseellaneoua 1 


Total. 


State  Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw 

HoapiUl 16 

2 


Total 18 


State  Training  School  for  Boys,  Yorktown  Heights 

Cottage  B 9  11 

Power  house 6  6 


Total 16  17 


Northern   New   York  Institution  for  Deaf  Mutes,  Malone 

KSadergarten 4     
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Manhattan  Stale  Hospital 

Working 
Sketches     dm«iiic»      Details 

Alterations,  etc.,  power  house 

Acute  hospital,  150  patients 

Acute  hospital.  200  patients 

Nurses'  home 


Total 


A 

11     .. 

12 

21 

•  ••«••■•           •• 

1 

20 
3 

4 

24 

44 

Charities 
State  School  for  the  Blindf  Baiavia 


Gymnasium  approach. 


Stale  Soldiers^  and  Sailora'  Home,  Balh 

Bam,  vegetable  cellar 8  3 

Farm  house 3     


ToUl 11  3 


Stale  Reformatory  for  WoTnen,  Bedford 


CotUges 2 

Upper  campus 1 


Totol 


Elmira  Refonnalory 


Shops  2.  3  and  4. 


State  Agricultural  and  Industrial  School,  Industry 

Hospital  alterations 1 

Dairy  bam 1 


Total 


Thomas  Indian  School,  Iroquois 

Dairy  house,  etc 6 


Stale  Training  School  for  Girls,  Hudson 

Hospital 30 

Contagious  hospital 4 

Laundry 3  1 

Retaining  wall 2     


ToUl 6  35 


Department  op  Aechitectubb  85 


Letchworth  Village,  ThieUa 

Workmg 
Sketohei     drAwiofli 

Laundry  building 7     ....;... 

Power  house 1  3                 3 

Senriee  buUdinc 7  6     

Attcndnnto' home 6  0     

Storehouae,  ete 4     

Industrial  building 1     


ToUd 19  86  3 


Eastern  New  York  Reformatory,  Napanoch 


12 


State  Custodial  Asylum,  Newark 


Hospital 10  19 

Cottages 18 

Power  house 1     


Total 11  37 


Women's  Relief  Corps  Home,  Oxford 

Elevator  shaft,  hospital 


Rome  Custodial  Asylum 

Dormitory 3  12  16 


Craig  Colony  for  Epileptics,  Sonyea 


Laundry 3 

Miaeellaneous 1 


Total 


Stale  Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw 

Hospital 16 

Solaria 2 


Total 18 


State  Training  School  for  Boys,  Yorktown  Heights 

Cottage  B 9  11 

Power  house 6  6 


Total 16  17 


Northern   New   York  Institution  for  Deaf  Mutes,  Malone 

Kindergarten 4     


66 
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Taberculoau  hospital. 


Northwest  wing. 
Southwest  wing. 


TotiJ 


Bohool 


Annwy 

Imfiroyement  to  iit« . 


Total. 


Pribonb  ' 
Clinton  Prison 


Working 
8ket«hea     drawings      Details 

13  5  12 


Dannemora  Stale  Hospital 


Great  Meadow  Prison 


Armories 
Troop  "  B  ",  Albany 


Troop  "  I."  Buffalo 

Company  '*  G,"  10th  Infantry.  Yonkers. 
Troop  "  H."  Rochester 


Totol 


18 
16 


33 


6 


25 
13 


88 


2 


24 


34 


29 


Normal  Schools 


Buffalo  Normal 

•  • 

1     .. 
1     .. 

»   .. 

Total , 

9 

3     .. 

QreenhonsfMi 

Educational 
Cornell  University 

1 

1 
4 
6     .. 

1 

Drill  hall 

25 

Bams. 

Aari<niHur^l  hniMtnc  t 

7 

m 

Total 

1 
8     .. 

•  ■ 

10 

13 

33 

Cow  bam 

Delhi  School  of  Agriculture 

Dairy  buikling 

12 

Total 

8 

13 

12 

• 

Reservoir 

Momsville  School  of  Agriculture 

■  ■ 

1     .. 

Depabtubnt  of  Abohitectitbk 


87 


Shop. 


St.  Lawrence   UniversUy^  Cordon 

Workmc 
Skfltehet     drairiii0i    Details 

4     


Forestry  ool]«ce, 


Syracuse  University 


Onondaga  Indian  Reservation 

OnoxulagE  Indian  Reaervaiion 


43 


Stale  School  of  Agriculture^  Farmingddle 


Garace 

Dormitory 

Power  houae 

Director's  residence 

Horticulture  and  agronomy  buildings. 

Roada,  walks,  block  plan 

Sewage  plant 


Total. 


2 


3 


16 
9 
8 
9 


48 


PuBuc  Bthldinqs 


Capitol 

Education  building . 
Agricultural  hall. . . 

State  houae 

Telephone  building . 
Executive  mansion. 


Total 


Animal  building. 
Closets 


Total 


Requlatxyb 
Qriarantine  Station,  Rosebank 


General 


Baker  ATsnue  houae 

Sir  William  Johnson  mansion 

General  Hwkimer  home 

Governor  Clinton  house 

Sdiuyler  manrion 

Dexter  game  farm 

Niagara  reservation 

Saratoga  reservation 

Department  of  Public  Works,  canal  oflSee. 

Warren  county  fish  hatchery 

Watkins  Glen  reservation 


9 

42 

38 

3 

9 

1  .. 

3 

32 

8 

14 

8  .. 
3  .. 

36 

87 

40 

ink 

4 

4 

1  .. 

= 

6 

4 

6  .. 

2  .. 

1  .. 

10 

3 

2 

1 
6  .. 

9 

4 

3 

3 

2 

5 

1  .. 

•  •••••    •• 

2 

3 

1  .. 

*«••••    •• 

ToUl 


33 


28 
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DETAIL  WORK,  ENGINEERING  DEPARTMENT,  DURING 
THE  FISCAL  YEAR  OCTOBER  1,  1914,  TO  SEPTEMBER 
30,  1915 

Hospitals 

Binghamlon  Stale  Hospital 

Worldnc 

drawingli  Workiiig 

ooostmo-  drAwingp 

Sk«tohei        tion  Details     engmeeriac 

ChroDio  building 12  22  13 

Additicm  to  power  hooee 2     

Amueement  hftU-bnciiig  wall 1     

Additional  power  house  equipment 2 


Central  Islip  State  Hospital 


Totol M  9 

Hudson  River  Stale  Hospital 

Laundry  equipment 


Kings  Park  Stale  Hospital 


Long  Island  State  Hospital 


Additional  aooommodationa 6     

Reception  building 5     

Maps 2 

Main  building,  reconstruction  of  wall 2 

Powerhouse 


Total 10 


Middletown  Stale  Hospital 

Power  house  equipment 1 

Nunes*  home,  ohangwe  in  opening 1 

Total 2 


Total 14  22  15 


Addition  to  cold  storage  building,  ice  making  plant. 

etc 2                  6     6 

Addition  to  laundry 12                  3     2 

Renewal  of  underground  steam  mains 1 


Additional  accommodations  for  chronic  patients ....  3  6  6  10 

Attendants*  home 3     

Four  cottages 2     

New  wells 1 


Total 6  8  6  11 
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89 


Mohansic  State  Hospital 


Reeeption  buildinj[ , 

Ward  building  and  kitchen,  ehronio  group . 

Store  house 

Bakery , 

Laundry 

Blodc  plan  —  proposed  layout 

Sewerage  —  sewage  disposal , 


Working 
drawings 
oonstnio- 
Sketchee        tion       Details 


Working 
drawings 


11 

4 
4 
8 

4 


Total 


26 


8 


8 


Addition  to  power  house. 
150  patients*  building  . . . 
200  patients*  building . . . 
Nurses'  home 


Total 


Manhattan  State  Hospital 


11 

12 

1 


24 


19 

22 

3 


44 


6 

10 

1 


17 


Alterations  to  sewer. 


Charitibs 
Western  House  of  Refuge,  Albion 


State  School  for  the  Blind,  Batavia 


New  approach  to  gymnasium . . 
Alterations  ^  hospital  building. 


Total 


Soldiers^  and  Sailors'  Home,  Bath 


Horse  bam 

Addition  to  vegetable  eeUar. 
Farm  house 


6 
2 
3 


2 
1 


Total. 


11 


Cottages  13«  14,  15  and  16. 

BcHler  house 

Hospital 

Sewerago  a»d  sewage  plant 

Cottages  9.  10  and  11 

NswweU 

Purification  plant 


State  Reformatory  for  Women,  Bedford 

2  2 


2 
2 
1 
1 
1 


1 

4 


Total. 


8 
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Elmira  Reformatory 

Working 

dnwiii0i  Workinc 

construo-  dnvrincs 

Bketches         tion  Details     encuieering 

Tnde  Mbool  buiklingi 7     

Riop  number  4 5     


Total. 


State  Training  School  for  Girls,  Hudson 

Diseiplinaiy  Iniildinc 1     

Caretaker's  house 1     

Repainting  wall 2     

Laundry  buikling 2  1 

Block  plan 1     

HoqiMtal  buiUing 30 

Contagious  hospital  building 4 

Cold  storage  building 


Totol 2  6  35  8 


Slate  AgricuUural  and  Industrial  School,  Industry 

Alteration  and  additions  to  hospital 1  5 


Thomas  Indian  School,  Iroquois 


Dairy  house  and  cold  storage 6  2 

Addition  to  dairy  bam 2 

Reconstruction  of  corridors 1 


Total 6 


•  •   >  • 


Letchworth  Village,  ThieUs 


Power  house 1  3  3  0 

Service  building.. 7*  6     8 

Store  house,  cold  storage  and  b^cery 4     

Attendants' home 6  9     9 

Industrial  building 1     

Laundry  buikling 7     9 

Cottages.  A.  B,  C  and  D 1     

Eleotric  conduits 1 

Underground  piping  for  heating  cottages 3 


Total 19  25  4  39 


Eastern  New  York  Reformatory   Napanoch 

Hospital  buikling 12     10 

CeU  block 5 

Surface  drainage  and  sewers 1 

Total 12     16 


Dbpabtment  of  Abghitegtube  91 

Newark  CuOodial  Asylum  far  Feeble-Minded  Women 

Workiiic 

drawinsi  Working 

oonitnio-  drawlnfli 

Bketohes        tion  DoUila     engiiiMrinB 

Power  hooM  —  new  boU«n,  ete 1     

HoqMtol  bnildiiig 10  19  7 

92  patient  building 18     


ToUl I  10  9f 


Women's  Relief  Corps  Home,  (ktford 


Addition  to  hoepital  for  elemtor  ahnft. 
Water  Mpply 


Total. 


Rome  State  Custodial  Asylum 

Dormitory  btiiMing 3 


Craig  Colony  for  Epileptics,  Sonyea 


Aiteimtaon  to  laundry  and  equ^ment. 
Retnforoemant  of  raw  water  reaervoir. 


Totnl. 


12 

16 

13 

myea 

3    .. 

3 

1   .. 

•  •••••           •«< 

4     .. 

2 

InsHtution  for  Feeble-Minded  Children,  Syracuse 

New  boilcn  and  atoisen , 


State  Hospital  for  Crippled  and  Deformed  Children,  West 

Haverslraw 


Hoapitnl 14 

Solaria 2 


TotiJ 16 


State  Training  School  for  Boys,  Yorktown  Heights 

Cottagea  f or  boya 6               11  6 

Power  house 9                 6  1 

Water  aupply  syatem 3 

Sewerage  and  aewage  diapoaal 9 

Total 16                17  19 
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Tuberoulooia  hospital. 
Medical  quarters .... 

Main  buildiiic 

Detached  building . . . 


Total 


Pbisons 
Clinton  Prison 

Working 
drawings 
oGnstruo- 
Sketcbes        tion       Details 


Working 


9 
1 
1 
1 


12 


12 


12 


Dannemora  Prison 

Ward  building 3 

Hospital  —  revising  basement  and  stair  hall 1 

Grading  for  north  west  wing 

South  west  wing 


Total 


2 


2 


3 


Ck>mstock  school . 


Great  Meadow  Prison 

2 


Cart  and  wagon  shop . 
Blacksmith  shop 


Total. 


Sing  Sing  Prison 


2 
2 


Alterations  to  old  building. 


Normal  Schools 
Brockport  Normal  School 


Buffalo  Normal  School 


Alterations  to  principal's  residence. 
Heating  work 


ToUl 


New  bmlding. 


Potsdam  Normal  School 
0    . 


4 
4 


Albany  —  new  lights. 
Albany  —  troop  B. . . 
Buffalo  —  troop  I . . . 

Yonkers  armory 

Rochester  —  troop  H . 

Total 


Armories 


18 
15 

33 


1 

25 
13 


89 


1 
24 
29 


54 


2 
6 


8 

3 
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93 


DriUhaU.. 
Feed  house, 
Sheep  bam, 


Educational 
Cornell   University 

Workiiic 

drawinge  Woridiic 

oonetnio-  drawingB 

Sketehee        tion  Details     encineerinc 


Animal  hoabandry 

EzhitntioQ  building,  fatteninc  house. 

Tool  bam 

Central  heatinc  plant 

Underground  steam  mains 


ToUl 


jS^  Lawrence   University 

Aherationa  and  additions  to  shop  building 


Syracuse   University 


Forestry  building. 


1 

4 
1 

4 


10 


1 
26 
1 
1 
1 
1 
1 
2 


33 


28 


8 


2 
14 


21 


Dairy  bam. . . 
Dairy  building 


School  of  Agriculture  and  Domestic  Science^  Delhi 

6     

13  12 


Total 


13 


12 


Stale  School  of  Agriculture,  Farmingdale 


Dairy  ban 

AthleUe  field 

Sidewalks 

Garage  for  superintendent 

Block  plan 

Director's  residence 

Hortieolturs  and  agronomy  buildings . 

Power  house 

Dormitory  number  1 

Sewage  plant 


2 
1 
1 
1 


Total. 


1 
1 
1 


3 


State  School  of  Agriculture,  Morrisville 


8 
0 
9 
16 
1 


43 


Roof  for  reservoir. 


Northern  New  York  Institution  for  Deaf  Mutes,  Malone 

4     
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Public  BuiLDiNas 
State  CapOd 


Woridng 

dnwincB  Workmc 


Edttcaiian  Building 


AgricyUural  Hall 

AltemtioiiB,  first  and  lecond  floon 


OODStfUO- 

SketohM  tion  Details     nnipnfwim 

Department  of  health  offioes.^ 1  2                 7     

Ooremor's  offlee 2  2     

LegislatiYe  library 2     8     

U.  8.  postoffioe,  first  floor 1  

Tax  oommission.  new  furniture,  etc 17     

Floor  desisn  for  fourth  floor 1     


Department  of  architecture,  filing  cases 2 

Room  426,  alterations 1 

Rooms  832,  337  and  342 3 

Insurance  department,  shelving 2 

Room  328,  alterations  and  painting 1 

Department  of  labor,  furniture,  etc 2 


Total 2 


Assembly  library,  bookcases 1     

Secretary  of  State's  office,  alterations,  etc 1     

New  marble  threslKdds,  third  floor 1     

Room  122,  new  partition 1     

Conservation  commission,  supply  ease 1     

Treasurer's  office,  alterations,  etc 1     

Banking  department,  metal  equipment 2     

Department  of  public  worics 1     2 

Assembly  rooms,  alterations,  etc 4     

Western  staircase,  covers  for  floor  boxes 1 

Electric  wiring,  east  wing 7 

Room  428,  sanitary  work 1 

Miscellaneous  work 0     


Total 6  42  28  18 


Park  development 1     

Changes  in  eaves  mold 1     

Indian  cases 9 


State  House 

Reconstruction  for  Court  of  Appeals 6  31  4  8 

Partitions  in  Comptroller's  ofllee 1     


Total 5  88  4  8 
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9S 


Comptroller*!  offioe. 


Conao^ratum  oommianon. 
Bute  Eniineer'a  offioe. . . . 
Probetion  oommiMion. . . . 
Adjutant  Generars  office . 


Total 


Tdeptume  Building 

Workiog 

Working 
drawlnfli 
Sketehea        tiott       Detnila     angimiwtm 

9  4     

1     

3     


14 


8 


Cottece  and  achool  building. 


General 
Onondaga  Reservalion 


Caretaker*!  cottage, 
Mansion , 


Total. 


Potioe  station. 
Total 


Sir  WiUiam  Johnson  Mansion 


Niagara  Reservation 


2 


8 

1 


3 


2 
3 


Freight  houae . . 
Bottling  plant. . 
Comfort  atation, 


Total. 


Saratoga  Reservation 


8 


a 


1 

1 


4 
1 


Caretaker'a  cottage. 
Mansion , 


Total. 


Schuyler  Mansion 


2 


10 


10 


Oeneral  Herkimer  Home 
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Governor  Clinton  HoiLse 


Worldnc 


Working 
drAwingB 
oongtruo- 
Sketebes         tion        Details     engineering 

10  3     


Rep«in. 


Baker  Avenue  House 


6 


Barn 

Superintendent's  residence. 


ToUl 


Miscellaneous 
Dexter  Game  Farm 


2 
3 


Animal  building.. 
Dry  doeet  layout. 


Total. 


Roeebank  and  Hoffmanns  Island 


4 
1 


C<»orete  walk. 


Saratoga  Monument 


Barge  oanal  work 

Warren  county  fish  hatchery. . . . 
Watkins  Glen  —  comfort  station , 


Grand  totals. 


214 


309 


467 


292 


Total  nimiber  of  construction  spedfications  prepared,  94. 
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STATEMENT  OF  PLANS  AND  SPECIFICATIONS  PRE- 
PARED  BY  THE  ENGINEERING  DEPARTMENT  DUR- 
ING  THE  FISCAL  YEAR,  OCTOBER  1,  1914  TO  SEPTEM- 
BER 30,  1915 

Placed  Under  Contract 
Heating 

Specifics 

tion         Job 

Work                              No.          No.  Contract 

Wftrd's  lalftnd Heating,  additional  accommoda- 
tions for  160  male  patienU 2118      168      $11 .425  00 

Ward's  Island Heating,  power  plant  heating  «y»- 

tem  and  equipment 2268      245      110,407  00 

Binghamton Heating,  building  for  chronic  pa- 
tienU   2114      151         10,737  00 

Binghamton New  boiler 2064        80        10.500  00 

Gowanda Underground    steam    connections, 

etc.  for  existing  building 2188        04          3.207  50 

Kings  Park Heating,  additional  accommoda- 
tions, chronic  patients 2134      150          5,531  00 

Middletown Heating,  power  house  equipment . .  2261      212        84,378  00 

Centra]  Islip Heating,      renewal      underground 

steam  mains 2328      201          8,600  00 

Bataria Heating   apparatus,  steam   piping. 

etc.  for  alterations  and  addition 

to  hospital 2203       173           1,206  00 

Newark Heatingnew  hoeiMtal 2121       164          4,301  00 

Newark Heating  cottage  for  02  inmates. . . .  2076      165          6,637  00 

Yorktown  Heighto Heating  seven  cotUges 2102      143        12,047  00 

Letchworth  Village Central  heating  plant  equipment . .  2168      138        45,015  00 

Letehworth  Village Underground  piping 2186      138        18,626  00 

Letchworth  Village Heating,  laundry  building 2208      130          4,482  00 

Letchworth  Village Heating,  service  building 2284      210          7.482  00 

Letchworth  Village Heating  attendanU' home 2280      221          6,134  00 

Industry Heating,  alterations  and  additions 

tohospital 2106      180          1.017  00 

Rome Heating,  dormitory  building 2057      188        10, 107  00 

Hudson Heating,  laundry  buikiing 2200      154          1 ,456  37 

Syraeoae  Institution Improvements  to  heating  system, 

new  boiler,  etc 2201      270          6,000  00 

BirWm.  Johnson  Mans.. Heating,  mansion 2125      183          1,107  00 

Cornell Heating,  greenhouses 2151       161          4,770  00 

Quarantine Heating,  new  animal  building.  Port 

of  New  York 2148      101              558  00 

BufTalo  Normal Heating,  Bu£falo  normal  school 2206        56          7.020  84 

Capitol Heating  517,  fifth  floor 2207     -516  20 

Delhi Heating  dairy  building 2178      170          7,067  00 

Farxningdale Pumping  equipment 2224     ....              400  00 

Onondaga  Reservation Heating     teachers'     cottage     and 

school  building 2253      187          1,087  00 

TroopI Heating.  Troop  1 2060        58          5,712  00 

Warrensburgh  Fish  Hatchery..  Heating,  fish  hatcheries 2264      244              528  00 

State  House Heating,  alterations  and  additions 

for  Court  of  Appeals 2288      207        13,011  00 

Cornell Underground  steam  piping  con- 
duits, pumps,  etc.  in  oonnection 
with  central  heating  plant  items 

2,3,4.6and7 2108      108        10,32100 
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SpecifioA- 

lion  Job 

Work  No.         No.  Coati«ct 

Cornell Underground    steam    piping    oon- 

duiU,  pumpe,  etc.  in  connection 
with  central  heating  plant  items 
2.4and7 2108      108      $31.030  00 


Total ' >403.263  00 


Sanitary 


Ward's  Island Plumbing  and  drainage  additional 

accommodations  150  male  pa- 
tients   

Ward's  Island Plumbing  and  drainage,  new  power 

plant 

Binghamton Plumbing  and  drainage,  buUding, 

chronic  patients 

Kings  Park Plumbing  and  drainage,  additional 

accommodaUons.  chronic  pa- 
tients   

Kings  Park New  wells 

Middletown Plumbing  and  drainage,  power- 
house   

Buffalo  Hospital Renewal  of  sewers 

Newark Plumbing  and  drainage,  new  hos- 
pital     

West  Haverstraw Plumbing  and  drainage,  hospital. . . 

Bedford New  large  open  well 

Yorktown Water  supply  system 

Yorktown Plumbing,  7  cottages 

Letchworth  Village Plumbing  and  drainage,  power- 
house   

Letchworth  Village Plumbing  and   drainage,   laundry 

building 

Letchworth  Village Plumbing    and    drainage,    service 

building , 

Letchworth  Village Plumbing  and  drainage,  attendants' 

home 

Albion Alteration   in    sewers   to   connect 

with  village  sewerage 

Rome Plumbing  and  dramage,  dormitory 

building 

Industry Plumbing  and  drainage,  alterations 

and  additions  to  hospital 

Caintol. Lavatory,  assembly  clerk  room. . . .     Memo. 

Cornell Plumbing,  greenhouses 

Rosebank Plumbing,  drainage  and  gas  piping, 

new  animal  building 

Delhi Plumbing  and  drainage,  dairy  build- 
ing  

Wanrensburgh  Fish  Hatchery. .  Plumbing  and  drainage,  fish  hatch- 
ery  

Troop  I  Armory Plumbing  and  drainage 

State  House Plumbing  and  drainage,  alterations 

and    additions    for    Court    of 

Appeals 2280      207  6.568  00 


2110 

168 

$11,980  00 

2200 

245 

2,793  00 

2115 

151 

13,155  00 

2135 
2302 

150 
278 

8.242  00 
3.995  00 

2262 
2302 

212 
265 

2.087  00 
6.295  00 

2122 
2082 
2171 
2107 
2103 

165 
141 
68 
144 
143 

4.500  00 

2.790  00 

5.845  00 

28.059  10 

11.078  00 

2100 

188 

1.485  00 

2200 

139 

2.415  00 

2285 

219 

7.433  00 

2281 

221 

5.500  00 

2108 

237 

2,040  00 

2058 

188 

10.354  61 

2176 
emo. 
2152 

180 

46 

161 

1.120  00 
115  00 
290  90 

2140 

101 

570  00 

2170 

179 

3.325  00 

2265 
2061 

244 

58 

773  00 
9.240  00 
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Spedfioa- 

tion  Job 

Work                             No.  No.          Contnet 

Sing  ffinc Plambinc  and  drauutge,  new  power 

house 2306  126        $2,259  00 

Cbpiiol  P.  H.  P»rk Gnuling  eewen.  etc 2335  307          7,445  00 


Total $162.75151 


Electric 

Ward's  Island Additional     accommodation,     150 

male  patients 

Ward's  Island Electric  work,  power  house  heating 

system  and  equipment 

Binghamton Electric  work,  building  for  chronic 

patients 

Binghamton Chronic  building 

Kings  Park Electric  work,  additional  accom- 
modation chronic  patients 

Poughkeepsie Motor  for  laundry 

Middletown Electric  work,  power  house 

Bedford Underground  feeders,  etc 

Newark Electric  work,  new  hospital 

Letchworth  Village Laundry  equipment 

Letcbworth  Village Electric  work,  power  house 

Letchworth  Village Electric  service  connection  for  cot- 
tages A,  B.  C  and  D 

Letchworth  Village Electric  work,  new  service  building. 

Letchworth  Village Electric  work,  attendants'  home. . . 

Letchworth  Village Laundry  building  electric  work  and 

equipment 

Industry Electric  work,  alterations  and  ad- 

ditions  to  hospital 

Torktown Electric  work,  7  cottages 

Rome Electric  work,  dormitory  building. . 

Hudaon Laundry  equj|>ment 

Oxford Electric  elevator,  hospital  building. 

Sonyea Laundry  equipment 

Thomas  Indian  School E3ectric  work,  ice  house,  dairy  room 

and  cold  storage 

Oxford Engine  and  dynamo 

Ddhi Electric  work,  dairy  building 

Education  building Electric  wiring  for  book  stacks  and 

reflectors 

Roaebank Electric  work,  animal  building 

Cornell Electric  work  in  greenhouse 

CaiMtol Electric    work,  rooms    100-0   inc., 

superintendent  of  public  works . . 

Capitol Electric  wiring,  west  wing 

Tro(^  I  Armory Electric  work,  Troop  I  Armory 

State  Hoose Electric  work,  alterations  and  ad- 
ditions, Court  of  Appeals 

State  House !.......  Electric  elevator,  Court  of  Appeals. 


2120 

168 

$5,043  00 

2270 

245 

2,250  00 

2110 

151 

6.802  00 

Add. 

151 

6,802  00 

2136 

150 

1.179  00 

2144 

•  •  •  • 

1,971  40 

2263 

212 

3,072  00 

2103 

73 

2,771  00 

2123 

164 

985  00 

2130 

139 

3,278  00 

2170 

138 

254  00 

2287 

137 

5.625  00 

2286 

219 

517  00 

2282 

221 

660  00 

2300 

139 

3,278  00 

2177 

180 

255  00 

2195 

143 

2.099  00 

2050 

188 

3,663  00 

2144 

154 

2,700  00 

2236 

210 

1.980  00 

2234 

218 

6,991  00 

2245 

202 

283  00 

2251 

242 

1.416  00 

2180 

179 

740  00 

2143 

«  •  ■  • 

10.840  00 

2150 

191 

320  00 

2153 

161 

294  00 

2322 

300 

1.382  15 

2276 

32 

606  00 

2062 

«  •  •  • 

2.850  00 

2290 

207 

9.753  00 

2292 

207 

6,446  00 

Total $98,104  55 
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Bids  Received  —  No  Award 
Heating 


Work 

Central  Islip Refrigeration  equipment 

Central  Islip Heating,  extenjiion  to  laundry  and 

equipment 

Ward's  Island Coal  and  ash  conv^ng  equipment 

Buffalo  Hospital Additional  boiler  capacity 

Thomas  Indian  School Heating  for  ice-house,  dairy  room 

and  cold  storage 


Total. 


Specifica- 
tion 
No. 

Job 
No. 

Bid! 

2238 

175 

S23.000  00 

2247 
2311 
2312 

177 
245 
266 

1.480  00 
18.900  00 
13.397  00 

2243 

202 

1.245  00 

•  «  •  • 

$58.022  00 

Sanitary 

Central  Islip Artesian   wells   for   water  supply, 

north  colony  power  plant  and 
south  colony  power  plant 

Hudson Plumbing   and   drainage,   laundry 

building 

Yorktown Sewerage  disposal 

Yorktown Water  supply,  addenda 

Iroquois Plumbing  and  drainage,  ice-house, 

dairy  room  and  cold  storage' 

Onondaga Teachers'  cottage  and  school  build- 
ing          1981       187  1,396  00 


2324 

201 

$4.800  00 

2210 

154 

M5  00 

2225 

145 

73.900  00 

2107 

144 

13,500  00 

2244 

202 

1.290  00 

Total $05.84100 


Electric 

Ward's  Island Electric  elevator,  additional  accom- 

modaUons.  male 2101       168        $2.800  00 

Central  Islip Electric  work,  refrigrator  and  ice 

making  plant 2240      175  1,680  00 

Central  Islip Electric  work  and  equipment,  ex- 
tension to  laundry 2240       177  1.526  00 


Total $5,006  00 


Estimate  —  No  Bids  Received 

Heating 


Work 

Oxford ^ . . .  Air  compressor 

St.  Lawrence  University 

Sing  Sing Heating,  cart  and  wagon  shop.. . 

Sing  Sing Heating,  blacksmith  shop 

Capitol Radiator,  assembly  speaker. .... 

Capitol Heating,   alterations   to   executive 

chamber 

Dexter Heating  superintendent  cottage . . . 


Specifica- 
tion 
No. 

Job 
No. 

Estimate 

2301 
2330 
2092 

286 

310 

•  •  • . 

109 

46 

$3.500  00 
1.500  00 

2112 
Memo. 

10.000  OO 
50  OO 

2345 
2157 

295 
178 

800  00 
300  00 
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OpeciBOBi' 


Work 

Cipitol Heating  room  No.  162 

Weid*8  Ubod Central  heating  plant 

Brnghamton 

Heat,  eottth  west  wing,  ward  build- 

in« 


Total 


tion         Job 
No.         No. 

2216     .... 


2321      272 
2140      103 


Eetimate 

$100  00 
76,000  00 
20,000  00 

6,800  00 


....     $118.050  00 


Sanitary 


Central  lalip Plumbing  and  drainage,  refrigerator 

and  ioe  making  plant 

Central  Uip Plimibing  and  drainage  eztenaion 

to  laundry 

Mohaneie Sewerage  and  sewage  disposal  plant 

Napanooh Plumbing  in  cell  blocks. . '. 

Napanoeh Service  drainage  and  sewers 

Dexter Plumbing,  superintendent's  cot- 
tage  

State  House New  flush  tanks  for  women's  toilet. 

Dannemora Plumbing,  southwest  ward  build- 
ing  

Gapltc^ Plumbing,  room  428,  superintendent 

weights  and  measures 

Capitol Plumbing  and  drainage,  new  ele- 
vator and  other  alterations,  ex- 
ecutive chamber 


Totil. 


2239 

176 

$1,200  00 

2248 

2836 

2164 

None 

177 
266 
102 
279 

1.200  00 

76,000  00 

18,000  00 

'   7,000  00 

2158 
2195 

178 

•  •  ■  • 

400  00 
00  00 

2141 

193 

3,800  00 

2207 

287 

700  00 

2360 

296 

•  •  •  • 

1,600  00 

$108,860  00 

Electric 

Dannemora Electric  w<»-k,  southwest  wing  ward 

building 

Dexter Electric  work,  superintendent  cot- 
tage  

Albany,  10th  Regiment  Arm. .  New  lights,  driU  hall 

Cai^tol Bronse  fronts  for  switches 

C^tol Electric  work,  room  426 

Ci^nt<J Electric  fixtures,  east  wing 

Cftpttol Electric  elevator,  east  end 

Ospitol New  elevator,  alterations  in  execu- 
tive chamber 

Capitol New  elevatw,  alterations  in  execu- 
tive chamber 

State  Arsenal Wiring  storerocnn 

Troop  I  Armory Qasoline    engine    driven,    electric 

generating  set 

Troop  B Electric  fixtures 

St.  Lawrence  University Electric  work,  alterations,  additions 

to  shop  building 

Total 


2142      193        $2,000  00 


2169 

178 

600  00 

2175 

«  •  •  • 

600  00 

2189 

•  •  •  ■ 

2,400  00 

2184 

•  •  •  • 

360  00 

2233 

196 

38.000  00 

2304 

296 

30.000  00 

2349 

296 

1.600  00 

2327 

295 

3,000  00 

2242 

238 

100  00 

2266 

68 

6.800  00 

2343 

3 

700  00 

2332 

310 

160  00 

•  •  «  • 

$86,100  00 
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Placed  under  oontraot 

Bids  reoeived,  no  awards . . 
EaUmate,  no  bida  received. 

Total 

Placed  under  contract 

Bida  received,  no  awards . . 
Eatimate,  no  bids  received. 

Total 

Placed  under  oontraot 

Bids  received,  no  awards . . 
Rstimate,  no  bids  received. 

Total 

Total 


General  Summary 
Heating 

Number 

of 

plans  and 

■pedficar 

taona 

34 

5 

10 

1 

Amount 
$493,263  00 

58.022  00 

118.050  00 

49 

1660.335  00 

Sanitary 

28 

6 

10 

SI 62. 751  51 

95.841  00 

106.8MOO 

44 

$367,452  51 

Electric 

32 

3 

13 

$08,104  55 

6,006  00 

86,100  00 

48 

$190,210  55 

141 

$1,226,008  06 

.  • 
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State  of  New  York 


Xo.  34 


IN     SENATE 


Annual  Report  of  the  Department  of 

Architecture 


State  of  Xew  York 
Depaetment  of  Architecture 

Albany,  February  23,  1917. 

Honorable  Edward  Schoeneck,  President  of  the  Setwte,  Albany, 
N.  Y.: 

Sir. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  Xew  York,  for  the  fiscal  year  ending  June  30,  1916. 

Respectfully  yourj^, 

L.  F.  PILCHER, 

State  Architrcf, 
[3] 


State  of  New  Yor 


K 


Xo.  34 


IN    SENATES 


Annual  Report  of  the  Department  of 

Architecture 


State  of  Xew  York 
Department  of  Architect  ire 

Albany,  February  23,  1917. 

Honorable  Edward  Schoeneck,  President  of  the  Scivate,  Albany, 
N.  Y.: 

Sir. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  Xew  York,  for  the  fiscal  year  ending  June  30,  1916. 

Respectfully  yourt*, 

L.  F.  PILCHER, 

Sfnfp  Archifrrf, 
[3] 


Depcfftment  ^i  Arcbitectiti^,  State  of  New  York, 

Albany,  N.  Y. 

To  the  Uonorahle,  the  SetuUe,  State  of  New  York: 

Oentlemen. —  The  third  annual  report  of  the  Department  of 
Architecture  is  hereby  submitted. 

The  change  in  the  fiscal  year,  authorized  by  your  honorable 
body  and  approved  by  the  Executive,  placed  the  Departanwit  of 
Architecture  upon  a  nine  months'  operating  basis,  from  October  1, 
1915,  to  June  30,  1916,  inclusive.  The  report  of  the  Depart- 
ment, as  compared  with  the  preceding  year  of  twelve  months, 
shows  a  decrease  in  the  volume  of  eonstrnction  placed  Tinder  con- 
tract and  departmental  supervision,  due  to  two  causes: 

First.  The  operation  of  the  nine  moirths'  period,  as  compared 
with  the  preceding  fiscal  year  of  twelve  mon^ths. 

Second.  The  prosecution  of  contract  development  only  where 
deemed  absolutely  necessary  and  in  the  face  of  exceeding  high 
cost  of  labor  and  all  building  material. 

I  have  advised  the  holding  in  abeyance  of  all  State  and  institu- 
tional development,  except  where  new  buildings  and  enlargements 
have  been  deemed  absolutely  necessary  to  meet  increasing 
demands,  especially  among  the  insane  hospitals,  the  charitable 
institutions  and  the  prisons,  because  of  this  increased  cost. 

There  Tias  been  a  steady  advance  in  building  material  since  the 
European  war  and  labor  has  advanced  to  new  high  levels.  These 
conditions  have  had  a  marked  effect  upon  proposals  along  all 
lines  of  building  construction,  and  legislative  appropriations, 
fullv  sufficient  under  normal  conditions,  have  been  entirely  inade- 
quate  for  construction  along  desired  and  contemplated  lines. 

'State  departments   and   institutions,   in   making   requests  for 

plans  and  specifications  for  new  buildings,  outlined  their  needs 

and  the  Department  has  prepared  designs  an  conformitv.      The 

proposals  received  for  the  class  or  type  of  construction  desired 

have,   in  nearly  every  instance  during  the  year,   exceeded  the 

available  appropriations  by  very  material  figures.      The  result 

has  been  that  the  plans  and  specifications  have  been  revised  and 

the  institutional  necessities  diminished  to  the  point  where  the 

[5] 


8  AwifUAiL  Report  of  the 

Certificates  issued  on  contracts, 

Oct.    1,    1915,    to   June  AO, 

1916 $1,519,^99  52 

Certificates     issued     prior     to 

Oct.  1,  1915 1,867,906  42 

3,387,505  U 

Balance,  certificates  due $1,838,128  00 

The  departmental  maintenance  cost  for  the  period  covering 
the  work,  in  part  as  summarized  above,  was  $137,4^9.72,  includ- 
ing a  pay  roll  charge  of  $116,361.^ ;  oflfiee  supplies  and  expenses* 
$8,652.47 ;  traveling  expenses  incurred  in  supervision  of  contract 
work  in  various  parts  of  the  State,  $6,521.11;  contingent, 
$2,299.25,  and  New  York  office,  maintenance,  $1,605.51.  The 
average  monthly  cost  of  operating  the  Department  for  the  past 
nine  months  was  $15,271.08,  as  against  $15,798.17  per  month 
for  the  preceding  fiscal  year.  This  shows  that  the  cost  of  main- 
taining the  Department  for  the  fiscal  year  of  nine  months,  plus 
three  additional  months,  ivill  be  about  $6,200  less  than  the  pre- 
ceding fiscal  year  of  twelve  months. 

There  was  also  disbursed  for  salaries  and  paid  out  of  appro- 
priations as  follows:  Chapter  728,  Laws  of  1915,  capitol  recon- 
struction, $293;  chapter  728,  Laws  of  1915,  Syracuse  University, 
$1,766.66;  a  total  of  $2,059.66. 

Balances  in  the  different  departmental  appropriations  for  the 
fiscal  year  aggregated  $47,279.32,  as  against  $20,509.25  for  the 
preceding  twelve  months. 

The  difference  in  the  total  face  of  contracts  and  orders  admin- 
istered under  my  supervision  for  the  year  ending  June  30,  1910 
—  $5,456,538.68,  as  comparer!  with  $7,560,461.16  for  the  year 
ending  September  30,  1915  —  is  accounted  for  by  the  legislative 
change  in  the  fiscal  year,  making  the  past  year  one  of  nine 
months,  and  the  general  tendency  to  curtail  building  operations 
except  where  absolutely  necessary  because  of  the  high  cost  of  all 
building  material,  and  the  further  fact  that  the  report  cover? 
that  part  of  the  year  during  which  time  much  preliminary  work 
is  under  way  and  which  does  not  appear  in  the  form  of 
the  completed  record  drawings  and  specifications  and  contract 
development. 
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Certificates  issued  on  contracts, 

Oct.    1,    1915,   to   June  30, 

1916 $1,519,599  52 

Certificates     issued     prior     t© 

Oct.  1,  1915 1,867,906  42 

3,387,505  94 

Balance,  certificates  due $1,838,128  09 

The  departmental  maintenance  cost  for  the  period  covering 
the  work,  in  part  as  mimmarized  above,  was  $187,439.72,  includ- 
ing a  pay  toU  chai-ge  of  $116,301.^ ;  office  supplies  and  expenses, 
$8,652.47 ;  traveling  expenses  incurred  in  supervision  of  contract 
work  in  various  parts  of  the  State,  $8,521.11;  contingent, 
$2,299.25,  and  Xew  York  offiee,  maintenance,  $1,605.51.  The 
average  monthly  cost  of  operati-ng  the  Deparianent  for  the  past 
nine  months  was  $15,271.08,  as  against  $15,798.17  per  m<mth 
for  the  preceding  fiscal  year.  This  shows  that  the  cost  of  main- 
taining the  Department  for  the  fiscal  year  of  nine  months,  plus 
three  additional  months,  ivill  he  about  $6,200  less  than  the  pre- 
ceding fiscal  year  of  twelve  months. 

There  was  also  disbursed  for  salaries  and  paid  out  of  appro- 
priations as  follows:  Chapter  728,  Laws  of  1915,  capitol  recon- 
struction, $293 ;  chapter  728,  Laws  of  1915,  Syracuse  University, 
$1,766.66 ;  a  total  of  $2,059.66. 

Balances  in  the  diflFerent  departmental  appropriations  for  the 
fiscal  year  aggregated  $47,279.32,  as  against  $20,509.25  for  the 
preceding  twelve  months. 

The  difference  in  the  total  face  of  contracts  and  orders  admin- 
istered imder  my  supervision  for  the  year  ending  June  30,  1910 
—  $5,456,538.68,  as  compared  with  $7,560,461.16  for  the  year 
ending  September  30,  1915  —  is  accounted  for  by  the  legislative 
change  in  the  fiscal  year,  making  the  past  year  one  of  nine 
months,  and  the  general  tendency  to  curtail  building  operations 
except  where  absolutely  necessary  because  of  the  high  cost  of  all 
building  material,  and  the  further  fact  that  the  report  cover? 
that  part  of  the  year  during  which  time  much  preliminary  work 
is  imder  way  and  which  does  not  appear  in  the  form  of 
the  completed  record  drawings  and  specifications  and  contract 
development. 
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Annual  Report  of  the 


Tiider  the  appropriation  bill  for  the  year  provision  was  niad'^ 
for  six  additional  superintendents  of  building  eonstruction 
because  of  mv  desire  to  increase  the  effectiveness  of  State  con- 
strnction  work  and  to  better  saf^uard  the  State's  interests. 
Only  two  were  appoint(  d  as  I  deemed  this  increase  in  the  inspec- 
tion force  sufficient  to  carry  on  the  work  of  tliat  Department 
until   conditions  will   pennit  an  increase  in  construction  work. 


Summary  Statement  Showing  Contracts  in  Force  October 
1,  1915  TO  June  30,  1916,  Certificates  Issued  on  Contracts, 
October  1,  1915  to  June  30,  1916,  and  Certificates  Issukd 
Prior  to  October  1,  1915 


Contracts  in 

fori'e  October 

1.  1915  to  June 

3U,  1916 

Certificates 
issued  on  con- 
tracts October 
1,  1915  to  June 
30.  1916 

Certificates 

issued  prior 

to  October 

1.  1915 

Total  certifi- 
cates issued  on 

contracts  in 

force  October 

1.  1915  to  June 

30. 1916 

Hospitals 

$1,655,282  14 

1.201,363  02 

346,973  37 

373,536  57 

18.516  69 

1,061,154  00 

513.253  54 

16,711  99 

43,220  71 

$458,027  87 

430,759  06 

8.885  50 

118,002  29 

12.318  07 

337,955  03 

132.896  71 

2.859  80 

17.895  19 

$338,689  10 

368.126  83 

324.639  99 

144,273  76 

6.198  62 

443,683  99 

218,573  11 

9,663  99 

14,057  03 

$796,716  97 

Chnritim 

798,885  S9 

Prisom 

333.525  49 

Armories 

262,276  05 

Normal  schools 

18.516  69 

Educational 

781.639  02 

Public  buildioss 

351,460  k2 

Regulative 

12.523  79 

General 

31,952  22 

Less  defaulted  contract. . . . 

So, 230. 012  03 
4.378  00 

$1,519,599  52 

$1,867,906  42 

$3,387,503  94 

$5,225,634  03 

rxDEu  Special  Fund  Estimates 

There  were  2'iS  special  fund  estimates  considered  by  the 
Department,  amounting  to  $507,790.00.  Of  this  number,  2-] 
estimates,  amounting  to  $373,832.49,  submitted  from  various 
State  h()s|)ital8,  were  included  under  contracts  awarded.  There 
were  8  at  the  ilanhattan  State  Hospital,  5  at  the  Middletown 
State  Hospital,  4  at  the  Central  Islip  State  Hospital,  2  each  at 
the  Binghamton  State  Hospital  and  the  Buffalo  State  Hospital 
and  1  each  at  the  Brooklyn  State  Hospital  and  the  Kings  Par^ 
State  Hospital. 

These  special  fund  estimates  cover  work  by  the  various  institii- 
ticms,  in  both  the  construction  and  the  engineering  branches,  bv 
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inmate  and  day  labor  and  the  purchase  of  materials  in  the  open 
market. 

The  submission  of  these  estimates  to  the  Department  of  Archi- 
tecture for  consideration  has  become  more  or  less  optional  with 
the  i^everfti  Slate  <)liic!al5i  and  commissions  to  whiih  the  variou.^ 
State  intititutions  refwrt,  subject  to  such  retjuirements  as  may  he 
made  by  the  State  Comptroller. 

The  special  fund  estimates  so  submitted  are  supposed  to  cover 
all  work  to  be  executed  under  plans  and  specifications  ])repared 
by  the  Department  of  Architecture;  all  work  charged  aiijainst 
specific  appropriations,  other  than  for  maintenance  and  for  which 
the  State  Comptroller  requires  the  joint  letter  of  release,  signed 
bv  the  State  Architect  and  the  State  official  or  commission  to 
whom  the  institution  reports,  and  such  other  special  fund  cr^ti- 
mates  upon  which  the  technical  advice  of  the  I)e])artment  of 
Architecture  is  requested. 

It  will  be  noted  from  the  appended  list  that  while  about  the 
usual  number  of  special  fund  estimates  have  been  submitted  by 
the  State  Hospital  Commission,  the  State  Superintendent  of 
Prisons  and  miscellaneous  State  institutions,  the  number  of  esti- 
mates received  from  the  institutions  reporting  through  the  State 
Fiscal  Supervisor  of  Charities  has  grown  gradually  less,  and  that 
(mly  seven  special  fund  estimates  were  received  from  that  depart- 
ment during  the  nine  months  covered  by  this  report. 

The  following  ip  the  number  and  amounts  of  all  special  fi'n  1 
estiniatcfj,  not  included  in  contracts,  received  and  considered  dur- 
ing the  above  period: 

State  Hospitals 

Efttimates  Amniint 

T^inghamton  State  Hospital    14  $6,603  77 

Brooklyn  State  Hos])ital 15  4,700  01 

BuflFalo  State  Hospital    10  4,882  32 

Central  Islip  State  Hospital 15  14,292  91 

Gowanda  State  Hospital 2  1,406  50 

Hudson  River  State  Hof?pital 2  839  50 

Kings  Park  State  Hospital 14  2,255  50 

Manhattan  State  Hospital 33  28,968  08 

Middletown  State  Hospital 7  1,993  59 


12  AvrsrcKh  Repokt  o^  the 

Estimatea  Amount 

Mohansic  State  Hospital 2  752  86 

fioefaest)^  State  Hospital 7  2,614  99 

St  Lawrence  State  Hospital 3  5,150  00 


124      $74,520  66 


Charitable  InstituHons 

Thomas  Indian  School,  Iroquois 2  $1,79S  99 

Custodial     Asvlum     for     Feeble     Minded 

Women,  Newark   1  1,550  71 

Eastern  ]ffew  York  Reformatory,  Napanoeh  1  19,605  78 

State  Institution  for  Feeble  Minded  Chil- 
dren, Syracuse 1  1,854  00 

Letchworth  Village,  Thiells   2  1,109  33 


7      $25,807  81 


State  Prisons 

Auburn  Prison 1  $256  67 

Clinton  Prison 18  25,071  60 

Dannemora  Hospital 22  14,779  27 

Great  Meadow  Prison 11  8,486  53 

Matteawan  Prison 6  13,542  42 

Sing  Sing  Prison 8  4,665  44 


66      $66,801  93 


Other  Institutional  Groups 

Brockport  Normal  School 3  $1,964  66 

Cornell  University 2  2,871  59 

Fredbnia  Normal  School 1  480  00 

Letchworth  Paric 1  4,597  66 

School  of  Agriculture  and  Domestic  Science, 

Delhi 4  11,126  57 
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Onondaga  ludiaa  Beserviition 

Saratoga  Reservation 

St.   I&egis  Indian  Beaervaftion 

Syracuse  University   

Thatcher  Park,  Albany 

Watkins  Olen,  Watkins   .... 


Estimates 

Amount 

1 

830  £3 

1 

1,099  84 

2 

500  00 

1 

85  00 

1 

780  00 

1 

2,497  32 

18 

$26,833  IT 

215    $193,963  57 
Ineltwied  in  eontraet« ^      373,832  4d 


Total 238    $567,7^  06 


Xew  Projects  Consii«:red 

One  hundred  and  thii-ty-five  n«w  pro}eet«  "wiiicii  involved  « 
survey  aiiid, 'in  the  majority  of  cases,  the  preparation  of  planfi, 
sketches,  working  drawings  and  detailed  specifieations,  prepara- 
tory to  contract  award,  were  considered  by  the  drafting  aand 
engineering  divissions  during  the  year.  This  work  involved  the 
preparing  of  plans  and  specifications,  as  stated,  and  revisions 
where  neeessary,  the  securing  of  estimates  preliminary  to  appro- 
priation and  the  supplying  of  all  information  required  by  the 
institutions  where  the  work  was  projected.  Some  projects  were 
abandoned,  after  extensive  study  by  the  Dei>ai'tment,  because  of 
failure  of  legislative  appropriation.  Each  project  was  considered 
n[)on  the  request  of  institutional  boards  or  coramissipns  and  the 
data  which  was  secured  will  he  immediatelv  available  when  an 
appropriation  is  made. 

Institutional  and  departmental  work  given  attention  during 
the  vear  follows: 

Jf,b  number  institution  Wjrk 

331 Gowandn  Stite  Hospital Increased  water  supply. 

332 Elmira  R*forniatrtry Shop  No.  4. 

333 Gowanda  State  Hospital Repairs  to  power  houM  stack. 

334 Mohinsic  State  Ho^tal Water  supply. 

335 Utica  State  Hospital Mortuary,  bakery,  boiler  house,  and  in- 
creasing aooommodations  in  {>ati«nta* 
building. 
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Job  number 

336 

337 

338 

339 

340 

341 

342 

343 

344 

345 

3t6 

347 

348 

340 

360 

351 

352 

353 

354 

355 

356 

357 

358 

359 

360 

361 

362 

363 

364 

365 

356 

367 

368 

369 

370 

371 

372 

373 

374 

375 

376 

377 

378 

379 

380 

381 

3«2 

3S3 

384 


Inatitution  Work 

Women's  Relief  Corps  Home,  Oxford . .     Sewage  disposal  plant. 

Training  School  for  Girk,  Hudson ....     Entrance  gatehouse. 

Training  School  for  Girls,  Hudson ....     Disciplinary  building. 

Training  School  for  Girk,  Hudson ....     Ck>mpleting  power  house  syBtem. 

Training  School  for  Girk,  Hudson ....     Roof,  administration  building. 

Training  School  for  Girk.  Hudson ....     Storehouse,  refrigerating  plant. 

Training  School  for  Girk,  Hudson ....     Painting  cottages. 

Training  School  for  Girk,  Hudson ....     Superintendent's  home. 

Training  School  for  Girk,  Hudson ....     Employees'  home. 

Training  School  for  Girk,  Hudson ....     Staff  house. 

State  Capitol Alterations,  judiciary  committee  Tooxa, 

Senate. 

Letchworth  Village,  Thielk Two  railroad  bridges. 

Rochester  State  Hospital Fifty  patient  cottage,  150  patient  build- 
ing, two  40  patient  cottages,  etc. 

Cornell  University Zoology  and  entomology  hall. 

Matteawan  State  Hospital Building  improvement  extension. 

St.  Lawrence  State  Hospital Completing  coal  shed. 

St.  Lawrence  State  Hospital Accommodations  for  100  emplojrees. 

Women's  Relief  Corps  Home Sewage  disposal  plant. 

Letchworth  Village Administration  and  industrial  buildinfi, 

assembly  hall,  shop,  cottages,  sewers, 
etc. 

Governor  Clinton  home Completing  home. 

Education  building Changes    to    eaves,    repairing    wslb, 

changes  in  pipes,  etc. 

Hudson  River  State  Hospital Extension  of  water  intake  system. 

Hudson  River  State  Hospital Repairing  main  chimney  stack. 

State  Capitol Rearranging  Assembly  post  office. 

Brooklyn  State  Hospital Reception  hospital. 

Troop  H  armory,  Rochester Armory. 

Geneseo  Normal  College New  boiler. 

State  Capitol Additional  shelving,  legklative  library. 

State  Capitol Steel  lockers,  messanine  floor,  west  cor- 
ridor. 

State  Training  School  for  Girk,  Hud- 
son       Drawings  of  Mclntyre  residenoe. 

Telephone  building Metal  furniture,  adjutant-general's  officr. 

State  Training  School  for  Girk,  Hud- 
son       Coal  trestle. 

State  Capitol Tile  floors,  room  319. 

State  Capitol Lighting  fixtures.  Senate  chamber. 

State  Capitol Bronie  regktcrs,  third  floor. 

Schuyler  Mansion Restoring  mansion. 

State  Capitol Repairs,  Assembly  grill. 

Tenth  Battalion  .\rmory.  Albany Fire  escapes. 

State  Capitol Reconstructing    corridors,     Assembly 

parlor. 

Agriculturp.l  Hall Repftirs,  alterations. 

State  Capitol Painting    rcom    139,    lighting    fixtures. 

ro^mi  139,  140.  HI. 

State  Capitol Skylights,  rooms  444,  415. 

State  Capitol Repairing,  reconstructing  room  238. 

State  Capitol R?pairini{  leaks,  west  staircase. 

Grant  Cottag**.  Mt.  McGregor Bronxe  tablet  and  sign. 

Health  Department,  ^Uaauy Concrete  reservoir,  water  supply. 

Sing  Sing  Prison Topographical  map. 

State  Capitol Waterproofing  root,  north  and  south  ap- 
proaches. 

State  Capitol Electric    work,    north    and    south   sp- 

proaehes. 
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Job  number  Institution  Work 

385 Brooklyn  State  Hospital Record  dra wings  of  reception  and  chronic 

hospital. 
386 State  Capitol Reconstructing    and    decorating    roomii 

vacated  by  Court  of  Appeals. 

387 State  Capitol Directory  board.  Industrial  Commission. 

388 Sing  Sing  Priaon Detailed  estimates  of  cell  block,  etc. 

389 Long  Island  Normal  School Estimates  for  250  normal  and  675  grade 

student  building. 
390 State  Capitol Colors     case.    Thirteenth    New     York 

Cavalry. 
391 State  Capitol Painting,   alterations,   rooms   241,   245, 

246,  parts  of  rooms  248,  249. 
392 Linlithgo  fish  hatchery Hot  water  heating  plant,  director's  resi- 
dence. 

393 Brockport  Normal  School Repairs,  principal's  residence. 

3&1 State  Capitol Alterations,  press   headquarters,    third 

floor. 

395 Tenth  Battalion  Armory,  Albany Repairs,  electric  equipment. 

396 Delaware  and  Hudson  building,  Albany.    Alterationii,   rooms   for   Supreme   Court 

reporter. 
397 Delaware  and  Hudson  building,  Albany,    Alterations,  rooma  for  indexing  session 

laws. 

398 St.  Lawrence  State  Hospital Estimates  for  fire  escapes. 

399.* School  for  Deaf  Mutes,  Malone Annex,  kin  lergartcn  building. 

400 SUte  Capitol Toilets,  room  608. 

401 Manhattan  State  Hospital New  water  main. 

402 Manhattan  State  Hospital Elevators,  200  patient  building. 

403 Letchworth  Village Extending  sewer  lines  to  connect  laundry 

404 Watkins  Glen  Reservation Rest  room. 

405 Manhattan  State  Hospital Power  plant. 

406 Tenth  Battalion  Armory,  Albany Changes  in  basement,  ventilation,  etc. 

407 State  Hall Electric  fixtures. 

408 State  Capitol Estimates,  fireproof  cases.  Department  of 

Architecture. 

409 Hospital  for  Crippled  and  Deformed 

Children,  West  Haverstraw Completing  hospital. 

410 State  School  of  Agriculture,  Cobleskill.     Dairy  and  horse  barn. 

411 State  School  of  Agriculture,  Cobleskill.     Hog  house. 

412 State  School  of  Agriculture,  Cobleskill.     Dairy  building  and  apparatus. 

413 State  School  of  Agriculture,  Cobleskill.    Two  silos. 

414 Brockport  Normal  School Painting,  repairs  to  roofs. 

415 State  Capitol East  gallery,  Assembly  Chamber. 

416 Letchworth  Village Alterations,    extension    of    dam,    block 

plans. 

417 Letchworth  Village Storehouse,  refrigerating  plant. 

418 Letchworth  Village Cottages  E.  F,  G  and  H. 

419 Letchworth  Village Conduit,  steam  and  return  piping,  boys' 

group. 

420 Craig  Colony  for  Epileptics,  Sonyea.. .     Water  supply. 

421 Custodial  Asylum  for  Feeble  Minded 

Women,  Newark Farm  barn. 

422 Matteawan  State  Hospital Dining  room  and  kitchen,  second  story 

accommodations  for  patients. 

423 Great  Meadow  Prison Shop  building. 

424 State  Agricultural  Experiment  Station, 

Geneva Administration,    library,    demonstration 

building,  etc. 
425 State  Capitol Painting,  refinishing  rooms  344,  345  and 

340. 
426 Binghamton  State  Hospital Repairs,  alterations  to  coal  trestle. 
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Job  number  Institution  Work 

427 St  Lawrence  University,  Canton Alterations  and  additions,  manual  traio- 

ing  shop,  etc. 

428 Training  School  for  Girls,  Hudson. . . .     New  roof,  administntion  building. 

429 State  Capitol Alterations,  office  of  the  Superintendent 

of  Prisons. 

430 New  Palts  Normal  School Addition  to  school. 

431 Great  Meadow  Prison Piggery. 

432 State  Institute  for  Study  of  Malignant 

Disease,  Buffalo FOter. 

433 Brooklyn  State  Hospital Storehouse,  cold  storage  building. 

434 Central  lalip  State  Hospital Additional  water  supply. 

435 Central  Islip  S^ate  Hospital Conduit,  steam  pipe  lines. 

436 Binghamton  State  Hospital Enlargement  and  equipment  of  laundry. 

437 State   College  of   Forestry,   Syracuse 

University Heating  power  plant. 

438 Craig  Colony  for  Epileptics,  Sonyea. . .     Coal  storage  plant,  equipment,  etc. 

430 Hospital  for  Crippled  and  Deformed 

Children,  West  Haverstraw Laundry. 

440 School    of    Agriculture,    Farmingdale. 

L.  I Horse  barns. 

441 School    of    Agriculture,    Farmingdale, 

L.  I Hog  house. 

442 School   of    Agriculture,    Farmingdale, 

L.  I Greenhouse. 

443 Middletown  State  Hospital Tuberculosis  hospital. 

444 Middletown  S  ate  Hospital Piggery. 

445 Troop  B  Armory,  Albany Interior  drainage. 

446 Craig  Colony  for  Epileptics,  Sonyea.. .     Dormitory. 

447 Manhattan  State  Hospital Additional  accommodations  for  disturbed 

patienta. 

448 Central  Islip  State  Hospital Additional    accommodations   for  acute 

patienta. 

440 School  of  Agriculture  and  Domestic 

Science,  Delhi Changes  and  rq>airs  to  academy  building. 

450 Crown  Point  Reservation Well. 

451 State  School  for  the  Blind,  Batavia. . .     Additional  toilet  room,  equipment 

452 State  School  for  the  Blind,  Batavia. . .     Additional  fire  protection. 

453 State  School  for  the  Blind,  Batavia. . .     New  pump  house. 

454 Rochester  State  Hospital Additional  accommodations  for  disturbed 

patienta. 

455 Rochester  State  Hospital Fire  escapes. 

456 Thomas  Indian  School,  Iroquois Completing  barn. 

457 General  Herkimer  Home.  Danube ....     Caretaker's  cottage. 

458 Wingdale  or  Beekman  Prison New  farm  and  industrial  prison. 

450 Custodial  Asylum  for  Feeble  Minded 

Women,  Newark Filter,  water  purification  plant. 

460 Custodial  Asylum  for  Feeble  Minded 

Women,  Newark Elevated  water  tank. 

401 State  Farm  for  Women,  Valatie Stairwasrs  to  attic. 

462 Willard  State  Hospital Fire  escapea. 

463 Letohworth  Village  (consolidated  with 

job  No.  416). 

464 Saratoga  Reservation Bottiiqg  plant. 

465 State     Agricultural     and     Industrial 

School,  Industry Boys'  cottage. 

466 '   Oswego  Normal  School Underground  passage,  street  to  school. 
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Increased  Bed  Cost 

While  it  is  difficult  to  analyze  construction  figures  because  of 
the  various  details  entering  into  the  building  of  ward  buildings, 
dormitories,  cottages,  homes  for  nurses  or  other  employees,  it  is 
easily  seen  that  building  cost,  when  reduced  to  inmate  or  other 
individual  bed  capacity,  has  greatly  increased  within  the  past 
decade.  Certain  tv'pes  of  institutional  service  buildings,  such 
as  the  reception  hospital  at  the  Brooklyn  State  Hospital,  where 
the  highest  construction  cost  per  inmate  bed  prevails,  requires 
construction  to  pennit  observation  and  special  care  and  treat- 
ment of  patients,  expensive  equipment,  etc.  Fireproof,  semi- 
fireproof  and  ordinary  building  or  non-firei)roof  construction  also 
enters  into  the  cost  per  inmate  bed,  as  well  as  other  construction 
details  necessary  to  meet  local  conditions.  This  table  will  show 
the  variance  in  bed  construction  cost  and  it  will  be  noted  that 
the  highest  cost  prevails  among  buildings  placed  under  constme- 
tion  within  the  last  vear  or  two: 


State  Hospitals 


Wabd  Buildin'os  at 


Hudson  River. 
Manhattan.  .  . 
Manhattan.  .  . 

Brooklyn* 

Brooklyn 

Bin^uunton . . . 
Rochester 


Cottages  at 

Central  IsUp 

KtncB  Park 

Manhattan 

Central  blip  X 


Homes  for  Nurses  or   Em- 
ployees AT 

Buffalo 

BinKhamtoD 

Mi<Mletown 

Central  Islip 

Maebattan 

Rochester 

KinsB  Parted 


Built 
in 


1900 
1013 
1913 
1015 
1915 
1015 
1916 


1909 
1910 
1910 
1912 


1004 
1907 
1008 
1909 
1012 
1013 


Cost  or 
contract 
price 


S223.372  00 
173,100  00 
146.8^17  OD 
176.162  00 
234,743  00 
108. H74  00 
t27,500  00 


27.S.000  00 
2S2,000  00 
148.000  00 
176,666  00 


36. ISO  00 
73,775  00 
74,025  00 

107.200  00 
96,890  00 
56.707  00 

127.274  00 


Bed 

Cost 

capacity 

per  beJ 

440 

$:)07  00 

207 

836  00 

loO 

97S  0*) 

154 

1.144  00 

440 

534  00 

2H2 

705  00 

42 

654  00 

600 

403  00 

600 

470  00 

200 

740  00 

300 

5S8  00 

101 

348  00 

150 

491  00 

loO 

500  00 

210 

510  00 

116 

8,35  00 

IWi 

535  00 

180 

707  00 

Construction 
type 


Noc-fircproof. 

Fireproof. 

F'ireproof. 

Fireproof. 

Fireproof. 

Fireproof. 

Semi-fireproof. 


Non-fireproof. 
Non-fireproof. 
Non-fireproof. 
Non-fireproof. 


Non-fireproof. 

Non-fireproof. 

Non-fir^roof. 

Non-fireproof. 

Fireproof. 

Fireproof. 

Fireproof. 


*  Reception    hospital.  t  Estimated. 

March  3,  1916,  r^ected;  over  appropriation. 


X  Inclurles    dining-room. 


\  Bids   received 
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Charitable  Institutions 


DORMTTOBY    BuiLDIXGS    AT 


Rome  Custodial  Asylum 

Letchworth    Village.    Cottages 

A.  B,  C,  D 

Craig    Colony    for    Epileptics, 

Sonyea,  west  group 

Costoaial  Asylum  for  Feeble- 

Minded  Women,  Newark.  . 

Home  Custodial  Asylum 

Craig   Colony   for    Epileptics, 

Sonyea,  Nos.  2  and  3 

Letchworth    Village,   Cottages 

E,  F,  G,  H 


COTTAOES  AT 

Training  School  for  Girls,  Bed- 
ford Hills: 

Nos.  9. 10  and  11 

Nos.  13,  14,  15  and  16 


Hospitals  at 

Custodial  Asylum  for  Feeble- 
Minded  Women,  Newark . . 

Training  School  for  Girls,  Bed- 
ford Hills 

State  School  for  Blind,  Batavia. 

Training  School  for  Girls,  Hud 
son,  contagious 

Training  School  for  Girls,  Hud 
son,  main 

Hospital  for  Crippled  and  De- 
formed Children,  West  Hav 
erstraw 


1915 
1916 

1916 

1916 


1913 
1913 


1913 

1913 
1915 

1915 

1915 

1915-6 


Cost  or 

contract 

price 


$92,138  00 

142.576  00 

37.652  00 

55.171  00 
121.176  00 

70.475  00 

M88.910  00 


94,321  00 
87,240  00 


51.243  00 

39,517  00 
17.381  00 

15.951  00 

72,691  00 

t88,097  00 


Bed 

capacity 

Cost 
per  bed 

234 

$394  00 

224 

636  00 

64 

588  00 

111 
362 

497  00 
335  00 

121 

586  00 

221 

855  00 

96 
96 

983  00 
907  00 

96 

534  00 

35 
16 

1.129  00 
1,086  00 

10 

1.595  00 

46 

1,580  00 

88 

1.022  00 

Construction 
type 


Non-fireproof, 

Fireproof. 

Fireproof. 

Fireproof. 
Fireproof. 

Fireproof. 

Fireproof. 


Fireproof. 
Fireproof. 


Fireproof. 

Fireproof. 
Non-fireproof. 

Non-fireproof. 

Fireproof. 

Fireproof. 


*  Bids  rejected. 


t  Estimate. 


Xeeds  of  Insane  Hospitals 

The  necessity  for  providing  additional  beds  in  the  insane  hos- 
])itals  of  the  State,  especially  in  and  about  Greater  Xew  York 
to  relieve  existing  overcrowded  conditions,  will  be  met  by  appro- 
priation by  your  honorable  body,  approved  by  the  Executive, 
under  which  contracts  have  been  awarded  and  construction  is 
now  in  progress. 

More  Beds  at  Brooklyn  Hospital 

Contracts  for  a  reception  hospital  and  a  chronic  building  at 
the  Brooklyn  State  Hospital  were  awarded  in  April,  the  former 
at  the  contract  price  of  $176,162  and  the  latter  $234,743.  The 
original  appropriation  for  these  two  buildings,  $400,000,  by  chap- 
ter 727,  Laws  of  1915,  was  not  sufficient  to  carry  out  the  con- 
struction scheme  because  of  the  advanced  price  of  material  and 
labor,  and  a  suj)plemental  appropriation  of  $30,000  was  made 
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under  chapter  64r(),  Laws  of  1916.  .The  contracts  call  for  the 
completion  of  the  buildings  in  1917. 

The  reception  hospital  will  provide  accommodations  for  154 
patients  and  the  chronic  building  440,  a  total  of  594,  increasing 
the  capacity  of  the  institution  from  approximately  800  to  1,300 
patients.  The  construction  cost  per  bed  in  the  reception  hospital 
will  be  $1,144  and  in  the  chronic  building  $534. 

The  reception  hospital  will  provide  all  the  usual  features 
required  for  the  i-eception  service  and  in  addition  an  operating 
ward  and  shaft  for  a  passenger  elevator  and  a  central  kitchen 
where  the  food  will  be  prepared  for  the  patients  and  the  attend- 
ants of  this  building,  the  new  building  for  chronic  patients  and 
a  future  building  for  this  latter  class  of  patients.  The  reception 
hospital  will  also  provide  accommodations  for  six  attendants  and 
living  quarters  for  one  physician.  It  will  consist  of  three  stories 
and  a  basement. 

The  chronic  building  will  be  four  stories  high  with  portions 
of  the  basement  finished.  The  building  provides  8  50-patient 
dormitories,  8  large  day  rooms,  35  single  patient  rooms,  8  attend- 
ants' rooms  and  living  quarters  for  three  physicians.  Provision 
is  also  made  for  an  elevator.  The  dining  f ooms  are  located  tem- 
porarily in  the  basement.  An  addition  to  this  building  is  con- 
templated in  the  future  in  which  permanent  dining  rooms  and 
quarters  for  additional  attendants  are  to  be  provided.  The  base- 
ment rooms  used  temporarily  as  dining  rooms  will  then  be  used 
for  patients'  occupation  and  recreation  rooms.  The  chronic  build- 
ing has  a  frontage  of  298  feet  and  wings  on  each  end  are  127 
feet  long. 

Provision  has  been  made  in  the  constructive  scheme  for  the 
future  providing  of  recreation  roofs,  suitably  enclosed,  one  con- 
nected with  each  building.  They  were  provided  for  because  of 
lack  of  land  area  and  are  the  first  contemplated  at  insane  hos- 
pitals in  the  State.  A  recreation  roof  has  been  advantageously 
operated  at  the  John  Hopkins  Hospital  in  Baltimore. 

The  average  floor  space  in  the  reception  hospital  is  13,390 
square  feet  and  in  the  chronic  building,  18,390  square  feet.  The 
Imildinga  are  of  the  latest  type  of  constniction  throughout.  They 
are  of  common  brick,  with  concrete  foundations,  brick  and  terra 
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cotta  interior  partitions,  reinforced  concrete  floors  covered  with 
linoleum,  except  in  the  kitchen,  scullery,  aerving,  toilet  and  bath- 
rooms, where  tile  is  used.  The  roofs  are  of  ordinary  tinnber  con- 
stiuction,  covered  with  tin. 

Contracts  have  also  been  made  covering  the  engineering  work 
in  the  two  buildings.  The  equipment  represents  the  latest  devel- 
opment for  the  class  of  patients  to  be  housed.  All  outside  con- 
nections, including  underground  heating  mains,  sewers,  water 
mains  and  electric  service,  have  been  provided  in  the  contracts. 
Each  building  has  been  provided  with  blower  and  exhaust  fan£ 
for  supplying  ventilation  for  the  various  day  and  dormiton' 
rooms  and  for  exhausting  the  foul  air  in  the  toilet  rooms. 

Plans  and  specifications  were  also  developed  for  a  storehouse 
and  cold  storage  building  under  an  appropriation  of  $10,000 
and  an  authorization  of  $50,000.  Upon  their  approval  by  the 
State  Hospital  Commission  bids  will  be  invited  and  it  is  expected 
the  work  will  be  started  within  a  few  months. 

The  power  house  has  been  completed  with  the  exception  of  the 
installation  of  some  of  the  heating  apparatus.  The  plant,  how- 
ever, is  in  operation.  The  contract  cost  is  $123,873.  Three 
400-horse  power  boilers  have  been  installed  and  provision  haa^ 
been  made  "for  three  additional  boilers  of  like  capacity.  The 
j)er  capita  cost  per  horse  power  is  $103.23. 

Work  Completed  at  Bingharnton  Hospital 

Plans  and  specifications  were  prepared  for  an  enlargement 
and  equipment  of  the  laundry  at  the  Binghamton  State  Hospital. 
The  appropriation  was  $32,000.  Plans  were  also  prepared  for 
repairs  and  alterations  to  a  coal  trestle. 

Work  completed  during  the  year  includes  the  reconstruction 
of  the  electric  light  system  and  steam  and  exhaust  piping  at  a 
contract  cost  of  $39,615.  Constniction  of  the  chronic  patient 
building  and  a  new  boiler  stack  at  the  power  house  are  gradually 
nearing  completion  and  it  is  expected  the  new  patients'  building 
will  be  ready  for  occupancy  during  the  coming  winter  when  the 
institution's  capacity  will  be  increased  by  282  beds.  Work  on 
an  addition  to  the  power  house  has  also  been  started. 
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Conira>cts  at  Buffalo  Hospitai 

The  contract  for  providing  for  additional  heating  capacity  at 
the  Buffalo  State  Hospital  is  over  one-half  finished  and  contracts 
for  renewing  sewer  lines  and  installing  eqiuipment  in  the  water 
softening  plant  are  practically  completed. 

Added  Qtutrters  at  Central  Islip 

Sketches  have  been  Approved  and  working  drawings  started 
for  additional  quarters  for  acute  patients  at  the  Central  Islip 
State  Hospital  under  an  appropriation  of  $50,000  of  a  $300,000 
authorization.  The  building  will  serve  as  a  reception  hospital 
and  it  will  accommodate  184  acute  patients  and  44  attendants 
with  four  rooms  for  physicians. 

There  is  a  large  amount  of  underground  heating  mains  at  the 
Xorth  Colony  which  have  become  exposed  through  the  rotting 
of  the  insulation,  and  in  order  to  keep  the  heat  losses  down  to  a 
minimum  it  is  necessary  to  replace  them.  During  the  last  year 
the  first  section  of  this  work  from  the  power  house  was  installed 
and  this  year  another  section  will  be  placed  under  contract  under 
an  appropriation  of  $20,000.  Plans  have  been  prepared  for  a 
third  section  for  which  at  present  there  is  no  appropriation  avail- 
able. It  is  hoped  by  the  institution  managers  that  ah  appropria- 
tion, will  be  made  covering  the  third  section  for  which  bids 
received  indicate  that  the  cost  will  be  about  $7,800.  This  will 
cover  the  full  length  of  the  main  line  of  steam  conduit, 
leaving  only  the  branch  connections  to  be  replaced  as  money  is 
appropriated. 

Originally  all  the  water  for  the  hospital  was  taken  from  shallow 
wells  located  near  the  powerhouse  in  each  colony.  The  water 
was  pumped  by  suction  and  it  has  given  considerable  trouble,  due 
to  salts,  which  have  an  injurious  effect  on  the  boilers.  It  has 
been  found  that  artesian  wells,  approximately  800  feet  deep, 
deliver  a  better  supply  of  water  for  boiler  feed  and  domestic  hot 
water  purposes,  and  it  is  proposed  to  change  these  systems  to  this 
service  as  fast  as  appropriations  are  made  for  driving  wells. 

Two  wells  were  contracted  for  a  year  ago,  one  at  the  Xorth 
Colony  power  house  and  the  other  at  the  South  Colony  power 
house.      There  has  now  been  placed  under  contract  under  an 
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appropriation  of  $0,000  two  additional  wells,  to  be  located  at  the 
South  Colony  power  house.  This  will  make  three  deep  artesian 
wells  at  the  South  Colony  and  two  at  the  North  Colony  power 
house  which  will  be  pumped  by  suction  and  will  supply  all  the 
water  necessary  for  boiler  purposes.  A  diflFerence  has  been  noticed 
in  the  scale  fonning  in  the  boilers. 

Contracts  for  renewing  steam  heating  mains  and  installing 
additional  electric  equipment  were  completed  during  the  year 
at  a  cost  of  $13,490.87. 

New  Building  at  Gowanda  Hospital 

Plans  were  prepared  for  a  mortuary  and  laboratory  and  equip- 
ment at  the  Gowanda  State  Hospital  under  an  appropriation  of 
$10,000.  This  building  is  30  by  45  feet,  one  story  high,  with 
finished  basei?ient,  and  made  of  common  brick  with  concrete 
foundations,  brick  and  terra  cotta  interior  partitions,  reinforced 
concrete  floors  supported  on  steel  beams,  tile  and  cement  finishe<l 
floors  and  the  roof  of  ordinary  timber  construction,  covered  with 
shingles.  There  is  located  in  the  basement  a  post  mortem  room, 
an  embalming  room,  a  mortuary  vault  for  six  bodies,  a  small 
chapel,  a  dark  room,  store  room  and  toilet.  The  first  floor  con- 
sists of  the  microscopic  laboratory,  the  bacteriological  laboratory, 
museum  and  office  and  filing  room.  The  construction  work  will 
be  by  the  institution  authorities  by  special  fund  estimate,  that  is, 
by  mechanics  regularly  employed  by  the  hospital  and  patient 
labor,  supplemented  by  the  employment  of  additional  mechanics 
and  labor  where  noco.^'h'ary.  All  materials  are  purchased  by  com- 
petition in  the  open  market. 

Phnii^  were  also  developed  for  an  additional  water  supply,  for 
which  $3,000  was  appropriated  and  for  a  fee<l  water  heater  and 
building,  appropriation  $2,000,  and  for  repairs  to  the  power 
house  smokestack.  A  contract  for  $3,297.54  for  installing  under- 
ground steam  connections  was  completed. 

Water  Supply  at  Hudson  River  Hospital 

The  work  of  improving  the  water  supply  at  the  Hudson  River 
State  Hospital  was  completed  at  a  contract  price  of  $32,170.56. 
The  contemplated  extension  of  the  water  intake  system  was  given 
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consideration  by  the  Department,  preliminary  to  an  appropria- 
tion, and  plans  were  developed  for  repairing  the  main  chimney 
stack. 

Bids  Rejected  at  Kings  Park  Hospital 

Plans  and  specifications  were  prepared  and  bids  secured  for 
an  employees'  home  at  the  Kings  Park  State  Hospital,  but  on 
account  of  the  advance  in  prices  at  the  time  the  bids  were  received 
it  was  impossible  to  place  the  project  imder  contract  and  kee]) 
within  appropriation,  $100,000.  The  work  had  to  be  delayed 
until  an  authorization  is  received  from  the  State  Hospital  Com- 
mission, setting  forth  the  necessary  reduction  in  the  size  of  the 
building  so  as  to  come  within  the  amount  appropriated.  The 
original  plans  proposed  a  building  to  accommodate  180  employees, 
but  the  bids  received  on  March  3,  1916,  totaled  $127,274,  or 
$27,274  in  excess  of  the  appropriation.  The  bids  were  rejected, 
the  requirements  modified  by  the  State  Hospital  Commission  and 
new  plans  and  specifications  have  been  prepared  to  come  within 
the  appropriation. 

An  extension  to  the  heating  system  was  completed  at  a  cost 
of  $14,340,  Three  cottages  to  accommodate  420  patients  are 
Hearing  completion  and  the  plumbing  and  drainage  work  in  the 
new  building  for  chronic  patients  is  over  one-half  completed. 

More  Accommodations  at  Manhattan  Hospital 

Under  chapter  646,  Laws  of  1916,  sketches  have  been  approved 
and  working  drawings  are  being  prepared  for  a  building  to 
accommodate  approximately  200  patients  and  24  attendants  at 
the  Manhattan  State  Hospital,  and  with  living  quarters  for  one 
physician.  A  kitchen,  which  will  form  a  part  of  the  building, 
will  also  serve  an  existing  building.  The  legislative  authoriza- 
tion was  $200,000,  of  which  $46,500  was  appropriated. 

Work  was  also  performed  by  the  Department  on  a  new  water 
main  and  elevators  for  the  200  patient  building  now  in  course  of 
construction. 

Plans  hav^  been  prepared  covering  a  central  domestic  hot 
water  system  in  which  all  the  hot  water  for  the  entire  institution 
will  be  heated  at  the  powerhouse  and  circulated  through  flow 
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and  return  mains  throughout  the  buildings.      The  work  has  not 
been  started.      Xo  appropriation  has  been  made. 

Sixteen  contracts  were  in  force  at  the  hospital  during  the  year, 
including  the  two  new  hospital  buildings,  one  to  accommodate 
200  patients  and  the  other  150.  Both  are  about  75  per  cent 
completed.  A  power  house  addition  is  nearing  completion.  It 
will  do  away  with  t^vo  separate  boiler  plants  when  completed. 
Naturally  the  largest  scene  of  contract  activity  among  the  State 
hospital  group  is  at  this  institution  because  of  its  inmate  capacity 
and  the  large  population  center  which  the  hospital  serves. 

Tubercular  Ilospiial  at  Middhtown 

Sketches  have  been  approved  for  a  building  for  tubercular 
patients  at  the  Middletown  State  Hospital  for  which  $30,000 
has  been  authorized  and  $10,000  appropriated.  The  building 
will  be  one  story  high  and  it  will  accommodate  48  patients  in 
dormitories,  and  provision  is  made  for  a  future  addition  to  con- 
tain 12  single  rooms  for  patients. 

Power  house  construction  work  has  been  advanced  well  toward 
completion,  except  the  heating  and  electric  contracts.  Some 
delay  was  encoimtered  on  the  construction  contract.  The  original 
low  bidder  failed  to  sign  a  contract  after  the  contract  had  been 
awarded  to  him  and  it  was  neccssarv  to  readvertise  the  work. 

More  Bed  Space  at  Rochester  Hospital 

Pkins  and  specifications  were  developed  for  additional  accom- 
modations for  disturbed  patients  at  the  Rochester  State  Hospital 
under  an  authorization  of  $27,500  and  an  appropriation  of 
$10,000.  Two  three-story  and  basement  additions  to  the  Living- 
ston building  for  housing  40  chronic  male  patients  have  been 
designed.  They  will  be  of  brick,  brick  interior  partitions,  mill 
floor  construction  and  ordinarv  timber  roof  constructioTi,  covered 
with  slate. 

Work  was  also  ]>erformed,  preliminary  to  an  appropriation, 
for  a  50  patient  cottage,  a  150  patient  building  and  two  40  patient 
cottages,  but  no  appropriation  for  the  work  was  made. 

Plumbing  and  sanitary  work  at  the  North  building  was  com- 
pleted during  the  year. 
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At  Other  Hospitals 

Plans  were  prepared  for  completing  the  construction  of  a  coal 
shed  ai:  the  St  Larwrence  State  Hoepital  tinder  an  appropriation 
of  $6,000.  The  work  did  not  go  to  contract  as  the  ^propriation 
was  not  deemed  large  enough.  Preliminarv  estimates  were  made 
for  a  building  to  accommodate  100  employees  and  for  fire  escapes 
for  the  main  buildings.  The  construction  of  a  water  softening 
plant  was  completed  at  a  cost  of  $6,580. 

The  Department,  at  the  request  of  the  managers  of  the  Utica 
State  Hospital,  provided  estimates  for  the  cost  of  the  construction 
of  a  mortuary,  bakery-  and  boiler  house  and  for  additional  patient 
accommodation.     Xo  appropriation  was  made. 

Plans  were  prepared  for  fire  escapes  at  the  Willard  State  Hos- 
pital under  an  appropriation  of  $12,000  and  the  work  will  soon 
be  under  contract. 

Smnmary  of  Year's  ^York 

One  hundred  and  twenty  four  special  fund  estimate*,  not 
included  in  contracts,  and  amounting  to  $74,520.66,  were 
approved  during  the  year.  The  work  represented  that  by  inmate 
and  day  labor,  the  institutions  purchasing  the  necessary  material 
in  the  open  market  and  the  Department  preparing  the  plans  and 
specifications  for  the  work. 

The  total  amount  of  contracts  in  force  among  the  State  hos- 
pitals was  $1,650,904.14.  Contracts  amounting  to  $170,870.93 
were  completed  and  the  contracts  awarded  during  the  year  aggi^e- 
gated  $529,598.77.  The  contracts  in  force  at  the  close  of  the 
fiscal  vear  amounted  to  $1,480,033.21. 

Among  CirARiTABLE  It^stitutioii^s 

There  has  also  been  a  demand  for  increased  aceouimodations 
among  the  charitable  institutions  of  the  State.  The  voliune  of 
construction  demand  for  the  institutions  where  the  dependent 
wards  of  the  State  are  confined,  other  than  the  insane,  is  about 
equal  to  the  State  hospitals,  due  to  the  larger  number  of  charitable 
institutions.  The  total  amount  of  contracts  in  force  among  the 
charitable  institutions  was  $1,201,363.02,  as  compared  with 
$1,743,175.64  in  the  preceding  fiscal  year.      Contracts  were  com- 
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pleted,  amounting  to  $281,060.09,  and  the  total  of  the  new  con- 
tracts awarded  was  $98,194.37.  The  face  of  the  contracts  iu 
force  at  the  close  of  the  fiscal  year  was  $920,302.93.  The  heavier 
volume  of  construction  among  the  hospitals  this  year  is  due  to 
the  verv  overcrowded  conditions  in  these  institutions. 

Western  House  of  Refuge 

The  carrying  out  of  the  contract  for  alterations  to  the  sewer 
system  at  the  Western  House  of  Refuge  at  Alhion  has  been 
delayed  because  of  a  diiference  between  the  State  and  Albion 
over  the  line  of  connection  to  the  village  sewer  system.  Step^ 
are  under  way  to  adjust  the  differences  and  I  believe  the  contract 
will  be  completed  within  the  next  two  months. 

Work  Completed  at  Soldiers'  Home 

No  work  was  projected  at  the  New  York  State  Soldiers'  and 
Sailors'  Home  at  Bath  during  the  year.  Four  contracts,  amount- 
ing to  $21,587.25,  were  completed,  including  one  for  a  large 
barn. 

Hospital  Additioji  at  Blind  School 

The  addition  to  the  hospital  at  the  State  School  for  the  Blind 
at  Batavia  will  be  completed  before  fall.  It  will  provide  addi- 
tional ward  space  for  16  beds  with  necessary  toilets.  The  con- 
tracts total  $17,381.33,  or  .$1,086  per  bed.  The  preliminarv 
steps  were  also  taken  to  prepare  plans  and  specifications  for 
additional  toilet  rooms  in  a  wing  of  one  of  the  buildings,  for 
which  $2,500  was  appropriated,  additional  fire  protection,  $5,000, 
nnd  a  new  pump  house,  $1,800.  They  will  go  to  contract  t\u> 
summer. 

No  New  Work  at  Bedford  School 

Xo  new  work  was  inaugurated  at  the  State  Reformatory  for 
Women  at  Bedford  Hills.  There  were  fourteen  contracts  in 
force  during  the  year,  amounting  to  $143,228.86,  and  nine  con- 
tracts, amounting  to  $70,615.35,  were  completed,  and  five,  total 
$72,613.51,  are  still  in  force.  The  contracts  completed  were 
for  electric  work  on  seven  cottages.  The  .construction  of  the 
boiler  house  and  installation  of  equipment  were  completed  as  well 
as  equipping  the  boiler  house  at  the  farm  group. 
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Contemplated  Improvements  ai  Hvdson  School 

Sketches  were  prepared  for  a  group  of  buildings  at  the  Xew 
York  State  Training  School  for  Girls  at  Hudson  for  the  purpose 
of  making  estimates  of  cost,  but  no  appropriation  was  made.  A 
new  disciplinary  building,  entrance  gatehouse,  storehouse  and 
refrigerating  plant,  superintendent's  house,  staff  house,  employees' 
house,  the  completion  of  the  power  house  system,  a  new  roof  for 
the  administration  building  and  painting  cottages  had  been  under 
consideration  by  the  managers.  Minor  work  related  to  drawings 
for  the  Mclntyre  residence,  the  institution  coal  trestle  and  the 
administration  building  roof. 

Twenty  four  contracts  were  in  force,  amounting  to  $154,523.47. 
Contracts  completed  included  those  covering  the  contagious  hos- 
pital, Cottages  11  and  12  and  laundry  enlargement,  amounting 
to  $71,110.63.      Contracts  still  in  force  aggregate  $83,412.84. 

New  Cottage  at  Industry 

Preliminary  work  on  plans  for  a  boys'  cottage  at  the  State 
Agricultural  and  Industrial  School  at  Industry  are  under  way. 
The  Legislature  appropriated  $12,000  for  the  project  which  will 
provide  accommodations  for  24  boys  and  one  employee.  The 
addition  to  the  institution  hospital  is  about  completed.  It  will 
provide  18  more  beds.  The  contract  price  is  $8,917.50,  or 
$495.41  per  inmate  bed. 

Development  of  Letchworth  Village 

The  construction  development  of  Letchworth  Village  at  Thiells 
was  continued.  Drawings  and  specifications  have  been  completed 
for  four  additional  cottages  in  the  boys'  group  for  which  $168,000 
was  authorized  and  $42,000  appropriated.  The  cottages  will 
provide  accommodations  for  221  inmates  and  they  will  be  iden- 
tical with  Cottages  A,  B,  C  and  D,  now  in  process  of  construction. 
They  will  go  to  contract  within  a  few  months. 

Plans  and  specifications  were  also  prepared  for  a  store  house 
and  refrigerating  plant  for  which  $60,000  was  authorized  and 
$15,000  appropriated  and  for  tunnel,  conduit  work,  steam  and 
return   piping   and   hot  water   piping,   boys'   group,    for   which 
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$10,000  cmt  of  a  $30^000  autharization  was  appropriated  auJ 
block  plaas  for  alterations,  extension  to  the  dam,  appropriation 
$5,000. 

The  construction  of  Cottages  A.  B.  C  and  D  have  been  com- 
pleted except  the  heating  and  electric  service  connections.  The 
central  heating  plant  is  about  completed.  Other  buildings  under 
contract  are  the  laundry  and  service  buildings  and  attendants' 
home  for  which  many  construction  and  engineering  drawings  were 
required  during  the  year.  The  contract  price  of  the  laundry  is 
$32,628.19,  the  service  building  $52,515.75,  and  the  attendants' 
home,  $13,421.23.  Four  powerhouse  contracts,  amounting  to 
$15,596.29,  were  completed  and  the  present  sewerage  system  has 
now  been  extended  across  the  creek  to  the  laundry  building.  ThitJ 
is  the  trunk  sewer  for  all  buildings  on  the  north  side  of  the  creek. 

The  amount  of  contracts  in  force  was  $247,347.37  and  the 
contracts  completed  $34,208.79,  leaving  $213,138.58  in  contracts 
in  force  at  the  close  of  the  fiscal  vear. 

Hospital  at  Napanoch  Reformatory 

'Conti'acts  for  $10,210  were  made  for  some  structural  steel,  iron 
and  stair  work  and  steel  sashes  in  the  hospital  at  the  Eastern  Xew 
York  Reformatory  at  Xapanoch.  The  hospital  is  being  con- 
structed by  inmate  labor  under  plans  and  specifications  prepare^l 
last  year,  supplemented  by  many  detail  drawings  made  this  year. 

Power  House  Changes  at  Xewark  As^ylum 

Specifications,  drawings  and  details  have  been  completed  and 
contracts  awarded  for  extensive  alterations  and  additions  to  the 
powerhouse  at  the  State  Custodial  Asylum  for  Feeble-Mindeil 
Women  at  Xew^ark  which,  when  completed,  will  gi^'e  this  insti- 
tution a  complete  modem  building  for  its  power  service.  The 
contracts  aggregate  $64,680  and  cover  the  installation  of  an  addi- 
tional boiler  plant,  consisting  of  two  150  horse  power  return 
tubular  boilers,  new  pump  room  equipment  and  one  new  50 
K.  W.  D.  C  generator  and  engine  with  switchboard  panel.  The 
boiler  house  has  been  so  designed  that  additional  boilers  can  be 
installed,  and  it  is  believed  that  the  size  of  the  building  now  under 
constru(*tion  will  take  care  of  any  future  needs  of  the  institution. 
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Ppovifiion  should  be  made^  however,  for  some  additional  boiler 
capacity  in  the  very  near  future,  as  some  of  the  old  boilers  have 
had  to  be  retained  which  have  been  in  service  for  many  years. 

Plans  were  also  atavted  for  a  filter  and  water  purification  plant 
for  iprkich  $15,000  wa«  authorized  and  $7,500  appropriated  and 
for  an  elevated  water  tank  for  which  $10,000  was  appropriated. 
Plans  w^'e  also  prepared  for  a  bam  which  it  was  intended  to 
build  under  special  fund  estimate,  but  the  appropriation,  $3,500, 
was  deemed  insufficient. 

fifteen  contracts  were  in  force  amounthag  to  $171,662.24. 
Contracts  completed  amounted  to  $4),756  while  contracts,  face 
$161,906.24,  were  in  force  at  the  close  of  the  year,  including  three 
contracts,  $50,904  on  the  92  patient  cottage  and  five,  $46,189.40 
on  the  hospital. 

Oxford  Home's  Sewage  Disposal 

Plans  and  specifications  have  been  prepared  for  immediate  con- 
tract for  a  sewage  disposal  plant  at  the  Women's  Relief  Corps 
Home  at  Oxford  for  which  $5,000  was  apprc^riated  by  chapter 
727,  Laws  of  1915.  The  sewage  disposal  was  made  necessary 
because  of  complaints  of  stream  pollution  and  plans  were  made 
to  remove  all  solids  from  the  sewage  dischai^ing  into  the  creek. 
It  is  planned  to  install  a  plant  to  consist  of  a  screen  chamber 
with  Imhoff  tank  and  sludge  drying  bed  with  proyision  for  install- 
ing chlorine  apparatus*  The  latter,  however,  cannot  be  placed 
under  contract  at  present  because  of  insufficient  appropriation. 

Contracts  for  $4,130.60  covering  the  installation  of  an  engine 
and  dynamo,  an  addition  to  the  hospital  and  the  installing  of 
an  elevator  were  completed. 

Contract  Development  at  Borne  Asylum 

Plans  and  specifications  were  prepared  for  a  walking  tunnel  at 
the  Rome  Custodial  Asylum  under  chapter  531,  Laws  of  1914, 
reappropriated,  and  contract  award  will  soon  follow.  I  believe 
that  institutions,  in  considering  such  installation,  should  seri- 
ously consider  the  cost  of  the  type  of  underground  piping  con- 
struction proposed.  Drawings  for  fireproofing  floors  and  stair- 
ways in  buildings  D  and  E  have  also  been  made. 
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'Contracts  for  $136,472.33  are  still  in  force  on  the  dormiton- 
building.  The  contract  development  is  approximately  50  per 
cent. 

New  Dormitory  Buildings  at  Sonyea 

Sketches  have  been  prepared  for  two  dormitory  buildings  at  the 
Craig  Colony  for  Epileptics  at  Sonyea.  These  buildings  will  be 
in  the  west  group  and  they  will  provide  additional  accommoda- 
tions for  121  inmates.  An  authorization  of  $80,000  has  been 
made  with  an  appropriation  of  $20,000. 

Drawings  have  also  been  completed  for  an  addition  to  the  .cold 
storage  building  and  for  a  cold  storage  plant,  for  which  with 
equipment  there  has  been  an  authorization  of  $25,000  and  an 
appropriation  of  $5,000. 

Another  improvement  projected  under  appropriation  by  the 
last  Legislature  is  the  completion  of  a  new  water  supply  for  which 
$25,000  was  authorized  and  $5,000  appropriated.  The  planjs  and 
specifications  have  been  prepared  covering  a  complete  new  water 
supply.  It  is  proposed  to  take  all  of  the  water  directly  from  the 
creek  near  the  power  house  and  to  increase  the  size  of  the  filtra- 
tion plant  to  take  care  of  this  additional  requirement.  The  work 
will  supplement  that  carried  on  under  an  appropriation  by  chap- 
ter 530,  Laws  of  1912,  and  chapter  790,  Laws  of  1913. 

Contracts  amounting  to  $58,792.15  have  been  in  force  and  the 
completed  contract  work  amounts  to  $26,749.95.  There  are  two 
uncompleted  contracts  at  the  power  plant. 

West  Haverstraxi/s  Hospital 

Sketches  have  been  prepared  for  an  addition  needed  to  com- 
plete the  hospital  building  now  under  contract  at  the  Hospital 
for  Crippled  and  Deformed  Children  at  West  Haverstraw.  The 
authorized  appropriation  by  chapter  646,  Laws  of  1916,  was 
$55,000  and  the  appropriation,  $25,000,  while  the  contracts 
already  in  effect  amount  to  $45,647.68.  Increased  accommoda- 
tions will  be  provided  for  88  children.  Many  detail  drawings  have 
been  prepared  for  that  part  of  the  hospital  now  under  construction. 

There  are  five  contracts  in  force  on  the  hospital  with  the  con- 
struction work  advanced  to  about  75  per  cent.     They  total  $45r 
647.68.     Two  sun  rooms,  contract  price  $10,833.88,  were  com 
pleted  during  the  year. 
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Yorktoum  Heights  Confra4;ts 

Xumeroiis  conferences  have  been  held  with  institutional  boards, 
State  officials  and  contractors  regarding  further  development  of 
the  State  Training  School  for  Boys  at  Yorktown  Heights  and  the 
abandonment  of  existing  contracts  so  as  to  protect  the  interests  of 
the  State.  Following  the  abrogation  of  the  contracts  by  the  Board 
of  Managers,  steps  were  taken  to  make  a  settlement  with  con- 
tractors for  all  labor  and  materials,  while  claims  for  damages 
because  of  contract  abrogation  will  go  to  the  Court  of  Claims  for 
adjustment.  Further  development  at  the  institution  was  aban- 
doned because  of  possible  contamination  of  the  water  supply  of 
the  watershed  from  which  Greater  New  York  receives  its  water 
supply. 

There  were  seven  contracts  in  force  during  the  year,  face  value 
$179,422.24.  One,  constructing  a  water  supply,  was  completed 
at  the  contract  price  of  $30,190.81,  while  the  other  contracts  call- 
iug  for  the  constiniction  of  7  cottages  and  coal  pockets  at  the  power 
house  are  still  in  force. 

Elmira's  Trades  School 

Detail  drawings  were  provided  for  the  reconstruction  of  trade?? 
;«chool  building  Xo.  4  at  the  New  York  State  Reformatory  at 
Elmira,  destroyed  by  fire  on  December  8,  1914,  and  for  which 
$65,000  was  authorized  by  chapter  727,  Laws  of  1915.  The 
rebuilding  is  by  special  fund  estimate. 

The  Penal  Institutions 

A  start  towards  the  reconstruction  of  the  prisons  of  the  State 
was  made  by  chapter  594,  Laws  of  1916,  which  became  a  law  with 
Executive  approval  on  May  18,  1916.  It  authorized  the  reor- 
j:anization  of  the  Commission  on  Xew  Prisons,  defined  its  powers 
and  duties  and  after  about  five  years'  inacivity,  active  steps  were 
taken  to  remedy  and  improve  prison  conditions  in  the  State.  A 
site  was  selected  at  Wingdale,  Dutchess  County,  during  the  term 
of  Hon,  Charles  E.  Hughes,  as  Governor.  Plans  were  completed 
nnd  contracts  were  actually  under  way  looking  towards  the  con- 
struction of  a  modem  prison  plant.     The  project  waa  later  aban 
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doued  until  the  present  year  when  concerted  action  by  the  Execu- 
tive and  the  Legislature,  resulted  in  two  bills  passing  the  Legis- 
lature in  19 IG.  They  differed  chiefly  over  the  matter  of  a  site 
and  phmning  and  supervising  construction,  and  after  a  public 
hearing  Governor  Whitman  approved  the  so-called  Sage  bill  and 
it  became  chapter  594,  Laws  of  1916.  It  empowered  the  com- 
mission to  select  either  the  site  at  Wingdale  or  that  at  Beekman 
for  a  new  fami  and  industrial  prison,  and  ordered  the  demolition 
of  the  old  cell  block  and  cell  house  at  Sing  Sing  Prison  and  the 
construction  of  a  receiving  and  distribution  station  fof  an  indus 
trial  prison  for  prisoners  committed  to  the  State's  prisons.  The 
expenditure  of  $1,250,000  was  authorized  for  the  former  project 
and  $750,000  for  the  reconstruction  work  at  Sing  Sing.  The 
appropriation  for  each  undertaking  was  $200,000. 

Mr.  Elbert  H.  Gary,  [Mr.  Charles  Bulkley  Hubbell,  the  Super- 
ijitendent  of  Prisons,  the  Superintendent  of  Public  Works  and 
tlie  State  Architect  were  appointed  upon  the  new  Commission  by 
Governor  Whitman.  It  is  expected  that  the  Conunission  will 
organize  within  the  next  ten  days  and  the  work  on  the  reconstruc- 
tion of  Sing  Sing  Prison  started.  There  has  been  considerable 
preliminary  work  under  my  supervision,  including  a  study  of  the 
available  water  supply  at  Beekman,  the  preparation  of  topograph- 
ical map  at  Sing  Sing  and  preparing  detailed  estimates  of  cell 
block  construction.  Drawings  were  prepared  for  the  water  supply 
at  Beekman  and  its  development  for  use  by  the  National  Guard 
quarters  at  Camp  Whitman. 

New  Ward  Building  at  Daniiemora 

Plans  and  specifications  have  been  made  for  an  additional  ward 
building  at  the  Dannemora  State  Hospital,  to  be  known  as  the 
northwest  wing,  under  an  appropriation  of  $20,000  by  chapter 
646,  Laws  of  1910.  The  work  will  be  done  largely  by  inmate 
labor  and  when  completed  the  building  will  accommodate  100 
inmates. 

Twenty  two  estimates,  amounting  to  $14,779.27,  were  approved, 
and  prison  addition  constniction  contracts  in  force  amount  to 
$G,61G. 
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School  at  Great  Meadow 

Specifications,  drawings  and  engineering  plans  have  been  com- 
pleted for  a  district  school  building  on  the  grounds  of  the  Great 
Meadow  Prison  for  the  use  of  the  school  district  in  which  the 
prison  grounds  are  located.  Chapter  442,  Laws  of  1915,  appro- 
priated $20,000.  The  buildings  will  contain  four  rooms  and  an 
assembly  hall  and  it  will  be  constructed  by  inmate  labor.  Pre- 
liminary data  and  sketches  have  been  provided  for  a  new  shop 
building,  chapter  646,  Laws  of  1916,  having  provided  an  appro- 
priation of  $50,000  of  which  one-half  is  to  be  paid  from  the 
prison  capital  fund.  Drawings  have  also  been  prepared  for  a 
v^etable  storehouse  and  a  piggery. 

New  Building  at  Matteawan 

Working  drawings  have  been  started  and  sufficient  information 
has  been  secured  to  proceed  with  the  construction  of  a  dining- 
room  and  kitchen  in  the  women's  building  at  the  Matteawan  State 
Hospital  under  an  authorization  of  $60,000  and  an  appropria- 
tion of  $20,000.  The  building  will  provide  dining  space  for  200 
people  on  the  main  floor  and  62  beds  on  the  second  floor.  It  is 
intended  to  construct  the  building  as  far  as  possible  by  inmate 
labor.  The  work  recjuired  considerable  study  and  investigation 
by  the  Department. 

Plans  and  specifications  were  prepared  for  installing  one  300 
horse  power  water  tube  boiler  with  stokers  and  the  institution 
is  supervising  the  construction.  The  installing  of  refrigerating 
equipment  in  the  storehouse  was  completed  during  the  year  at  a 
cost  of  $12,450. 

Clinton  Prison  Hospital 

Plans  and  specifications  were  prepared  for  the  engineering  work 
for  the  new  tuberculosis  hospital  at  Clinton  Prison,  now  being 
erected  by  inmate  labor.  The  plumbing  and  heating  work  will 
soon  go  to  contract  at  an  estimated  contract  price  of  approxi- 
mately $15,000. 

Work  at  Sing  Sing 

Three  power  house  contracts  were  in  force  at  Sing  Sing  Prison, 
air^regating  $48,345.21.  The  contract  for  installing  stenm 
engines,  $14,192,  was  completed. 
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•Contracts  in  force  among  the  penal  institutions  amounted  to 
$346,973,37,  including  the  construction  contract  of  the  cell  block, 
Kouth  wing,  at  Great  Meadow  Prison.  The  building  has  been 
j)ractically  completed,  but  final  acceptance  was  held  up  because  of 
the  condition  of  the  roof.  Steps  are  under  way  for  an  immediate 
adjustment  and  final  payment.  Sixty  six  special  fimd  estimates, 
not  included  in  contracts  and  amounting  to  $66,801.93,  were 
approved. 

State  Armobies 

Contracts  were  awarded  for  a  new  armory  at  Ybnkers,  and  the 
securing  of  proposals  for  the  armory  for  Troop  H  at  Rochester 
will  soon  take  place.  Original  bids  for  the  Yonkers  armory 
exceeded  the  appropriation  by  chapter  373,  Laws  of  1914,  of 
$100,000  and  a  further  revision  of  the  plans  was  required.  Five 
contracts  which  have  been  awarded  aggregate  $88,070. 

A  large  amount  of  detail  work  was  required  before  the  plans 
for  the  Rochester  armory  were  approved.  Contract  award,  it  is 
expected,  will  be  made  within  a  month. 

The  construction  of  Troop  I  armory  at  Buffalo  will  be  com- 
pleted within  a  few  months.  Troop  B  armory  at  Albany  was  com- 
pleted (luring  the  year  with  the  exception  of  the  electric  work. 
There  was  some  minor  work  for  the  10th  Battalion  amiorv, 
Albany,  relative  to  changes  in  basement  ventilation,  drainage, 
electric  repairs  and  fire  escapes. 

The  contract  total  for  the  year  in  the  armory  group  was 
$373,536.57.  Contracts  completed  amounted  to  $139,072.90  and 
contracts  in  force  at  the  close  of  the  fiscal  year  amounted  to 
$234,463.67. 

XoRMAL  Schools 

Sketches  have  been  approved  and  specifications  and  working 
drawings  have  been  completed  for  rebuilding  the  Potsdam  Normal 
School  at  Potsdam.  Chapter  389,  Laws  of  1915,  appropriated 
$300,000  for  the  work,  with  $100,000  available  during  the  fiscal 
year  beginning  October  1,  1915.  Various  conferences  with  ensu- 
ing detail  work  in  the  Department  were  required,  but  the  work 
will  be  placed  under  contract  early  in  the  coming  year.  The 
reconstruction  was  made  necessary  because  of  fire. 
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In  anticipation  of  legislative  appropriation  estimates  were  pre- 
pared for  a  normal  school  building  to  be  located  on  Long  Island 
to  accommodate  250  normal  studeiits  and  675  graded  students. 
Xo  appropriation  was  made. 

Chapter  640,  Laws  of  1916,  authorized  $125,000  and  appro- 
priated $30,000  for  an  addition  at  the  Xew  Paltz  Xonnal  School 
at  Xew  Paltz,  to  provide  an  assembly  or  study  room  seating  400 
pupils,  an  auditorium  seating  1,200  persons  and  such  number  of 
recitations  rooms  as  the  Commissioner  of  Education  may  deem 
proper  to  furnish  ample  accommodationi-%  together  with  closed  pas- 
sageways to  connect  detached  buildings.  Preliminary  investiga- 
tion, preparatory  to  detailed  work,  has  been  started  by  the 
Department. 

Because  of  an  accident  to  a  boiler  at  the  Gteneseo  Normal  School, 
a  new  hot  water  boiler  was  installed,  and  plans  were  prepared  for 
minor  work  at  other  schools.  Contracts  for  additional  heating, 
electric  fixtures,  telephones  and  repairs  to  sump  pit,  amounting 
to  $17,708.69,  were  completed  at  the  BnfTalo  Normal  School. 

Other  Educational  Institutions 

No  building  construction  of  any  consequence  was  inaugurated 
among  the  educational  institutions,  including  the  agricultural 
schools,  except  at  the  State  Institution  for  Deaf  Mutes  at  ^M alone, 
where  an  annex  to  the  kindergarten  building  was  placed  imder 
contract  on  May  31,  under  an  appropriation  by  chapter  727,  Laws 
of  1915,  of  $25,000,  and  a  dairy  bam  at  the  State  School  of 
Agriculture  at  Delhi. 

Under  plans  and  specifications  prepared,  a  dairy  and  horse 
barn  and  a  dairy  building  and  apparatus  will  soon  go  to  contract 
at  the  Schoharie  State  School  of  Agriculture  at  Cobleskill  under 
appropriation  by  chapter  646,  Laws  of  1916,  of  $12,000  for  the 
former  and  $36,000  for  the  latter.  The  dairy  building  will  con- 
sist of  two  stories  and  basement,  concrete  foundation  with  walls  of 
brick  to  the  first  floor  and  above  the  first  floor  faced  with  pressed 
brick,  floors  of  reinforced  concrete  supported  on  steel  and  roof 
of  ordinarv  timber  construction  covered  with  tin.  Boiler  and 
coal  rooms,  storage  room,  and  general  toilet  and  laundry  will  be 
located  in  the  basement.     The  firii  floor  will  contain  a  room  for 
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cream  separating  and  butter  making,  sterilizer,  washroom,  cheese 
making  and  cheese  curing,  and  milk  and  sample  testing  laboratory. 
The  second  floor  will  be  devoted  to  bacteriological  laboratory,  two 
class  rooms,  otiice,  dark  room  and  toilet.  The  cubic  contents  will 
be  133,200  cubic  feet.  I  believe  the  building  can  be  constructed 
within  the  appi*opriation. 

The  dairy  and  horse  bam  will  go  to  contract  about  the  same 
time.  It  will  have  concrete  walls,  two  stories  high  with  slate 
covered  roof.  Contracts  on  the  school  building,  amounting  to 
$52,045.21,  were  completed  during  the  year. 

Twenty  five  contracts  were  in  force  at  Cornell  University.  Xo 
aew  work  was  placed  under  contract.  The  Department  developed 
sketches  for  a  zoology  and  entomology  hall,  prelimiawtry  to  an 
app^ropriation.  The  Legislature  did  mot  provide  the  necessary 
funds,  but  the  information  secured  and  detailed  work  planned  in 
the  Department  will  be  available  for  future  use.  Plans  and  speci- 
fications have  been  prepared  for  underground  conduits  and  steam 
connections,  connecting  various  buildings  of  the  agricultural 
group  to  the  present  central  heating  plant,  and  the  work  will 
soon  go  to  contract. 

The  total  amount  of  contracts  in  force  during  the  year  was 
$384,650.27  and  the  amount  of  contracts  completed  was  $09,- 
G80.54.    The  drill  hall  is  over  50  per  cent,  complete. 

Plans  and  specifications  and  drawings  were  prepared  for  repairs 
and  changes  to  the  old  academy  building  at  the  School  of  Agricul- 
ture and  Domestic  Science  at  Delhi,  for  which  chapter  646,  Laws 
of  1916,  appropriated  $10,000,  The  work  will  be  by  special  fund 
estimate.  A  dairy  bam  was  placed  under  contract  under  chapter 
727,  Laws  of  1915,  the  contracts  aggregating  $20,854.  The  dairy 
building,  authorized  by  chapter  728,  Laws  of  1915,  is  rapidly 
nearing  completion  at  a  contract  price  of  $34,724.44. 

Appropriations  amounting  to  $13,500,  were  made  by  chapter 
646,  Laws  of  1916,  for  a  horse  bam,  greenhouses,  chicken  houses 
and  hog  houses  at  the  State  School  of  Agriculture  at  Fanniug- 
dale.  Long  Island.  Sketches,  working  drawings  and  specifications 
have  been  prepared  under  the  four  appropriations,  and  the  work 
will  be  advanced  to  contract  within  a  few  months. 
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Twenty  four  contracts,  totaling  $291,932.94,  were  in  force  dur- 
ing the  fiscal  year,  contracts  for  $109,816.98  completed  and 
there  are  contracts  for  $182,115.96  still  in  force.  Contracts  com- 
pleted covered  the  agronomy  and  horticnlture  buildings  and  power 
house. 

Plans  and  specifications  have  been  prepared  for  an  administra- 
tion, library  and  demonstration  building  at  the  New  York  Agri- 
cultural Experiment  Station  at  Geneva  for  which  chapter  568, 
Laws  of  1916,  authorized  $100,000  and  appropriated  $30,000. 
The  building  will  be  T  shaped  with  the  administration  building 
101  by  48  feet  and  a  wing  in  the  rear  86  by  50  feet.  It  is 
expected  that  the  building  will  soon  go  to  contract. 

The  necessary  detail  drawings  for  contractors  at  the  Syracuse 
College  of  Forestry  have  been  prepared  and  departmental  work, 
preliminary  to  contract  for  heating  the  new  building,  now  nearing 
completion,  has  been  carried  out.  A  heating  plant  will  be  located 
directly  in  the  rear  of  the  college  building  and  it  is  proposed  to 
equip  it  with  two  150  horse  power  return  tubular  boilers  with 
boiler  feed  pumps,  etc. 

There  are  eight  contracts  on  the  college  building  in  force 
amounting  to  $238,585.56  and  the  contract  progress  is  about 
80  per  cent. 

The  annex*  to  the  kindergarten  building  at  the  State  institution 
for  Deaf  Mutes  at  Malone  was  placed  under  contract  on  May  31, 
the  contract  price  amounting  to  $22,701.  The  annex  will  be  a 
two  story  building  with  three  class  rooms  with  seating  accommoda- 
tions for  72  students  and  two  dormitories  with  accommodations 
for  about  20  students. 

Among  the  Public  Buildtxgs 

Contracts  amounting  to  $15,871.51  were  awarded  during  the 
year  for  work  about  the  State  Capitol,  consisting  principnlly  of 
the  rearrangement  of  office  space.  Forty  one  contracts  were 
authorized  by  the  Trustees  of  Public  Buildings.  Contracts  which 
were  in  force  at  the  commencement  of  the  fiscal  vear  amoiinted 
to  $77,344.11.  Contracts  completed  included  Capitol  reconstruc- 
tion percentage  contracts,  audited  by  the  audit  committee  of  the 
Trustees  of  Public  Buildings,  amouhting  to  $23,649.41. 
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Work  about  the  State  Capitol  included  alterations  in  the  Senate 
judiciary  room,  rearrangement  of  the  Assembly  postoflSce,  instal- 
ling new  lighting  fixtures  in  the  Senate,  repairs  in  the  Assembly 
grill,  reconstructing  and  decorating  rooms  vacated  by  the  Court 
of  Appeals  for  occupancy  by  the  Board  of  Claims,  arranging  press 
headquarters  on  the  Assembly  floor,  alterations  in  the  Superin- 
tendent of  Prison's  office,  providing  additional  shelving  and  locker 
space  in  offices,  reconstructing  corridors,  painting,  installing  sky- 
lights, repairing  leaks,  waterproofing  entrances  to  Capitol,  instal- 
ling toilets,  etc. 

There  was  some  minor  construction  work  at  the  Agricultural 
Hall,  steel"  furniture  was  installed  in  the  Tax,  Banking  and 
Adjutant-General's  departments,  and  repairs  made  at  the  Execu- 
tive Mansion. 

Plans  and  specifications  were  developed  for  a  concrete  reservoir 
and  water  supply  at  the  Health  Department  farm  at  Guilderland 
for  which  chapter  726,  Laws  of  1915,  appropriated  $3,000.  It  is 
proposed,  if  the  appropriation  is  sufficient,  to  construct  a  storage 
reservoir  and  pipe  the  water  from  a  spring  about  half  a  mile  dis-. 
tant  to  the  laboratory  and  other  buildings. 

A  large  number  of  detail  drawings  have  been  prepared  for  the 
State  Hall  for  the  Court  of  Appeals  which  will  be  ready  for 
occupancy  during  the  first  half  of  the  coming  fiscal  year.  Plam 
and  specifications  have  been  prepared  for  finishing  and  decorating 
the  trial  room,  refinishing  and  reupholstering  furniture,  new  wood 
and  metal  furniture  and  office  equipment,  etc.  I  have  supervised 
the  work  of  touching  up  and  restoring  many  of  the  portraits 
removed  from  the  old  court  room  and  which  will  be  placed  in  the 
new  State  Hall  a  structure  which,  I  believe,  will  be  a  credit  to 
the  State  and  a  building  unsurpassed  for  the  purposes  for  which 
it  has  been  designed  and  constructed. 

T\Tiile  the  construction  has  been  delayed,  due  to  unsatisfactory 
stone  at  first  secured  from  Sing  Sing  and  later  replaced  by  stone 
from  Vermont,  the  contractors  have  assured  me  that  the  work  will 
be  expedited  during  the  next  three  months. 

Several  contracts  on  the  Education  Building  were  completed. 
They  amounted  to  $154,504.79. 
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HiSTOBic  Resebvations 

The  Department  has  complied  with  the  requests  for  new  con- 
struction, alterations  and  repairs  for  buildinfi^  located  upon  the 
various  State  reservations.  The  first  step  in  the  development  of 
Saratoga  Springs  by  the  Conservation  Commission  was  taken  in 
the  preparation  of  plans  for  a  water  bottling  and  shipping  plant. 
Other  Departmental  work  covered  various  projects  including  the 
completion  of  the  Governor  Clinton  House  at  Poughkeepsie,  the 
restoration  of  the  Schuyler  Mansion  at  Albany,  the  construction 
of  a  rest  room  at  Watkins  Glen,  driving  a  new  well  at  the  Crown 
Point  Keservation  and  the  construction  of  a  caretaker's  cottage  at 
the  General  Herkimer  Home  near  Little  Falls. 

The  total  amount  of  contracts  in  force  among  the  historic  reser- 
vations was  $43,220.71,  completed,  $31,009.69,  leaving  contracts 
in  force  at  the  close  of  the  fiscal  year  amounting  to  $12,211.02. 


SUMMABT  OF  DbTAIL  WoBK 

The  detailed  work  in  the  construction  and  the  engineering  divi- 
sions is  summarized  as  follows: 
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22 

8 

Total 

80 

124 

103 

231 

99 

181 

The  above  sur\'ey  of  institutional  and  other  State  departmont 
work  has  involved  a  large  amount  of  study  and  investigation.  It 
has  been  mv  aim  and  desire  to  give  to  the  architectural  and  build- 
ing construction  service  of  the  State  the  best  possible  effort  and 
to  demand  to  the  letter  faithful  performance  of  all  contract  obli- 
gations and  to  require  for  the  State,  in  its  dealings  with  contract- 
ors, the  same  exacting  service  imposed  bv  an  individual  in  work 
of  this  character.     Every  effort  has  been  made  to  prosecute  the 
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contract  development  with  ppoed,  commensurate  with  good  work, 
but  mauv  itnusual  and  unforeseen  conditions  have  arisen,  due  to 

ft  ' 

the  market  and  other  conditions,  unprecedented,  I  believe,  in  the 
history  of  the  Department. 

Study  of  Instititional  Plants 

The  Department  work,  in  preparing  plans  and  specifications  for 
construction  work  authorized  by  the  appropriations  of  the  prior 
year,  was  completed  before  the  present  appropriation  bill  imposed 
its  work  upon  the  Department.  The  period  permitted  a  study  of 
conditions  of  the  various  institutional  plants  throughout  the  State 
and  the  assembling  of  statistics  as  to  design  and  future  develop- 
ment, thereby  making  it  possible  to  standardize  new  equipment 
and  to  select  more  appropriate  sizes  for  power  house  equipment  in 
future  designs  than  has  been  done  in  the  past. 

It  has  been  found  that  the  cost  of  preparing  these  statistics  has 
been  more  than  met  by  a  reduction  in  the  cost  of  pieces  of  appa- 
ratus which  have  been  purchased  since,  the  deductions  being  due 
to  the  statistics  obtained. 

Statistics  were  secured  of  various  types  of  laundry  equipment 
now  installed  in  State  institutions  and  it  was  surprising  to  note 
the  wide  variation  in  amount  and  type  of  equipment  performing 
approximately  the  same  work.  It  would  appear  that  no  stand- 
ards have  been  adopted  in  the  purchase  of  equipment.  It  is  also 
noted  that  at  some  institutions  the  large  amount  of  equipment 
installed  results  in  its  use  for  only  a  short  period  on  various  days. 

Tests  and  studies  have  been  made  on  imdergroimd  heating 
mains  at  various  institutions  because  of  the  large  appropriation 
annually  for  this  class  of  institution  work.  The  tests  wore  con- 
ducted with  the  co-operation  of  the  Cornell  Univei'sity  testing 
laboratory  and  various  manufacturers  and  contractors  now  supply- 
ing material  for  the  State.  The  fact  developed,  as  these  tests  prog- 
ressed, that  certain  material  already  installed  on  State  work 
would  not  meet  the  requirements  of  the  specifications  and  in  two 
instances  large  installations  of  this  work  have  been  condemned 
and  they  are  now  being  replaced  by  contractors.  This  emphasizes 
the  fact  that  close  supervision  should  be  made  of  all  material  sup- 
plied the  State  because  the  keen  competition  leads  manufacturers' 
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representatives  to  recommend  to  contractors  materials  which,  upon 
test,  will  not  meet  the  requirements  of  the  specifications.  These 
recommendations  are  made  in  many  instances  by  manufacturers 
who  do  not  know  definitely  the  merit  of  their  own  product. 

The  Specification  Service 

The  specification  division  has  been  able  to  keep  abreast  with  the 
preparation  of  drawings  and  to  about  complete  the  work  of  stand- 
ardization begun  during  the  past  fiscal  year. 

There  were  179  specifications  written  for  work  advertised  for 
bids,  of  which  number  80  represented  the  construction  work 
and  99  the  engineering  work,  heating,  sanitary  and  electric  work 
and  equipment  of  the  different  projects. 

In  addition  to  the  number  of  specifications  prepared,  the  read- 
vertising  of  work  exceeding  the  legislative  appropriations,  due  to 
the  unprecedented  increased  cost  of  building  material,  made  it 
ikeceseary  to  revise  and  write  addenda  to  specifications,  entailing 
an  extra  burden  on  this  as  well  as  all  other  branches  of  the 
Department. 

I  might  add  that  in  the  matter  of  the  standard  specifications, 
new  methods  which  have  been  tried  out  are  being  investigated  by 
the  standardization  committee  and  the  specification  and  construc- 
tion divisions  of  the  Department,  and  where  their  use  will  be  an 
evident  advantage  to  the  State  they  are  being  adopted  and  the 
specifications  revised  accordingly.  In  fact,  the  increased  cost  of 
building  material  and  the  impossibility  of  obtaining  sufficient 
quantities  of  certain  materials  due  to  war  conditions,  namely,  the 
scarcity  of  zinc,  asphalt  and  tile  and  the  increased  demand  for 
copper,  imposes  a  serious  handicap  on  building  which  makes  it 
imperative  that  new  material  be  tried  out. 

The  Ixsi»ectiux  Seevice 

The  inspection  service  has  been  carried  out  faithfully  and  con- 
tractors have  been  required  to  live  up  to  the  specifications.  The 
inspection  force,  under  normal  building  conditions,  is  not  suSi- 
cient  to  give  the  State  good  seiTice.  The  close  of  the  fiscal  year 
showed  $4,038,798.24  in  contracts  in  force  in  various  parts  of  the 
State  while  the  inspection  department  payroll  at  that  time  carried 
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17  i)eis()ii8  with  a  combined  annual  payroll  of  $i]2,200,  incliidiug 
a  chief  ins))ector,  clerk,  two  engineers,  two  as.sistant  engineers 
and  superintendents  of  conbtruetion.  The  inspection  charge  on 
this  amount  of  work  is  about  .008. 

I  believe  that  more  efficiency  in  the  inspection  sen'iee  would 
be  obtained  if  a  permanent  inspector  or  suj^erintendent  of  con- 
struction was  placed  on  all  contract  work  where  the  appropriation 
exceeded  a  certain  figure,  the  inspector  or  superintendent  of  con- 
struction to  be  paid  out  of  the  appropriation,  and  appointed  by 
and  responsible  only  to  the  State  Architect.  I  assign  permaneut 
inspectors  to  the  larger  class  of  building  undertakings,  bu*  I 
believe  this  scope  of  Departmental  work  should  be  enlanjed, 
thereby  doing  away  with  the  itinerary  form  of  in8i)ection  now 
necessarily  in  force  in  a  large  measure. 

All  appropriations  for  building  construction  above  a  certain 
amount  should  authorize  the  employment  by  the  State  Architect 
of  a  resident  inspector  or  superintendent  of  construction,  respon- 
sible only  to  the  head  of  this  Department. 

Securing  Budget  Information 

The  Department  provided  all  information  desired  as  to  the 
needs  of  construction  and  repairs  among  the  State  hospitals,  char- 
itable institutions,  prisons,  armories,  educational  institutions, 
normal  schools,  regulative  and  general  institutions  and  historical 
parks  for  the  tentative  appropriation  act  submitted  by  the  Gov- 
ernor to  the  Legislature  in  1916.  This  information  covered  all 
requests  for  appropriations  by  the  Legislature  and  the  informa- 
tion and  data  secured  was  also  available  for  the  financial  com- 
mitteoh?  of  the  Senate  and  the  Assembly  during  the  le^rislative  ses- 
.-ion.  The  survey  included  an  analysis  of  institutional  needs  as  to 
serviceability  of  existing  buildings  and  estimates  of  cost  of  con- 
struction where  api)ropriation  request  had  been  made  for  a 
sp^ific  building  or  improvement.  The  survTv  was  conducted  by 
myself,  assisted  by  the  departmental  heads,  engineers  and  con- 
struction superintendents  and  the  information  secured  compiled 
and  filed  for  the  future  use  of  the  Department. 

Tt  is  my  intention  to  secure  all  the  information  possible  upon 
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budget  requests  submitted  each  year.  The  data  secured  in  of 
much  value  to  the  Department  and  to  those  who  pass  upon  the 
State  appropriations. 

Development  of  Historic  Places 

The  preservation,  restoration  and  repair  of  State  historical 
reservations  have  required  careful  study  and  investigation.  With 
increased  interest  on  the  part  of  the  visiting  public,  the  greatest 
accuracy  and  research  is  necessary  in  the  preparation  for  restora- 
tion. Repairs  and  changes  in  the  stinictures  made  before  the 
State  acquires  the  various  properties,  together  with  the  eflFect  of 
time,  have  in  many  cases  obliterated  the  original  conditions. 
Where  entire  restoration  has  been  necessarv  I  have  undertaken 
to  reproduce  the  best  example  of  similar  work  that  is  consistent 
with  local  custom.  Where  restoration  is  not  required  I  have 
undertaken  to  presen'e  the  remains  of  the  original  with  the  addi- 
tion of  as  little  modern  material  as  possible.  The  interest  by 
the  public  in  the  results  produced  justify  the  work  done  by  this 
I  )epartment. 

The  Crown  Point  Reservation 

The  most  important  undertaking  at  the  Crown  Point  Eeserva- 
tion  has  been  continuing  the  work  on  the  old  French  fort,  St. 
Frederic.  As  stated  in  my  last  report,  this  unfrequented  part 
of  the  reservation  offered  the  greatest  opportunity  for  developing 
a  new  inteicst  in  the  Crown  Point  forts.  The  uncovering  of 
the  south  fort  wall  and  the  stairs  to  the  citadel  bastion  showed 
conclusively  what  could  be  done  and  a  program  of  procedure  was 
decided  ujK>n. 

The  French,  in  their  early  exploration,  realized  the  value  of 
this  commanding  point  on  the  route  from  the  St.  Lawrence  to 
the  Hudson.  A  small  fortified  outpost  was  established  in  1731. 
Although  this  entire  valley  was,  by  treaty,  neutral  ground,  this 
simple  fort  remained  undisturbed  until  1749  when  a  stone  fortress 
of  greater  strength  was  built.  It  has  been  stated  that  it  was  one 
of  the  strongest  fortifications  in  America.  It  is,  therefore,  inter- 
esting to  actually  see  what  was  considered  a  stronghold  and, 
incidentally,  to  compare  it  with  the  English  fort  built  thirteen 
vears  later  by  General  Jeffrev  Amherst  on  the  hisrher  land  nearby. 
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For  over  one  hundred  years  the  French  fort  has  been  only  a  mass 
of  ruined  stone  work  with  a  vague  outline.  Although  the  point 
has  generally  been  called  Fort  St.  Frederic,  the  old  fort  was  so 
forgotten  that  many  confused  the  English  fort  with  the  French 
one.  In  fact,  there  was  so  little  discernible  that  considerable 
imagination  was  necessary  to  picture  the  low  mounds  as  a  fortress 
which  had  been  called  the  back  door  of  New  York  for  thirty  years. 
The  few  official  maps  of  the  fortification  rendered  but  little 
assistance. 

In  preparing  for  this  season's  work  no  definite  knowledge  was 
available  as  to  existing  conditions  and  for  that  reason  great  cau- 
tion was  necessary  in  order  not  to  disturb  or  destroy  the  badly 
disintegrated  walls  and  ruins.  The  work  has  been  carefully 
plaimed  and  nothing  has  been  destroyed.  The  only  modern  work 
has  consisted  in  relaying  and  resetting  the  more  dilapidated 
masonry  to  protect  it  until  further  preservation  can  be  under- 
taken. The  repaired  work  will  be  thoroughly  blended  with  the 
old  within  two  years  and  will  not  be  discernible.  This  fact  has 
been  demonstrated  bv  the  work  done  on  the  old  barracks  in  the 
English  fort. 

It  is  interesting  to  note  that  the  French  fort  was  not  of  haj)- 
hazard  outline,  as  might  have  been  imagined  by  former  visitor?. 
Every  line  and  angle,  except  the  north  bastion,  which  had  to  be 
adapted  to  the  rocky  point,  is  carefully  executed  in  accordance 
with  the  science  of  fortifications  as  prescribed  by  the  famous 
foil:  builder,  Vauban.  Every  angle  in  the  walls  is  carefully 
started  and  marked  with  a  dressed  stone  which  determines  the 
outline  and  indicates  that  Fort  St.  Frederic  is  a  model  of  con- 
struction well  worth  preserving.  It  is  an  object  lesson  to  coming 
generations  of  the  care  and  skill  exercised  by  the  French  pioneers 
in  a  wild  coimtry. 

As  above  stated,  with  no  restoration  within  the  true  meaning 
of  the  word,  the  outline  of  the  fort,  with  its  component  parts,  is 
plainly  visible.  The  exterior  walls  are  cleared  of  rubbish  and 
show  the  original  stonework  as  laid  in  1748.  Along  the  lake 
shore  the  rampart,  with  its  curiously  formed  north  and  regularly 
formed  east  bastion,  is  visible  to  all  travelers  on  the  lake.  The 
south  and  west  ramparts  are  similarly  cleared  as  well  as  a  section 
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of  the  north.  As  far  as  funds  are  available  the  interior  south 
wall  has  been  exposed^  and  in  so  doing  four  large  ovens  have  been 
unearthed.  The  size  of  each  oval  oven  is  approximatelj 
11^  feet  by  13^  feet,  inside  diameter,  the  four  occupying  a 
spaoe  of  approximately  53  feet  by  17  feet.  From  these  dimensions 
some  idea  of  the  size  of  the  garrison  can  be  estimated.  The  base 
and  floors  of  the  ovens  are  intact  and  also  most  of  the  blackened 
side  walls  up  to  or  above  the  point  where  the  brick  arches  started. 
Xo  ardh  was  found  complete,  and  as  restoration  is  not  considered 
advisable  the  masonry  is  left  as  a  ruin.  The  permanent  preserv- 
ing of  these  ovens  will  have  to  be  undertaken  in  the  near  future 
as  the  old  brick  will  not  stand  the  severe  weather  conditions. 
Further  excavation  and  repairs  were  made  to  the  stairway  to  the 
citadel.  The  entrance  was  constructed  in  a  natural  fissure  in 
the  rock  and  is  about  7  feet  wide  and  is  exposed  for  45  feet  in 
length  in  which  it  rises  15  feet.  It  has  been  definitely  deter- 
mined that  this  leads  from  a  point  near  the  lake  shore  into  the 
strongest  part  of  the  fort.  At  some  future  date  further  explorar 
tion  and  repair  should  be  made.  A  new  flag  pole  has  been  erected 
at  the  head  of  the  stairs  on  the  highest  point  of  the  rampart. 

Little  has  been  done  to  the  underground  entrance,  the  main 
dry  moat  and  the  citadel  proper.  Further  work  on  this  was 
not  contemplated  this  year  on  account  of  the  expense  involved. 
A  great  mass  of  stone  must  be  removed  with  considerable  care  to 
expose  and  preserve  this  part  of  the  fort.  I  believe  that  in  the 
near  future  it  will  be  desirable  and  necessary  to  continue  the 
work  on  Fort  St.  Frederic.  The  work  thus  far  completed  stimu- 
lates interest. 

An  examination  was  made  of  the  ruins  of  the  two  barraeks 
at  the  English  fort  which  were  preserved  by  the  cement  gun 
process  four  years  ago.  Xo  weakness  was  discovered  and  no 
further  work  was  required.  The  old  fort  well  in  the  northeast 
hastion  is  cleared  out  and  a  new  curb  built  around  it.  An 
examination  of  the  southeast  bastion  showed  that  the  stone  face 
wall  was  rapidly  falling  out  and  that  immediate  repairs  were 
necessary.  The  relaying  of  this  wall  has  been  started,  but  it  is 
evident  that  in  the  near  future  it  will  be  necessary  to  continue 
these  repairs  around  the  entire  rampart.      This  will  remove  the 
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foliage  and  some  of  the  wilderness  of  the  ruin,  but  will  at  the 
same  time  remove  the  cause  of  the  disintegration  and  will  show 
the  walls  in  their  true  condition.  Plans  and  specifications  for 
a  stone  pump  house  and  plumbing  equipment  have  been  prepared 
so  that  water  from  the  new  well  will  be  available  for  use  at  the 
comfort  station.      The  contract  has  been  let. 

The  Schuyler  Mansion 

ihe  restoration  of  the  Schuyler  Mansion  at  Albaiij'  has  pro- 
gre«?s?ed  rapidly  this  year  and  the  building  is  nearing  completion. 
As  I  previously  reported,  the  building  had  been  made  struc- 
turally strong  and  the  interior  arrangements  definitely  settled  so 
that  this  year's  work  has  consisted  mainly  of  the.  finishing  effects. 
Contracts  have  been  let. 

The  yellow  paint  has  been  removed  from  the  exterior,  showing 
the  old  colonial  brick  work.  A  rear  porch  has  been  constructed 
across  the  west  side  of  the  house,  supported  by  brick  piers,  with 
brick  paved  floor  to  reproduce  the  original  porch  as  shown  on 
the  map  of  17^4.  Areas  with  gratings  and  window  guards  have 
been  built  about  the  basement  windows  to  conform  with  what 
was  found  during  the  excavation.  New  sashes  have  been  installed 
throughout  and  solid  shutters  placed  upon  the  first  story  windows. 
As  a  result  of  this  work  the  building  has  an  appearance  of  age 
and  dignity  which  adds  much  to  the  interest.  The  first  story  has 
a  new  floor  of  wide  stained  boards,  while  the  old  floor  in  the 
second  story  has  been  repainted.  The  mantel  in  the  lower  south- 
east room  has  been  restored  to  its  original  condition  of  1768,  as 
determined  by  the  outlines  on  the  old  woodwork.  In  the  lower 
northeast  room,  the  old  outlines  were  so  confused  with  modem 
work  that  a  typical  colonial  mantel  was  designed  to  satisfy  the 
general  conditions,  but  with  no  attempt  at  restoration.  In  the 
lower  northwest  room  the  old  mantel  had  been  entirelv  removed 
and  there  was  nothing  to  guide  or  suggest  restoration.  A  colonial 
mantel  of  recognized  merit  was  copied  and  adapted  to  this  room 
and  the  result  is  very  satisfactory.  The  modem  tops  of  three 
other  mantels  were  removed  and  the  original  tops  were  found 
intact.  In  opening  up  the  fireplace  in  the  upper  southwest 
chamber  it  was  foimd  that  the  jambs  were  lined  with  twenty  eight 
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old  Dutch  Biblical  tile.  This  discovery  added  much  to  appear- 
ance and  interest  of  this  chamber  which  is  understood  to  have 
been  General  iSchuyler's  bedi-oom. 

All  of  the  old  paint  on  the  woodwork  was  removed  and  the 
woodwork  repainted  according  to  the  color  scheme  adopted  by  the 
trustees.  The  tone  is  white,  except  in  the  lower  southeast  room, 
which  is  gray.  The  main  stair  hand-rail  was  stained  mahogany 
to  agree  with  the  oldest  color  found  upon  it.  Care  was  taken 
to  preserve  the  tomahawk  mark  on  it  near  the  lower  newel,  the 
authenticity  of  which  is  well  established  by  history.  Wall  paper, 
duplicates  of  old  blocks,  has  been  placed  upon  the  walls  of  five 
rooms.  The  Eldorado  scenery  paper  in  the  upper  hall  is  undoubt- 
edly the  most  attractive  and  imposing  part  of  the  decoration. 
The  lower  northeast  room  has  its  walls  canvased  and  paneled 
with  moulding  which  adds  to  the  richness  of  the  detail  of  mantel 
and  cornice.  The  wall  surfaces  not  papered  have  been  painted. 
The  old  hardware  has  been  repaired  as  far  as  possible  and  dupli- 
cates of  old  hardware  used  in  other  places.  leaded  headlights 
have  been  installed  in  the  archway  between  the  lower  halls  and 
the  front  door.  New  tile  hearths  have  been  laid  in  fireplaces  in 
order  to  reproduce  the  original  effects  as  indicated  by  the  few 
tiles  found  in  the  fire  places.  The  building  has  been  wired  for 
electricity  and  the  old  gas  piping  removed.  Lighting  fixtures 
have  nof  been  installed  as  they  will  be  purchased  in  connection 
with  the  furnishings. 

Only  a  small  amount  of  landscape  work  has  been  undertaken. 
The  restored  building  will  require  extensive  changes  in  the  present 
disposition  of  trees,  bushes  and  approaches  to  give  it  the  proper 
setting. 

The  results  thus  far  obtained  are  satisfactory  and  justify  the 
unusual  amount  of  work  required  of  this  Department  for  the 
proper  restoration  of  the  mansion. 

Sir  William  Johnson's  Mansion 

A  new  caretaker's  cottage  has  been  started  at  Sir  William 
Johnson's  Mansion,  Johnstown.  The  contract  was  let  in  the 
spring  and  it  is  expected  that  it  will  be  occupied  early  in  the 
coming  fiscal  year.       This  will  remove  from  the  mansion   t^ 


4S    Annual  Report  of  Department  op  xVrohitectuee 

pi-esent  living  quarters  and  will  allow  the  removal  of  the  modem 
wing  and  the  starting  of  other  restoration  as  soon  as  funds  are 
available.  Arrangements  are  made  in  the  basement  of  the  new 
cottage  for  the  mansion  heating  plant,  and  as  soon  as  the  conduit 
is  constructed  all  fire  will  be  removed  from  the  old  building. 
This  is  in  accordance  with  my  policy  to  reduce  the  fire  hascard 
as  far  as  possible  in  these  historic  structures.  The  sewer  system 
in  connection  with  the  cottage  is  installed  with  ample  provision 
for  the  future. 

Other  ReservcUions 

Investigation  and  studies  have  been  made  at  the  Governor 
Clinton  house,  Poughkeepsie,  in  view  of  doing  as  much  work  as 
the  funds  available  will  allow.  Although  a  program  of  restora- 
tion has  been  established,  there  are  many  difficulties,  due  to  the 
uj=e  of  the  building  as  living  quarters  for  the  caretaker  and  as 
a  museum  and  a  meeting  place  of  patriotic  bodies.  In  order  to 
disturb  these  arrangements  as  little  as  possible  and  at  the  same 
time  to  make  an  economical  use  of  the  reduced  appropriation, 
the  program  had  to  be  revised.  This  has  been  done  and  plans 
and  specifications  are  being  prepared  for  the  restoration. 

Sketches  have  been  made  for  a  caretaker's  cottage  at  the  Gen- 
oral  Herkimer  home,  near  Little  Falls,  but  the  work  will  be 
delayed  upon  finished  plans  until  next  spring  in  order  that  the 
location  and  final  arrangements  be  further  considered. 

Examination  has  been  made  of  the  interior  walls  at  the  Sara- 
toga Battle  monument  in  view  of  replastering.  Specifications 
are  shortly  to  be  prepared  for  this  work. 

I  again  wish  to  express  my  thanks  for  the  hearty  co-operation 
and  assistance  by  State  officials,  departments  and  institutional 
boards  in  the  work  of  the  State  under  my  supcr\asion. 

Verv  trulv  vours, 

L.  F.  PILCHER, 

Staie  Architect. 

DErARTMEXT    OF    AKCIIITECTrRE, 

Albanv,  X.  Y.  Februarv  23,  1917. 
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Financial  Statement  for  the  Fiscal  Year  Ending 

June  30,  1916 

Office  Maintenance 

Tayrolls  from  Oct.  1,  1915,  to  June  30,  1916: 

October,   1915    $13,398  16 

November,  1915 13,065  63 

December,  1915 13,105  46 

January,  1916   12,876  91 

February,  1916   12,963  63 

March,  1916 12,891  50 

AprU,   1916    12,873  16 

May,  1916   12,731  50 

June,  1916 12,455  95 

Total .' $116,361  90 

■ 

Appropriated  by  chap.  725, 1915 $145,505  00 

Appropriated  by  chap.  529, 1914,  balance 9,750  38 

Appropriated  by  chap.  725,  1915,  Xew  York  office.  2,750  00 

$158,005  38 

Payrolls  from  Oct.  1,  1915,  to  June  30,  1916 116,361  90 

Balance  June  30,  1916 $41,643  48 


Office  Supplies  and  Expenses 

From  October  1,  1915,  to  June  30,  1916: 

October,  1915 $426  18 

Xovember,  1915 379  71 

December,  1915   949  02 

January,  1916   776  68 

Febmarv,   1916    : 792  82 

March,  1916 1,185  41 

foil 
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April,   191G    $981  17 

May,  1916    1,393  6i> 

June,  1916 1,767  86 


Total $8,652  47 


X 


Ai)i)ropriated  by  chap.  725,  1915 $10,000  00 

Appropriated  by  chap.  529,  1914,  balance 166  81) 

$10,166  89 

Paid  from  Oct.  1,  1915,  to  June  30,  1916 8,652  47 

Balance  June  30,  1916 $1,514  42 

Traveling  Expenses 

October  1,  1915,  to  June  30,  1916: 

October,  1915 • $954  65 

Xovember,   1915 1,259  08 

December,  1915   820  2:1 

Januarj',  1916   791  20 

February,   1916   615  72 

March,   1916    964  OR 

April,   1916    932  n.'J 

May,  1916    1,057  31 

Jime,  1916 1,126  33 

Total $8,521  11 

Appropriated  by  chap.  725, 1915 $10,000  00 

Appropriated  by  chap.  529, 1914,  balance 908  01 

$10,908  01 

Paid  from  Oct.  1,  1915,  to  June  30,  1916 8,621  11 

Balance  June  30,  1916 $2,386  90 
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Contingent 

For  a  contingent  fund  for  extraordinary  expenses  and  services 
incurred  in  the  preparation  of  plans  and  specifications  and 
supervision  of  work,  or  in  obtaining  data  in  connection 
with  various  State  institutions,  including  traveling  and  oflBce 
expenses: 

October,   1915    $853  88 

November,   1915    669  09 

December,  1915 114  21 

January,  1916   437  65 

February,   1916   

March,   1916    77  40 

April,   1916    147  02 

Total $2,299  25 

Appropriated  by  chap.  726,  1915,  balance $1,328  71 

Appropriated  by  chap.  529,  1914,  balance   970  54 

$2,299  25 
Paid  from  Oct.  1,  1915,  to  June  30,  1916 2,299  25 

New  York  City  Office 

OflBce  maintenance: 

October,  1915 $209  78 

Xovember,   1915    15  15 

December,  1915 289  38 

January,  1916   110  80 

February,  1916    104  33 

March,   1916    121  16 

April,   1916    233  37 

May,   1916    142  68 

June,  1916 378  80 

Total $1,605  51 
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Appropriated  by  chap.  725, 1915 $2,500  On 

Appropriated  by  chap.  529, 1914,  balance 835  Cr2 

Appropriated  by  chap.  530, 1914,  balance 4  41 

$3,340  03 

Paid  from  Oct.  1,  1915,  to  June  30,  1916 1,605  .M 

Balance  June  30,  1916 $1,734  5l> 

Recapitui-ation 

Office  maintenance $116,361  3{n 

Office  supplies  and  expenses 8,652  47 

Traveling  expenses   8,521  11 

Contingent 2,299  25 

New  York  city  office,  maintenance 1,605  51 

Total $137,439  72 


I 


Statement  of  Contracts  in  Force,  Contracts  Com- 
pleted, and  Certificates  Issued  On  Contracts 
During  the  Fiscal  Year  October  1,  1915,  to  June 
30,  1916,  Inclusive. 

State  Hospitals 
BinghanUan  State  Hospital. 

BoQdinc  Work  Contraotor  Contract      Certificates 

*Chronio patients.. .  CoMtniotioii Durolithic  Co $1110,700  00 

Addition       2.968  22 


102.668  22 
Deduction      2.307  00 


*Chrooao  patients. . .  Heating. 


160.361  22     660.432  60 

R.  T.  Ford  Co 19.737  00 

Deduction  116  00 


19,622  00     10.450  75 
♦Chronic patients. . .  Plnmbing  and  drainage..  Peter    Keeler    Building 

Co 13.122  00 

Addition  82  50 


^Chronic  patients. 


13.204  50       6.903  78 

Hardware Lockwood  Co 1 .638  00 

Addition  36  50 


Deduction 


1.674  50 
7  00 


*Chroiiio patients...  Eaeetrie. 


N.  Y.  Construction  Co. 
Addition 


1.567   50 

6.315  00 

558  00 


Deduction 


6.873  00 
8  84 


*Poiw«r  house Construction. 

*Power  boose New  stack. . . 


6,864  16       4,820  35 

James  C.NoUn 8,780  00 

Floods  Van  Wirt  Co..     19.500  00 
Addition  272  80 


19.772  80 
Deduction  269  29 


19,503  51       7.712  00 

*Power  house Heating Gaylord       Engineering 

Co 17.893  00 

Electric  light  system  Reconstruction Lord  Electric  Co 31 ,870  00 

Deduction  80  00 


31,790  00       8.984  50 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1 916. 
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56  Annual  Repoet  of  the 

Building  Work  Cdntractor  Contract      CertiScatcs 

Electiic    light  syatem    Reconstruction    steam 

and  exhaust  piping  Edward  Joy  Co $7,090  03 

DeduottoQ  73  0) 


7,825  00     $3,136  37 


Buffalo  State  Hospital. 

Building                              Work  Contractor  Contract      Certificate^ 
*Boiler  house Additional  capacity  heat- 
ing  Johnston  Heating  Co. .  $ll,3ft3  00     $5,057  50 

*Sewer Renewing  lines Kelly    A    Wheeter.  as- 
signed to  Lackawanna 

National  Batak 6.295  00      5.972  39 

*Water        softening 

plant Equipment International  Filter  Co.      5,969  00 

Deduction  18  00 


5,951  00  871  2o 

Water          softening 
plant Insurance Rose  &  Kiernan 18  00  18  00 


Central  Islip  State  Hospital. 


Building  Work  Contractor  Contract      Certificates 

♦Water  supply InstalHng  wells A.  J.  Connolly $4,800  00 

Pow^er  plant Running  steam  heating 

lines W.  B.  Armstrong  Co. . .  8,690  00 

Addition  227  13 


8.917  13    $8,917  13 


Power  plant Additional  electric  equip- 
ment   T.    Frederick    Jackson, 

Inc 4.491  00 

Deduction  11  26 


4,479  74       2,331  74 

Power  plant .......   Insurance Rose  &  Kiernan 5  39  5  39 

Power  plant Insurance Rose  &  Kiernan 5  87  5  S7 


Gowanda  State  Hospital. 

Building                              Work                               Contractor  Contract      Certificates 

Boiler  house Underground  connections .  Ralph  Standing $3 .  297  59  Wi  SO 


Hudson  River  State  Hospital. 

Building                              Work                               Contractor  Contract      Certifi^atps 
Water  supply Improvement6.         exten- 
sion   AT,  Easery $29,335  00 

Addition      2,907  00 


32,292  00 
Deduction  121  44 


32,170  56     $1,614  60 


•  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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Brooklyn  State  HaspUal. 

Bttilding                            Work                             Contnctor  Coatraot    Certificates 

^Reception  hospital.  Construction P.  F.  Kenny  Co $138,800  00 

^Reception  hospital.  Electric United    Electric    Con- 

struetton  Co 3.645  00 

*Reeeption  hospital.  Plumbing  and  drainage.. .  Jo^n    J.    Konney    Co., 

Inc 17,232  00 

*Reception  hospital.  Heating Edward  Joy  Co 16,485  00 

*Chronie  hospital...  Construction W.    F.    Plasa    &    Bro., 

Inc 172,900  00 

*Chronic  hospital. . .  Heating Johnston  Heating  Co  . .  31 ,931  00 

*Chronic  hospital. . .  Plumbing  and  drainage. . .  Peter  Keeler  Bldg.  Co. .  19,422  00 

*Chroiiic  hospital. . .  Electric United    Electric    Con« 

struction  Co 17 ,490  00 

*Power  houae Boilen>,  equipment,  etc . . .  A.  Wintcmitz 66,000  00 

Addition  77  68 


66.077  68 
Deduction       1,074  97 


65.002  71  $5,079  60 

Power  house Insurance Rose  A  Kiernan 65  56  65  56 

*Power  houae Elsetrie,  etc Lewis  H.  Woods 8,890  00  471  75 

Main  building Rebuilding  wall Ohlhauaen  &  Veit 3,164  00  3.164  00 

Power  house Construction Peter  Keeler  Bldg.  Co..     45,833  00 

Addition  406  08 


46,280  08 
Deduction  350  00 


45.889  OS      8.937  10 
Power  house Plumbing Peter  Keeler  Bldg.  Co. .       3,150  00  595  75 


Kings  Park  State  Hospital. 


Buildinc  Work  Contractor  Contract      Certificates 

*Cottagc8  It  3 aad4.  Constraetion Maurice  Mead $72,000  00 

Addition      2.865  30 


74.865  30 
Deduotion  763  84 


*Chronic  patients...  Plumbing  and  drainage .. .  A.  S.  Gaynor  Co.,  as- 
signed to  W.  B.  Arm- 
strong Co 7,381  00 

Addition  861  00 


74.101  46  $36,116  50 


8,242  00       2,337  50 

*Cottagcs  1, 3and4.  Heating W.  B.  Armstrong  Co. . .  5,531  00          680  00 

♦Cottages  1, 3and4.  Electric Isidor  Fajans 1 ,179  00          318  75 

♦Cottages  1, Sand 4.  Hardware The  Lockwood  Co 419  00 

Heating  plant Extension Wall    Engineering  and 

Construction  Co 14,440  00 

Deduction  100  00 


14,340  00  4.340  00 


An  asterisk  iadieates  th»t  ooatraet  was  in  ioroB  June  30,  lOld. 


58  Annual  Sxpobt  ov  the 

BuUdinc  Work  Contraotor  Contract      C«rtaficat«8 

* CoDBuIting  Engineer C.  G.  Armstrong  ft  Son.  Percentage        S813  20 

*Water  supply Installing  wells A.  J.  Connolly $3,995  00      2.821  87 


Manhattan  State  Hospital. 


Building  Work  Contractor  Contract     Cotifiettei 

*Power  plant Heating  equipment W.  B.  \naBtrong  Co. . .  $41 .200  00 

*Ftre  alarm  syatem .  Construction C.  ft  M.  Construction 

Co 9,564  79 

Deduction  242  80 


9,321  99 

*Fire  alarm  system..  Insurance Rose  ft  Kiernan 123  .30 

*200  patient  build- 
ing    Electric Jandous  Electrical 

Equipment  Co 5.S25  00 

Addition  02  00 


5.8S7  00    $1.133  90 
*200  patient  build- 
ing  Hardware Lockwood  Co 1 ,120  00 

Addition  26  00 


1^46  00 
*200  patient  buUd- 

ing Heating Walker  ft  Chambers. . .     16,200  00    10,115  00 

*200  patient  build- 
ing  Construction EmersonBldg.  Co 141 ,000  00 

Addition  972  10 


141.972  10 
Deduction  •  2.510  00 


139.462  10    68.293  &< 
*200  patient  build- 
ing    Plumbing  and  drainage . .  James  Harley  Plumbing 

Co 10,074  00 

Addition  323  18 


10,397  18      4.243  03 
*150  patient  build- 
ing  Construction Emerson  Bldg.  Co 118,500  00 

Addition  307  00 


118,807  00 
Deduction       1,500  00 


117.307  00    60,513  tii 
*150  patient  build- 
ing     Plumbing  and  drainage .  .   James  Harley  Plumbing 

Co 11.87900 

AddiUon  101  00 


11,980  00      6,745  60 
^■IdO  patient   build- 
ing    Hardware Lookwood  Co 1 ,290  00 

Addition  47  00 


1.337  00 


*  An  asterisk  indicates  that  contract  was  in  force  Jane  30.  1916. 
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Contractor 


CoQtraot     Certificates 


Building  Work 

*150  patient  build- 
ing Heating Walker  &  Chambers .. .  $11,425  00    98.547  60 

*150  patient  build- 
ing  Electric Lewis  H.Woods 5.043  00 

Deduction  7  01 


5.035  09       1,510  75 

150  patient  building.  Insurance Rose  A  Kiernan 7  01  7  01 

*Power  plant Plumbing  and  drainage.. .  R.  T.  Ford  Co 2,703  00 

Addition  55  00 


2,858  00 
^Power    plant     ad- 
dition  Construction Harby.       Abrons       ft 

MeUus 02.835  00 

Addition  156  98 


62.901  98 
Deduction  291  40 


62.700  58    30.651  01 
^Power  plant Caectrie Jandous  Electric  Equip- 
ment Co 2.250  00 

^ower  plant Heating Walker  k  Chambers ...     89,720  00 

Deduction  483  00 


89.237  00 


MiddUtoum  State  Hospital, 


Building  Work  Contractor  Contract     Certificat4 

Power  house Construction Arthur  Casey **$4.378  00 

^Power  house Construction Peter  Keeler  Bldg.  Co.       6.822  00 

Addition  244  01 


7.066  01     $5,488  27 

^Power  house Heating GiUis  ft  Geoghegan 9,985  00 

*Power  house Electric Buffalo  Electric  Co 3,972  00 

*Power  hoi»e Heating R.  T.  Ford  Co 74,393  00 

Addition  117  00 


*Power  house Plumbing. 


74.510  00     53.448  00 

R.  T.  Ford  Co 2,087  00 

Addition  75  00 


2,162  00      1,394  00 


Rochester  State  Hospital, 


BuHding  Work  .    Contractor  Contract     Certificates 

North  building Sanitary R.  T.  Ford  Co $7,997  00    $2,803  50 

Xorth  building,  ad- 
ministration build- 
ing  Sanitary R.  T.  Ford  Co 1 .169  00  567  20 


*  An  asterisk  indicates  that  contract  was  in  force  June  30.  1016. 
*♦  Contract  refused  —  readvertised. 
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Annual  Repoet  of  the 


jS^  Lawrence  State  Hospital. 

Work  Contractor 


CMitraot      C«rtifiieste9 


Building; 
Water         softening 
plant Construction L.  M.  Booth  Co 96,580  00    S4.327  50 


Charitable  iNSTiTunoxs 
Western  House  of  Refuge  for  WomeUy  Albion^  N,  Y, 

Contractor  Contract      Certifioitef 


Building  Work 

^Sewers Alterations     to     connect 

with  village  system ....   E.  Franklin  Clarke . 


S2.040  00 


New  York  State  Soldiers^  and  Sailors^  Home,  Bath,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

Barn Construction Holleran  Bros $7,429  00 

Deduction  20  00 


7,409  00     $4,544  50 
Electric     plant     al- 
teration   Electric,  outside N.  Y.  Construction  Co.       6.533  00      3.277  53 

Electric     plant     al- 
terations   Construction Wooley- James    Electric 

Company.  Inc 3.381  25 

AddiUon  75  00 


Main  building Electric  elevators. 


Warsaw  Elevator  Co. . . 
Addition 


3.456  25      3.456  25 
4.169  00 
20  00 


4.189  00 


716  17 


State  School  for  the  Blind,  Batavia,   N.Y, 

Building  Work  Contractor  Contract     Certifiaatcs 

^Hospital    addition. 

alterations Construction A.   Friederich   A   Sons 

Co $12,299  00 

Deduction  175  00 


12.124  00    $9.766  07 
^Hospital    addition. 

alterations. . . Electric Whceler-Grecn  Electric 

Co 417  00 

^Hospital    addition, 

alteration-: Plumbing,  drainage Burns  Bros 3.221  00 

Addition  24  50 


George  H.  Chick . 


Hospital      addition. 

altaration^ Heating,  steam  pipinj. . 

Hospital      addition. 

alteration? Hardware Lockwood  Company. . .  290  00 

Addition  8  83 


3.245  50      2.613  33 
1,298  00       1.296  OO 


298  83 


298  83 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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State  Reformatory  for  Women,  Bedford  Hills,  N.  Y, 

BuUdinc  Work  Contractor  Contract     Certificate 

* Undersround  feeders  and 

ground  lighting Comraercial    Construc- 
tion Co $2,771  00 

Addition  182  00 


2,953  00    $1,880  00 
*Cottagea  farm 

group Remodeling    188    electric 

door  openers Lockwood  Co 423  00 

Electric  power  plant  Engines,  generators,  feeder 

cables,  wiring,  etc T.    Frederick   Jackson, 

Inc 10,283  00 

Addition  648  50 


10.931  50 
Deduction  355  00 


*Boiler  house Piping,  conduit. 


10.576  50   2.214  63 

Gillis  ft  Geoghegan 37.000  00 

Addition      1,352  00 


39,252  06 
Deduction  427  60 


Boiler  house Construction. 


33,824  46       1,741  70 

D.  F.  Dakin  Co 38.950. 00 

Addition       1,885  76 


40,835  76 
Deduction  220  00 


*3swage  disposal 
plant,  additions 
and  alterations. . .  Construction. 


40,615  76  11.770  51 


Briante      Construction 

Co.,  Ino 7,993  00 

Addition  189  00 


38,182  00 
Deduction      7,788  75 


Boiler  house PlumlnAg. 


30.393  25      9,858  30 
P.  Keeler  BuUding  Co..       2,719  00 
Addition  76  68 


2.795  68  584  25 

Filtration  plant Open  well Suburban    Engineering 

Co 5,845  00       5,845  00 

Cottages  14,  15  and 

16 Eleotrie Ed.  A.  Keeler 3,343  66 

Addition  305  50 


3,649  16 
Deduction  9  60 


Cottage  No.  13 Eleotrie 


Edward  A.  Keeler 

Addition 


3.639  56 
810  61 
101  77 


970  56 


012  38 


254  48 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1016. 
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Annual  Kbpobt  of  the 


Building 

CottogM  9,  10  &nd 

11 Electric. 


Work 


Contractor 


Contraot      Certificates 


Edward  A.  Keeler $2,049  19 

Addition  306  48 


BoUer    houae    farm 

^<„jip Equipment Gillia  ft  Geoghegan. 

Boiler  houac Inauranoc Rom  *  Kiernan. . . . 

♦Boiler  hooae Inauranoe Roae  k  Kiernan. . . . 


3.2M  67     $1.490  92 


2.908  00 

7  80 

19  80 


707  00 

7  80 


Building 
*Hoepital 


Stote  Training  School  for  Girls,  Hudson,  N.  Y. 

-^ork                             Contractor  Contract     CertificaM 

Conatruction Simon  Ruaaek,  Inc 8M.935  00 


Addition 


904  £0 


56.230  50 
Deduction      1,616  06 


«Boep:tal. 


63.623  84  831.230  70 

Plumbing,  drainage C.  F.  Mentiinger's  Son.      6,478  00 

Addition  46  00 


5,524  00 
Deduction  2  50 


eContagioua  hospital  Heating,  outaide. 


J.  J.  Horan  ft  Co 

Deduction 


5,521  50 
4.912  00 
1.001  00 


♦Hospital Electric  elevator. 

♦Hospital Hardware 


Houser  Elevator  Co.. . . 

Lockwood  Co 

Addition 


3,911  00 

2.430  00 

1.836  00 

74  00 


1.910  00 

♦Contagious  hospiUl  Electric New  York  Conrtniction 

Co li 

Deduction 


409  00 
17  50 


♦Hospital. 


Heating Walker  ft  Chambers. . . 

Addition 


1.381  50 

3.680  00 

73  00 


^Hospital . 


2.939  00 
Deduction  12  00 


coDnections 
♦Ice  house Rasing 


♦  An  asterisk  indicateslthat  contractlwas  in  force  June  30,  1916. 


4.125  05 


1.848  75 


3.753  00      1,717  00 

Electric P««t  ft  Pow<?r8 2.900  00 

Addition  39  00 


2,927  00      1.564  00 

♦Contagious  hospital  Heating  inside Walker  ft  Chamber.     .  865  00          515  10 

*5^per ...   Electric N.  Y.  Construction  Co.  453  00 

♦  ...  Electric  conduits,  outsxde 

leidor  Fajans 4,782  00 

M.  J.  Jackson   ft  Son 

Co 300  00 

Hospital Soapstoneslab Alberine  Stone  Co 16  50            16  50 
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Biiildinc  Work  Contractor  Contract      Certificat» 

Laundry Equipment Troy  Laundry  Machin- 
ery Co $2.700  00    S2.700  00 

Laundiy  enlnrgem't  ConstractiMi Catakill  Supply  Co . . 

Laundry  enlarcem't  Heating W.  B.  Armstrong  Co 

'Hospital Outaide  plumbing,  drain- 
age ...  % Bums  Broa 

Addition 


2  285  00 

1  022  75 

1  444  00 

1.444  00 

1.200^00 

I     45  00 

1.814  00 

Cootagious  hoapital.  Conatruotion Weaver  Bldg.  Co.,  Ine.      6  625  00 

Deduetion  300  00 


CoDtagioaB  hoapital.  Hardware Loekwood  Co 

CoQtagioaB  hoapital.  Plumbing C.  F.  Mentainger's  Son. 

*Contagioaahoq;>ital  Electric Murphy  ft  Wakh 

CoCtagea  11,  12 Conatruetion Nial  Broa.  Construction 

Co 49,417  00 

Addition      4.306  79 


53,723  79 
Deduction  94  32 


Hospital Inauranoe . 


Rose  ft  Kiernan. 


1  363  00 
115  66 


992  42 


6.825  00      3  803  35 
258  00  258  00 


2,974  00      1.420  20 
231  00 


53.629  47      1,220  00 

Retaining  wall Wall,  pipea  and  grading. .  L.  E.  Ragan 1 .090  00 

Addition  273  00 


443  30 
115  66 


State  Agricultural  and  Industrial  School,  Industry,  N.  F. 

Buildiiig  Work  Contractor  Contract     Certificates 

*Haspital  alteration, 

addition Alteration John  H.  Waight S5.900  00 

Addition  541  60 


*Hos|ntal  aheratkm, 
addition Heating. 


D.  A.  Alexander  Go 

Addition 


6,441  50    $3,119  50 

978  00 
96  00 


r  •  •  «  • 


1.074  00 
1.120  00 


^Hospital  alteration, 

addition Plumbing,  drainage D.  A.  Alexander  Co 

Hospital    alteration. 

addition Electric Wheeler-<3reen  Electric 

Co...." 255  00 

Addition  27  00 


732  93 
852  38 


282  00 


282  00 


LetchwoHh  Village,  Thiells,  N.  Y. 


Building  Work  Contractor  Contract      Certifi  Mtes 

•CottageaA.B.C.  D  Heating Blake  ft  WiUiams $17,587  00 

Addition  104  On 


17.691  00    $4,135  25 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1916. 
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Annual  Hepokt  of  the 


Contractor 


Building  Work 

^Cottages  A,  B,  C,  D  Electric    service    connec- 
tions    U\d  >r  Fajans S5,625  00 

Addition  433  60 


Contract      Certificate 


6.031  60     ft. 513  38 


*C  e  n  t  r  a  1  heating 
plant Construction. 


Bbke  &  WilUame 44 .988  00 

Addition  260  00 


45.248  00 
Deduction  246  50 


45.001  50     13.317  80 

*XAundry Plumbing,  drainage Peter  Keeler  Bldg.  Co..       2.415  00 

Addition  107  50 


2.522  50 

*Laundry Finishing  hardware Sargent  &  Co 98  69 

*Laundry Heating J.  J.  Horan  A  Co 4  482  00 

^Laundry Equipment Troy  Laundry  Machin- 
ery Co.,  Ltd 3.278  00 

^Laundry Construction Harriman    Industrial 

Corporation 22.315  00 

Addition  232  00 


22.547  00 
Deduction  100  00 


^Service  building. 
^Service  building. 

♦Service  building. 


Electric W.  H.  Straut  Co 

Plumbing,    drainage,    re- 

fcigeration Jebn  J.  Kenny  Co 7.433  00 

Heating John  J.  Horan  Co 7,482  00 

Addition  34  00 


7,516  00 

♦Service  building . . .  Conatrnctioa H.  H.  Vought  A  Co....     36 .973  00 

Deduction  232  55 


34.969  00 

♦Attendant's  home..  Heating J.  J.  Horan  &:  Co 6,134  00 

♦Attendant's  home..  Plumbing,  drainage John  J.  Kenny  Co 5,500  00 

♦Attendant's  home..  Hardware Sargent  &  Co 768  54 

♦Attendant's  home..  Electric W.  H.  Straut  Co 669  00 

♦Expert  assistants . .  Consulting  engineers. 

steam    power,    heating 

system Ny^ren.   Tcnney    & 

Uhmes 6  p?r  eent 

♦Expert  assit^tants .  .   Consulting  engineer.^, 

heating Nygren,      Tenney      & 

Ohmes 6  per  cent 

♦Expert  a»Istants . .  Consulting  engineer?, 

heating,  cottages  A,  B, 
C,  D,  storehouse,  con- 
duit and  central  station  Werner  Nygren 6  per  cent 


892  50 


22,447  00      5.263  20 
517  00 


36,740  45      7.301  50 

♦Service  building. . .  Finishing  hardware Sargent  &Co 309  30 

♦Attendant's  home..  Construction H.  H.  Vought  ft  Co 35.619  GO 

Deduction  650  00 


8.178  91 

2,465  00 

881  00 


♦  An  asterbk  indieatee  that  eontraet  was  in  foree  June  33,  1916. 
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BgilHing  Work  Contrsetor  Contract     Certificates 

*Tin>  bridsee ConBtrucUon Erie  R.  R.  Co fSll  .000  00 

Power  house Construction Simon  Russek,  Inc 13,610  00 

Deduction  80  00 


13,630  00  $6,776  50 

*Power  house Plumbing,  drainage Joseph  F.  Egan 1 ,485  00 

Addition  268  29 


1.753  29  869  29 

Powsr  house Electric Isidor  Fajans 254  00  254  00 

Povrer  house Hardware Lookwood  Co 6900  6900 

Underground  piping Blake  &  Williams 18.290  00 

Addition  366  00 


18.646  00 
Deduction  33  50 


18.612  50     17.082  50 


Eastern  New  York  ReformcUory,  Napanoch,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

^Hospital Structural  steel,  iron  and 

stair  work Montour  Steel  Co 99,461  00 

*Hcspita2 Steelsashee Montour  Steel  Co 740  00 


State  CiLstodial  Asylum  for  Feeble-Minded  WomeUj  Newarky  N.  Y. 

Building                            Work                              Contracts  Contract      Certifioatee 

*Boiler  houM Heating    and    additional 

boilers W.  B.  Armstrong  Co. . .  S26.945  00 

*Power  house Engine,  dsmamo T.    Frederick    Jaolnon. 

Inc 3,441  00 

*Power  house Construction.       addition, 

alterations E.  J.  Forbes  ft  Son 34,294  00 

H^ottage. 92 inmates  Heating R.  T.  Ford  Co 6  637  00    f4.454  00 

n^ottage,  92 inmates  Electric Conduit  Electric  Co.  . .  1 ,476  00          346  80 

^Hospital Electric O'Connell  Electric  Co. .  985  00 

Deduction  2  00 


983  00  663  00 

^Hospital Construction Atistin  W.  Summers.  . .     40,498  00 

Addition  41  00 


40,539  00 
Deduction  703  60 


89,835  40     18,246  95 

*Cottage, 92 inmates  Construction O.  E.  Schuman 43.516  00 

Addition  60  00 


43.666  00 
Deduction  776  00 


42.791  00    21.976  76 
Cottage,92 inmates.   Plumbing R.  T.  Ford  Co 4,062  00      4,062  00 

*  An  asterisk  indicates  that  contract  was  in  force  June  30.  1916. 
t  Not  to  exceed  $11,000.00. 
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66  Annual  Rbpoet  of  the 


BuildiDg                             Work                              Contractor  Contract     Certificates 

Cottage, 92 inmates.  Hardware Norwalk  Lock  Co $534  00        S534  00 

Hospital Heating Barr  A  Creelman  Co. . .  4,39100      2.266  00 

^Hospital Plumbing,  drainage Barr  ft  Credman  Co. . .  4 ,590  00 

Addition  10  00 


4.600  00      2.715  75 

*Ho6pital Hardware Norwalk  Lock  Co 710  00 

Addition  59  00 


700  00  769  00 

* Outoide  plumbing P.  J.  Sullivan  Co 859  00 

Addition  42  84 


901  84 
^Hoepital Inffuranoe Rose  4b  Kieman 2  00 


Women^s  Relief  Corps  Home,  Oxford,  N.  Y. 

Building  Work  Contractor  Contract     Certificates 

Power  plant Engine,  dynamo Beder  Engineering  Co .     $1 ,416  00 

Deduction  50  00 


1,360  00    $1.366  00 

Hospital,  addition .  .   Construction Hall  4b  Matterson 784  60  129  93 

Hospital Elevator Otis  Elevator  Co 1 .980  00      1 .980  00 


Rome  State  Custodial  Asylum,  Rome,  N,  Y. 

Building  Work  Contractor  Contract     Certificat4a 

^Dormitory  building  Construction George  Baker  Long $88,500  00 

Addition     14.158  82 


102,618  82  $58,770  44 

•Dormitory  buildbg  Heating R.  T.  Ford  Co 18,767  00 

Addition  513  00 


19.280  00      9,664  50 

•Dormitory  building  Plumbing,  drainage R.  T.  Ford  Co 9,973  00 

Addition  937  51 


10.910  51       4.563  23 

•Dormitory  building  Electric Langdon     4b     Hughes 

Electric  Co 3.663  00      1.55125 


Craig  Colony  for  Epileptics^  SonyeA,  N.  Y. 

Building  Work  Contractor  Contract     Certificat«i 

•Power  and  heating 

plant Boilers,  steam  apparatus, 

piping Gaylord  Engineering  4b 

Construction  Co $20,973  00 

Addition  49  00 


21,022  00 
Deduction  32  80 


20.989  20 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1916. 
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BuOdins  Work 

Water  BuptAy Construction. . . 


Contractor  Contract      CertificataB 
McWbirk  Construction 
Co.,     Norwood    En- 
gineering Co $18,576  00 

Addition      1.404  97 


19,979  97 
Deduction  245  50 


*Power  plant Engines,  generator,  eieo- 

trie  work 


Engineering  Co.. 
Addition 


19.734  47    $3,139  07 

8.030  00 
3.023  00 


Power  plant Insurance. . 

Laondry Equipment. 


11.053  00 
32  80 


Rose  4c  Kieman 

American  Laundry  Ma- 
chinery Co 6.991  00 

Addition  t9  68 


Deduction 


7.000  68 
18  00 


32  80 


6,982  08      6.982  68 


Stale  Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw^ 

N.  Y. 

Building  Work  Contractor  Contract      Certificates 

^Hospital Qonstruction N.  R.  Valkenburgh $29.770  00 

Addition  14  30 


29.784  30 
Deduction  475  00 


29.300  30  $15,105  95 

•Hospital Plumbing,  drainage Joseph  F.  Egan 2.799  00      1 .405  90 

•Hoepital Electric Highlands  Electric  Co..  505  00  153  00 

MIospttal Hardware Lookwood  Co 410  00 

Addition  5  50 


^Hospital Heating Teran,   Mahan^      A 

Munro,  Ino 

Two  solaria 'Construction N.  R.  Valkenburgh 

Addition 


415  50 

1,005  00 

9.484  00 

298  80 


969  72 


9.782  80 
Deduction  325  00 


Two 


9.457  80      2,082  73 

Plumbing Joseph  F.  Egan 1.340  00 

Addition  35  00 


1.375  00 
Two  solaria Hardware Reading  Hardware  Co. .  1  08 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
t  Special  order. 


665  45 
1  08 
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AsrsvAL  Repoet  of  the 


State  Training  School  for  Boys,  Yorktoton  Heights,  N.  Y. 

Buildins  Work  Contractor  Contract      Certifieain 

*  Sevon  cottages. . . .  Construction Central  Building  Co. . . .  $79,900  00 

Addition      6.349  36 


86.249  36 
Deduction  350  00 


85,809  36  $38,066  70 

*  Seven   cottages. . .  Heating R.  T.  Ford  Co 12,047  00      4.165  00 

*  Seven  cottages. . .  Plumbing R.  T.  Ford  Co 11 ,943  00 

Addition  35  00 


11.978  00      2,418  25 

*  Seven  cottages Electric Mack  A  Mack 2,090  00 

Deduction  12  80 


2,086  20  590  75 

*  Seven  cottages Hardware Lockwood  Co 1 ,365  00 

Deduction  18  13 


1,346  87 


^Power    house    coal 
pocket Construction . 


Callanan  ft  Preseott ...     20,270  00 
Addition     14.704  00 


Water  supply Construction. 


34.974  00     16.337  56 
Frederick  N.  Lewis....     27,500  00 
Addition      3,599  60 


81.099  60 
Deduction  008  79 


30.190  81     12,211  59 


Prisons 
Great  Meadow  Prison,  Comstock,  N.  Y, 


Work 


Contractor 


Building 
*Cell  building,  south 
wing Construction A.  Pttaquini 


Contract      CertifiMtes 


$277,800  00 

Addition      2,819  50 


280,619  59 
Deduction      1,067  43 


279.662  16 


Dannemora  State  Hospital,  Dannemora,  N,  Y. 

Building  Work  Contractor  Contract     Certificates 

*Northwettwing. . .  Structunl  steel  and  iron 

work Buffalo  Structural  Steel 

Co $3,569  00 

^Northwest  wing. . .  Steel  guards Van  Dom  Iron  Woiks 

Co 3.047  00 


•  An  asterisk  indicates  that  contract  was  in  force  June  30. 1916. 
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MaUeawan  State  Hospital,  MaUeawan,  N.  Y. 

BwMing                              Work                              Contnetor  Contract     Certificat«B 

Btorebouse Refricentincequipmen  t. .  K.  Vest  erdshl  A  Co $12,4M  00    $4,824  00 


Sing  Sing  Prison,  Ossining,  N.  Y. 


Bnilduic  Work  Contractor  Contract     Certificate 

*Po«er  hoiwe Plumbing,  drainafa Burns  Broa $2, 259  00 

Deduction  106  55 


2.152  45    $1,738  25 

*Po««r  house Boilers Blake       A       Williams 

(Henry  W.  Sykes,  W. 
C.  Strange.  W.  Smith. 

Trustees) 31 .380  00 

Addition  675  76 


32.055  76 
Deduction  55  00 


32,000  76 

Power  house Steam  engines T.    Frederick    Jackson, 

Inc 14,080  00 

Addition  103  00 


14.192  00   2.823  25 


Normal  Schools 
Buffalo  Normal  Schod,  Buffalo,  N.  Y. 

Building  Work  Contractor  Contract      Certificates 

School Telephones Johnson-Wahle  Electric 

Co $5,290  00 

Addition  282  65 


5.572  65    $2,264  03 

School Electric  fixtures Edward  Schroeder 

Lamp  Works 3,509  05 

Addition  787  65 


4.296  70 
Deduction  97  50 


4,199  20       1.309  20 

Sdiool Steam  heating  system ... .  J.  J.  Bresnahan 7,98500 

Deduction  64  16 


7.920  84       7.920  84 
School ,  Repairs  to  sump  pit Homer  R.  Fay 16  00  16  00 


Geneseo  Normal  School,  Geneseo,  N.  Y. 

Work                              Contractor  Contract      Certificates 

SdMMl Hot  water  boiler Frank  H.  Falls $808  00        $808  00 


*  Ad  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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Armories 
Troop  B  Armory,  Albany,  N.  Y. 

Building  Work  Contractor  Contnet 

Armory Constroction Keepsdry  ConBtnictioa 

Co $111.000  00 

Addition    10.721  11 


121,721  11 
Deduction  65  00 


■^Armory Electrie. 


Armory Alterations 

Armory Qlaied  partitions. 

Armory Heating 


121.656  11  S21.295S2 

Froet  ft  Sheldon 

2.261  00 

Addition 

468  00 

2.729  00 

055  40 

M.  Kantrowits 

8M  00 

8MO0 

P.  Keeler  Bldg.  Co 

442  00 

442  00 

J.  J.  Horan  ft  Co 

5.847  00 

Addition 

76  00 

5.923  00 
Deduction  50  00 


5.873  00      2.473  00 


Arm<vy HeatLng James  Hunter  Heating 

ft  Contracting  Co...  450  00 

Deduction  8  32 


441  68  441  OS 

Armory Plumbing T.  A.  O'Mallcy 7,375  00 

Addition  478  15 


7.848  15 
Deduction      1.716  15 


6.132  00  575  5S 

Armory Laying  gas  pipe Municipal  Gas  Co 132  25  132  25 

Armory Electric  fixtures Edward  Joy  Co 857  00 

Addition  60  50 


907  50 
Deduction  98  25 


Arm<vy Sand  for  floor.. 

Armory Target  carriers. 

Armofy Flag  pole 

Armory Plumbing 

Armory Plumbing 


800  25 

809  25 

M.  J.  Regan 

sdooo 

500  00 

Same  ft  CardeU 

219  00 

219  00 

Qeorge  Ferguson 

28500 

285  00 

J.  D.Walsh's  Son.... 

1.583  90 

1.583  00 

J.  D.Walsh's  Son 

104  71 

104  71 

New  York  State  Armory,  Albany,  N.  F. 


Building                           Work                             Contractor  Contract 
*  Armory Alterations,  electric  work.  Alpha     Electric     Con- 
struction Co $1,483  00 


*  An  asterisk  indioates  that  contract  was  in  force  June  30,  1916. 
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Troop  I  Armory,  Buffalo,  N.  Y. 


Buildinc 
♦Armory 


Work  CoDtTMtor  Contr»ct     Certifie»tc» 

Cowtruotion C.  H.  EvwiU $111JS65  00 

Addition    12.338  07 


123,808  07 
Deduetioo      1.000  00 


*  Armory Heatins . 


122.808  07  $67,786  23 

R.  T.  Ford  Co 6,407  00 

Addition  402  00 


6.080  00 
Deduction  10  00 


Armory. 


6.070  00      4.830  60 

Plumbinc,  drainac^ J.  J.  Bnwnahan 8.485  00 

Addition  700  00 


0,245  00 
Dcduetion  72  40 


*  Armory. 


0,172  00      7.300  26 

Eleotrie O'Connall  Electrie  Co. .      2,800  00 

Addition  750  50 


3.660  50 
Deduction  103  50 


*  Armory. 


Hardware ;.  .7 Weed  ft  Co. 


3.367  00      1.453  60 
776  00 


State  Armory,  Yonkers,  N.  Y. 


Buildinc  Work  Contractor  Contract     Certificatea 

^Armory Conetruotion Kelly  Construction  Co., 

Ino 074.707  00    $6.816  66 

•Arnruwv   Heating A.  B.  Barr  ft  Co.,  Ino. .       6. 100  00 

Deduction  17  00 


^Armory. 


6.063  00 

Plmnbinc,  drainage P.  F.  Kenny  Co 5.800  00 

Electrie Isidor  Fajana 2.400  00 


Educational 
Schoharie  State  School  of  AgricuUure,  CobleskiU,  N.  Y. 


Building 


Sdiool 


Work  Contractor  Contract     Certifioatee 

Conatruotion C.    H.    BCitehell    Co., 

awigned    to    £.    H. 

ntofaener $40,000  00 

Addition  838  46 


40,838  46 
Deduction  50  00 


40.788  46  $11,701  86 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1010. 


72 


Annual  Repobt  of  the 


Building                             Work 
School Hardware 


School Heating. 


School Flumbing. 


School Electric , 


CoDtractor  Contract      CortificAtes 

LoekwoodCk> S280  00 

Addition  39  50 

319  50        1319  50 

J.  J.  HoranftCo 2,940  00 

Addition  20  00 

2.960  00      2.960  00 

R.  T.  Ford  Co 5,637  00 

DeduBtion  94  75 

5.542  25      1.759  75 
Fleming  ft  Shannon.. . .       2,460  00 
Deduction  25  00 

2,435  00      1.284  95 


Cornell  University,  Ithaca,  N.  Y. 


Building 
*DriUHall.... 


Work  Contractor 

Construction Eaetem  Concrete  Steel 

Co $199,750  00 

Addition      2.218  52 


Contract    Certificates 


201,968  52 
Deduction  184  40 


Drill  haU, 
DriUhaU. 
DriUhall, 


201,784  12  $64,806  60 

Consulting  engineers Balcom%  Darrow Percentage 

Consulting  engineers Baloom  A  Darrow Supp.    Percentage 

Structural  steel Seneca  Engineering  Co.  $68,500  00 

Addition  184  40 


68,684  40 


*DrillhaU, 


Heating     work, 
ground  mains . 


under- 


J.  W.  Danforth  Co 21 ,927  00 

Addition  241  00 


22.168  00 
Deduction  150  79 


*Drill  hall Humbing  and  drainage. . 


22.017  21     12,462  4  > 

R.  T.  Ford  Co 12.537  00 

Addition  264  00 


12,801  00 
Deduction  15  00 


^DriUhall Electric. 

DriUhaU Heating. 


Isidor  Faj 
Ed.  Joy  Co 


12.786  00 

9.698  00 

17.500  00 

Addition  123  91 


5.209  13 
3.299  W 


17.623  91      8.420  96 
*Plant          industry 
buildings Architectural  services ....  Green  ft  Wicks Percentage 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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Contractor 


BuiUinc  Work 

CUnic   and    hcspital 

building        and 

central  heat-plant.  Arohiteetoral  senrices Green  A  Wicks Peroentace 

Central  heating 

plant Conatruction J.  W.  Danforth  Co $10,321  00 

Deduction  43  50 


Contract     Certificates 


675  00 


198  00 


Poultry  houses Electric  work Davis    Brown  Electric 

Co 

Stock    judging    pa- 
vilion   Painting    under    side    of . 

roof  boards DuroKthic  Co 

Home         economics 

building Heating Forest   City   Plumbing 

Co 

Home        economics 

building Plumbing Forest   City   Plumbing 

Co 

Tool  bam Construction R.  D.  Green  A  Son 

Vegetable        garden 

group Heating  section  D Jameson-McKinney  Co. 

Addition 


306  00 
Poultry  plant  exten- 

su>n numbing,  drainage Jameson-McKinney  Co.       1 ,715  00 

AddiUon  200  00 


10,277  50  $10,277  50 
508  00    598  00 


Deduction 


288  90 
51  80 


Six  greenhoiises Heating. 


5,372  00 
Deduction  78  50 


Deduction  7  00 


Home    Elconomies 
building Electric Williams  Electric  Co. .. 


135  00 


675  00 


198  00 


290  00 

290  00 

5.544  28 

4,328  78 

304  00 

i            62  00 

366  00 


1,024  00      1  265  25 

Six  greenhouses ....  Construction King  Construction  Co. .     17,065  00 

Addition  347  60 


18,312  60      6.667  52 

Six  greenhouses Plumbing King  Construction  Co. .  264  00 

Addition  24  90 


237  10  237  10 

W.  H.  LuttonCo 4.500  00 

Addition  872  00 


6,293  50 

2,671  25 

One  greenhouse. . . .  Construction 

W.  H.  Lutton  Co 

1,600  00 

1,600  00 

Greenhouse Electric 

Williams  Electric  Co. . . 

204  00 

Addition 

18  65 

312  65 

312  65 

Home   Economies 

building Construction 

G.  M.  Van  Alstyne 

6,300  00 

6,293  00      0  293  00 


135  00 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1016. 
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Sicde  School  of  Agriculture,  Ddki,  N.  F. 

Buildinc                            Work                             Ccmtimotor  Contnet     CertifieateB 

*DttrylMtfn Conctruetion B«nadiet  BmIc $17,443  00    92,029  00 

•Qury  bwn Plumbinc.  dntixutge H.  8.  Graham  A  Sow..  2.885  00          501  50 

•Dairy  bam El«otrio Edward  Joy  Co 520  00 

*Dairy  buildinc Construetion J.  F.  Growe  Const'n  Ck>.  22.475  00 

Additaon  18  04 


22,403  04 
Deduction  350  00 


•Dairy  building. . . .  Heatinc. 


22,143  04       6,878  24 

R.  T.  Ford  Co 7,967  00 

Addition  87  00 


8,054  00 
Deduction  15  00 


8,089  00      6.368  75 


Dairy  building Hardware, 

Dairy  building Plumbing, 


Albany    Hardware     A 

Iron  Co 

H.  8.  Graham  A  Sons. . 
Additaon 


301  40 

3.275  00 

50  00 


301  40 


3.325  00       1,616  50 

Dairy  building Electric Murphy  A  Walsh 740  00  527  60 

Dairy  building Electric  feeder  connectione  Peter  Keeler  Bldg.  Co..  176  00  176  00 


State  School  of  Agriculture  on  Long  Island,  Farmingdale,  N.  Y. 

Building                            Work                             Contractor  Contract      Certificatet 

^Dormitory  bldg. . .  Construction Frank  Sibenaler S29.724  00 


Addition 


115  48 


29.839  48 
Deduction  695  00 


29.144  48    83.743  40 
Dormitory  building.  Heating Blake  A  Williams;   con- 
tract completed  by  A. 

Wintemita 2.778  00 

Dormitory  building.  Heating A.  ^R^temiU 1.26000       1,26000 

^Dormitory  building  Plumbing Joseph  F.  Egan 4.963  00 

Additaon  22  00 


4.965  00      2.482  76 

• Walks,  curbing,  etc Delte  Cont'g  Co.,  Inc..       3.650  00      1,189  58 

^Horticulture  bldg. .  Plumbing McKenna  Bros 3.376  00 

Addition  62  50 


3.439  50 
Sewage     and     sewage 

disposal  plant Briante  Construct'n  Co.    44.387  00 

Deduction      9.026  00 


35.361  00      9.203  25 
^Central  heating  aaid 

lighting  plant Boiler  plant  and  conduit.  A.  WmtemiU 103,000  00 

Addition  206  53 


103.206  53 
Deduction  106  34 


103.100  19     15.948  64 


A.   ^^.^ 


Tisk  indioatss  that  contract  was  in  force  June  30,  }916. 
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Work  Ccmtimotor  CootrMt     Certifioat«» 

•Dbwtor'sTaidenee  Heatinc P.  Keeler  Building  Co..        $800  00 

Deduetion  25  00 


865  00 

Coutruotion,    drainage 

and  water  supply Victor  B.  Hen 1.452  00    $1,068  85 

AgioDomy  and  hor- 

tieoHarebUUpB....  Conatruction Rufus  H.  Brown 51,600  00 

Deduction      1.000  00 


50.600  00      8,080  75 
Hcrtaealtare,    agro- 
dircetor's 

Hardware Reading  Hardware  Co.  552  35  532  36 

Ftower  lioase Conetruetion Frank  Sibenaler 32.i86  00 

Deduotion         400  00 


Power  hooee Hardware Loekwood  Co 

Power  lioase Plumbing McKenna  Brothers. . . .      1.320  00 

jigrouomy  bnikiing.  Eleotrio Commereial    Construo- 

tionCo 1.780  00 

Deduotion  15  00 


83.086  00      5  957  00 
812  00  312  00 


325  60 


1,774  00 
Horticalture  and  ag- 

ly  building. .  Heatang! A.  Wintemits 5.034  00 

Addition  375  00 


692  37 


6.300  00 
Deduetion  6  75 


Horticulture  bldg . . .  Eleotrio . 


6,302  25       1.637  45 

Mack  ft  Mack 1,042  00 

Addition  15  70 


1,057  70 


206  85 


heating  and 
plant Electric . 


N.  Y.  Construction  Co.     10,345  00 
Deduction  0  00 


10,335  10      2,611  15 
^Central  heating  and 

power  plant Insurance Rose  ft  Kieman 0  00 

Boimitory  No.  1...  Hardware Lookwood  Co 407  68          407  68 

Domntoiy  building.  Electric Mack  ft  Mack 1.042  00          638  25 

^Donniioty  building  Insurance Rose  ft  Kieman 2  56 

^Hortienlture      and 

agraoomy Insurance Rose  ft  ICernan 38  51 

^Hortiealture      and 

Insurance Rose  ft  Kieman 67  83 


S]fracu8e  College  of  Forestry,  Syracuse   University ,  Syracusey  N.  Y. 

Boildittg  Work  Contractor  Contract     Certificates 

«Gallcce  building. . .  Construction Q.  Dekimpe $207,500  00 

Addition      1,604  49 


200,104  40 
Deduction      2.605  00 


206.400  40  $80,471  06 


*  Ad  asterisk  indicates  that  contract  was  in  force  June  30,  1016. 
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Buildiiiff  Work  Contraotor  Contra^ 

College  building Hardware The  Lockwood  Co SI. Ml  00 

Addition  22  40 


1,083  40 
Deduetion  18  00 


1.045  40    91.045  40 

College  building Hardware The  Loekwood  Co .  122  50          122  80 

^College  building. . .  Hardware The  Lockwood  Co 21  50 

^College  building. . .  Heating W.  E.  Lape,  aatigned  to 

U.S.FideUty  4c  Guar- 
anty Co 14,507  00 

Addition  45  00 


14.042  00      S»144  49 

College  building Plumbing,  gas  fitting J.  R.  Walsh. ..      9.280  00 

Addition  730  21 


10.019  21       3.S27  45 

H)ollege  building. . .  Electric Edward  Joy  Co 5.418  00 

Addition      1.662  86 


7.080  86      2.805  00 

College  building Inspection  of  steel Pittsbiurgh    Testing 

Laboratory 75  00  75  00 

*College  building. . .  Gas  service Syracuse  Lighting  Co. .  200  00 


Onondaga  Indian  Reservation 


Building  Work  Contractor  Contract     CflrtifieateB 

School  building Construction Fred  E.  Young $10,838  00 

Deduction  325  00 


10.513        910.513 

School  building Heating Robert  Calder  Co 1.087  00      1,087  00 

School  building Hardware Lockwood  Co 141  00 

Addition  6  18 


147  18  147  18 


New  York  Institution  for  Deaf-MvJtes,  Malone,  N,  F. 

Building  Work  Contractor  Contract      Certificates 

*Annez  to  kinder- 
garten building. . .  Construction Benedict  Beck $18,994  00 

*Annex  to  kinder- 
garten building. . .  Heating Frank  H.  Monaghan. . .       1 , 533  00 

*Annez  to  kinder- 
garten building. . .  Plumbing,  drainage Frank  H.  Monaghan. . .      91 , 530  00 

*Annex  to  kinder- 
garten building. . .  Electric  work Edward  Joy  Co 591  00 


St,  Laivrence  University,  Canton,  N.  Y, 

Building  Work  Contractor  Contract     Certifi 

*Shop  building Construction J.  D.  Flack $1 .773  00 

Addition  118  00 


1.893  00    $1,508  75 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1910. 


Department  op  Abchitectitbe  77 

Public  Buildings 
State  Ca^toly  Albany,  N.  Y. 

Building  Work  Contracted  Contract      Certifieatet 

*CBpitoI Eleotrio    fixturet,    room* 

138,  140.  141 Alpha  Electric  Co $S9  00 

*C^iitol Repairing  corridor,  third 

floor Benedict  Beck 274  00 

«CapitoI Repain.  exoMe  departm't.  C.  H.  Brainard  A  Go. . .  547  00 

Addition  190  00 


737  00 

^Capitol Painting  walls,  room  130.  C.  H.  Brainard  A  Co. .  97  00 

Addition  210  00 


307  00 
Deduction  142  50 


164  50 

*Capttol Eleetrie,  west  wing Finch  A  Hahn 696  00 

*Capitol Electric    fixtures,    rooms 

135,  136,  137.  138 E.  Joy  Co 16S  50 

^Cspitol Eleotrio     woik,    superin- 
tendent of  public  w'ks.  Edward  F.  Joy 1 ,332  15 

Addition  25  00 


1.407  15 
Deduction  10  00 


1.397  15 

*Capitol CoMtniction.  repairs M.  Kantrowits 1  ,S48  00 

Deduction  25  00 


1.823  00    $1,315  00 

•Gspitol Skylights,  rooms  444.  445  W.  F.  Plass  &  Bro..  Inc.  900  00 

*Capitol Heating,  executive  offices.  J.  R.  Sheehan  Go 5^00 

Deduction  5  00 


580  00 

*CiHMtol Steel  lookers  for  legislative 

employeee Van  Dorn  Iron  Works. .  787  01 

Deduction  50  00 


Capitol Electric  floor  plugs,  rooms 

130. 13fl  and  137 Fmch  &  Hahn 

Capitol Electric,  room  329 Finch  A  Hahn 

Capitol Electric,  executive  offices.  Finch  A  Hahn 

Addition 


737  61 

114  00 

114  00 

82  00 

82  00 

118  00 

I     42  50 

160  50  160  50 


Capitol Restoring    interior     sky- 
lights  J.  J.  Gorman 4,500  00 

Deduction  35  00 


4.405  00      4.465  00 

Capitol Painting,  room  330 J.  H.  Harrigan 168  00  168  00 

CaiMtoI Two  radiators,  fifth  floor. .  J.  Hunter  Heating  and 

Contracting  Co 110  00  110  00 

Capitol Repairs  to  electric  wiring.  Tucker    Electric  .Con- 
struction Co Percentage. 

*  An  asterisk  indifiat4Wi  that  contract  was  in  force  June  30,  1016. 
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Buildinc                             Work  Contraotor  Contrsct     Certificate 
Capitol 40   chain,   lesiaUtive    li- 
brary    Van    HeuMo    Charles 

Co $600  00         S600M 

Ci4>itol Lighting     fizturee,     west 

wing Wahle-FhiUipB  Co 27.905  00 

Addition  72  46 


28.067  46 
Deduction  461  50 


27.605  96  300  00 

Capitol Plumbing.  Department  of 

Weights  and  Measures .  J.  D.  Walsh's  Sons,  Inc.  lOO'  00          100  09 

Capitol Electric  executive  office. .  A.  J.  Eokert  Co 1.520  00       1.530  09 

*Capitol Moving  lavatories 1 .  A.  J.  Eekert  Co 12  50 

*Capitol Screen  door,  lepslative  li- 
brary  Wm.  M.  Whitney  A  Co.  12  00            12  09 

Capitol Changing  floor  outlets....  Edward  Joy  Co 12  00            12  09 

Capitol Changes,  treasurer's  office  M.  Kantrowits 725  00 

Addition  95  00 


820  00  82009 

Capitol Alterations,  room  152 M.  Kantrowits 494  00  404  09 

Capitol Alterations,  executive  offi- 

ces M.  Kantrowits 2.400  00 

Deduction  4  00 


2.396  00      2,396  09 

Capitol Alterations,     rooms    100. 

100 M.  Kantrowits 2.435  00 

Addition  740  00 


3.175  00      3.175  09 

Capitol Moving  sample  case,  room 

137 M.Kantrowits 50  10  50  19 

Ci^iitol Glasing  doors,  rooms  318, 

310.320 M.  Kantrowits 58  00  58  09 

Capitol TUe  floors,  room  319 P.  Keeler  Building  Co..  286  00  286  09 

Capitol Removing    foundation, 

room  319 P.  Keeler  Building  Co. .  60  00  60  09 

C^utol Removing  concrete  plat- 
form, room  319 P.  Keeler  Building  Co..  27  70  27  19 

Capitol Painting     and     patching 

ceiling.    Senate    locker 

room P.  Keeler  Building  Co..  123  00  12S  09 

Capitol Alteration  rooms  133-134.  P.  Keeler  Building  Co..  594  00  594  09 

Capitol Electric  Senate  document 

room Alpha  Electric  Co 63  00  63  09 

Capitol Electric  Senate  document 

room Alpha  Electric  Co 15  00  15  00 

Ciq>itol Engineering  services C.  Ashmusen Percentage. 

Ci^ntol Metal  bookcases,  Assem- 
bly library Cobb,    Maoy,    Dohme, 

Inc 168  00  168  09 

Capitol Polished  glass,  room  230. .  W.  DeyErmand  Co 31  60  31  60 

Capitol Polished    glass,     state 

treasurer's  office W.  DeyErmand  Co 125  00  115  09 

Capitol Mirrors,  executive    lava- 
tory  W,  DeyErmand  Co 100  00  100  09 

Capitol Glass  in  partitions W.  DeyErmand  Co 35  00  35  09 

Capitol Dyeing    rugs,    Assembly 

committee  room Jules  Doux,  Inc 133  00  133  09 

*  * ^-'risk  indicates  that  contract  was  in  force  June  30,  1916. 


Depabtment  of  Abohitegtube  79 


Buildiiic  Work  Contrmotor  Contnet      Certifio*t« 

C^)itol ReToIving  door,  weat  en- 

tnnoe Feeney  A  Sbeehan  Bldg. 

Co $100  00        SlOO  00 

O^iitol Stmetnral  eteel  mad  iron 

work FMoey A  SheehanBldg. 

Co 37  620  00 

Addition  20  00 


37.040  00 
Deduction      3.610  00 


34.130  00    10,173  03 


Gbpito] Eleetric    D^Mutment    of 

Health FInoh  A  Hahn 1,717  00 

Addition  leO  00 


Cniitol Eleotiio,  room  426 Finoh  A  Hahn 

Ci«atol Eleetric,  Secretary  of  SUte  Finofa  AHahn 

Caiiitol Partition,  room  518 MoCann  Buildinc  Co . . 

C^jitol Lettering  doors  and  tran- 

■oma MaoSignCo 20  50  20  60 

Gmitol Lettering  doors.  State  B'd 

ofCharitiee MaoSignCo 9  00  0  00 

Cmitol New  lavatoriee T.  A.  O'MaUey 1.291  00 

Deduction  10  00 


1.877  00 

1,269  26 

206  00 

206  00 

28  00 

28  00 

98  00 

98  00 

1.281  00  226  16 

Capitol Plumbing,  Department  of 

Health T.  A.  O'MaUey 1.327  00  286  60 

^Capitol Bronae     regieten,     third 

story Tiffany  Studios 2.700  00 


Assembly  Chamber,  State  Capitol 


Building                            Work                       '     Contraotor  Contract     Certificate* 

Assembly  chamber. .  Restoration  of  postoffice. .  Benedict  Beck S985  00        $985  00 

Assembly  chamber. .  7  leather  davenports Brown,  Curtis  A  Brown  1 ,015  00      1 .  015  00 

Assembly  chamber. .  Ceiling  panels  and  repairs.  Callanan  A  Prescott ...  4 .  100  00 

Addition  300  00 


4,400  00       1.037  60 
Assembly  chamber. .  New       room .    Assembly 

financial  derk Fulton  Brothers 166  00  166  00 

Assembly  chamber. .  Framing  and  wire  screen .  J.  McKinney  A  Son . . .  149  00  149  00 

^Assembly  chamber.  Electric  work Alpha  Electric  Co 23  00 


Senate  Chamber,  State  Capitol 


Building  Work  Contractor  Contract      Certificates 

•CaiMtol Electric  fixtures Alpha  Electric  Co $1.683  00        $797  50 

•Ospitol Electric  fixtures Black  A  Boyd  Mfg.  Co.      2.800  00 


Telephone  Building,  Albany,  N.  Y. 


Building                            Work                             Contractor  Contract     Certificates 
Banktos        Depart- 
ment  Metal  equipment Canton  Art  Metal  Co. .  $3,000  00 

Deduction  39  30 


2.960  70    $2,960  70 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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Building  Work  Contraetor  Contnet      CertificsfttM 

Adjutant    General's 

office Metal  equipment Art  Metal  Construetton 

Co S704  70        1794  70 

CompUt>l]er's  office.  Bronie  tablet Gorham  Mfg.  Co 50  00  60  00 


Education  Buildingy  Albany,  N.  Y. 

Building  Work  Contractor  Contract      Certifieatci 

^Education  building.  R^>airB  to  sidewalk P.  Muldeny $0  13  per 

square  foot 

^Education  building.  Mural  decorations WVl  H.  Low 30,000  00    $4,557  80 

Bkiucation  building. .  Engineering  services Henry  C.  Meyer Percentage 

Ekiucation building..  Architectural  services. . . .  Palmer  A  Homboetel. .  Percentage 

Education  building. .  Electric  light  fixtures Black  A  Boyd  Mfg.  Co.  133.872  97 

Addition      5.548  00 


130,420  97 
Deduetion      5.100  00 


134,320  97  340  00 

Education  building..  Excavation M.  F.  Dollard 6,756  36  6.756  36 

Education  building..  Changes  to  eaves,  mould- 
ing  J.J.Gorman 550  00  550  00 

Education  building. .  Electric  wiring,  Indian  ex- 
hibits  E.  Joy  Co 771  96  771  06 

Education  building..  Door  locks  for  elevators  Otis  Elevator  Co 193  00  193  00 

Bkiucation  building. .  Construction,  Indian  ex- 
hibits   W.   F.   Plass   A  Bro..  10.950  00  4,830  00 

Education  building...  Heating  work United  Lead  Co 962  50  962  50 


Executive  Mansion,  Albany,  N,  Y. 

Building                             Work  Contractor  Contract      Certificates 

Greenhouse Construction,  repairs Lord  A  Bumham  Co.. .     65.605  00    $1,088  85 


StaU  Hall,  Albany,  N.  F. 

Building  Work  Contractor  Contract      Certaficatei 

*Statehall Construction,  repurs Feeney      A      Sheehan 

Bldg.  Co $162,000  00 

Deduetion  10  50 


161,989  50  $47,987  60 

*State  haU Heating J.  R,  Sheehan  Co 13.911  00 

Deduction  14  00 


13.897  00      7.564  53 

•State  hall Electric Edward  Joy  Co 9.753  00 

Addition      140  00 


9.893  00      1.062  SO 

■^SUte  hall Plumbing,  drainage Edward  Joy  Co 6.568  00      1,827  50 

•State  hall Electric  elevator Wheeler-McDowell  Ele- 
vator Co 5.900  00 

SUte  hall Test  pits M.  Kantrowits 91  73  91  73 

•State  hall Designs J.  F.  Warner Percentage 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1916. 
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Old  Power  House  Site,  Albany ,  N.  Y. 

BaOdiag  Work  Contraotor  Contract     Certificates 

Ste Grading,  eodding.  etc ... .  Cramond   Construction 

Co $7,445  00 

Addition  '  39  60 


7,484  60    $7,484  60 

Site Grading,  sodding,  etc ... .  Cramond   Construction 

Co 213  90  213  90 


New  Capitol  Power  House,  Albany,  N.  Y. 

BuOdiag  Work  Contractor  Contract     Certificates 

^Power  house Sidewalk  repairs R.  T.  Ford  Co $343  00 

*Pow<er  house Grillage  on  caissons R.  T.  Ford  Co 175  00 


Agricultural  Hall,  Albany,  N,  F. 


Building                            Work                             Contractor  Contract     Certificates 

•Building Construction, alterations..  John  M.  Collins $873  00 

Boilding Construction  work Benedict  Beck 172  00 

Addition  36  00 


206  00        $208  00 


Regulative 
SUxte  InstittUe  for  the  Study  of  Malignant  Disease,  Buffalo,  N.   Y. 

Building                             Work  Contractor  Contract      Certificates 
^Gratwiek      labora- 
tory  Heating,  yentilating Reirablic      Engineering 

Construction  Co $8,567  00 

AddiUon  180  99 


8,747  99 
Deduction  19  00 


8,728  09 


Quarantine  Station,  Rosebank,  Staien  Island,  N.  Y, 

Building  Work  Contractor  Contract      Certificates 

♦Animal  building . . .  Construction,  drainage. . .  P.  Wolff  &  Sons $6, 191  00 

Addition  358  00 


6.549  00 
Deduction  9  00 


6.540  00    $1,717  85 
♦Animal  building.. .  Plumbing,    drainage    and 

gss  piping W.  C.  O'Keeffe  A  Sons.  570  00 

Deduction  8  00 


562  00  260  95 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1916. 
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Buildini                            Work 
Aiiiin«]  building Eleotric 


ContnMtar  Contxmct     Certifioatei 
Jandoui  Eleotrio  Equip- 
ment Ck>.,  Inc t375  00 

Addition  S  00 


Deduction 


378  00 
66  00 


Animftl  building Heating William  J.  Olvany. 


323  00 
658  00 


00 
558  00 


General 
General  Herkimer  Home,  Little  Falls,  N.  Y. 

.    Building  Work  Contractor  Contract     Certificate! 

Herkimer  home Repain Charles  Egan $2,608  00 

Addition  101  20 


2.780  20        S614  11 


Letchwarth  Park,  Portage,  N.  Y, 


Building  Work  Contractor  Contract     Certifieatei 

* Electric  plant Saliabury      Wheel      A 

Manufacturing  Co...        $416  00 


Schuyler  Mansion,  Albany,  N,  Y. 


Building 
^Mansion 


Work                             Contiactor  Contract     Certifioatei 

. .  Hardwaie Albaqy  A  Hardwaie  A 

IxonCo $83  00 

Mannon Sanitarywork E.J.Ryan 100  00       $190  00 

^Mansion Construction,  repairs M.  Kantrowits 4,636  00 

Addition  120  00 


^Mansion Painting  and  decorating, .  M.  Kantrowits 

•Mansion Heating J.  R.  Sheehan  Co 

Mansion Electric Alpha  Electric  Co 

Addition 


4.065  00 

800  00 

823  00 

272  00 

62  00 


Deduction 


324  00 

8  01 


612  00 


816  00  315  M 

Caretaker's  cottage .  Construction,  repairs Maurice  Mead 0.800  00 

Addition      7,242  46 


14,042  40       3.815  47 


Warren  County  Fish  Hatchery,  Warrentbwrg,  N,  Y, 

BuiUing  Work  Contractor  Contract     Ceftifiest«i 

Fish  hatchery Construction George  E.  Ftorar $4,389  22    $4.380  22 

Fish  hatchery Heating James  Hunter  Heating 

A    Contracting    Co., 

Inc 628  00  638  00 

*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1010. 
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Buildins  Work  Contrsotor  Contract     Certifioatea 

rU  hatohery Fluxnbiiic WiUiam  Dayoe $773  00        $773  00 

rU  hatdiery Heatioc Robert  F.  Pohl 737  00  737  00 


Sir  WiUiam  Johnson  Mansion,  Johns/town,  N.  Y. 

Bttildins                            Woric                             Contiaotor  Contract     Certificates 

•Caretaker's  cottace  Construction Eli  J.  Miller $3.0fN)  47 

•Caretaker's  cottage  PlumbiBg,  drainage W.  Lynes  ft  Son 1. 160  00 

•Caretaker's  cottage  Heating W.  Lynes  ft  Son 325  00 

•Caretaker's  cottage  Electric Herman  W.  Janaen 172  63 


Saratoga  Monument 

Building                            Work                             Contractor  Contract      Certificates 

pDument Concrete  sidewalks George  W.  Winship. . . .  $510  00       $510  00 

Piers  under  cannon Qeorge  W.  Winship 18  00            18  00 


Baker  Avenue  House,  New  York  City 

Building  Work  Contractor  Contract     Certificates 

Itore-dwelling Repaiis.  etc Wm.  Luke $2,998  00 

Addition  167  00 


3.165  00 
Deduction  53  00 


3.112  00    $2,115  80 


Governor  Clinton  House,  Poughkeepsie,  N.  Y. 

Building                             Work                              Contractor  Contract    Certificates 
Clinton  house Ceiling  repairs Madsen  ft  Wiatoif  Con- 
struction Co $62  00          $52  00 

Clinton  house Reconstruction Seanum  ft  Lordace 1.445  00 

Addition  290  00 


1.744  00 
Deduction         450  00 


1.739  50      1,080  75 

CStttoD  house New  windows Franklin  H.  Seaman . . .  138  00  138  00 

Clinton  house Enclosing  attic  stairway. .  Seaman  ft  Loyelaoe 13  37  13  37 


Crown  Point  Reservation,  Crown  Point,  N.  Y. 

Building                            Woric                             Contractor  Contract      Certificates 

FortFr«deric Repairs J.  F.  Nadeau $106  00        $106  00 

*Comfori  station . . .  Grading J.  F.  Nadeau 50  00 

•Comfort  station. . .  Carpenter  work,  painting.  W.  P.  Dobeon 324  12 

•Comfort  station. . .  Plumbing M.  Hogan 162  00 

Cuhrerta,  raUe Thomas  Edwarda 270  00          270  00 

Artesian  wells Charles  Garvey  Build- 

ingCo 2  50          330  53 

per  foot 

Fort  Frederic Repaira W.  P.  Oldniff 640  95          649  95 

• Flag  pole W.  P.  Oldruil 60  00 

Ctamfostatation....  Cesspoola  and  drains W.  P.  Oldruff 293  00          293  00 

Sidewalk W.  P.  Oldruff 350  00          350  00 


•  An  asteiisk  indicates  that  contract  was  in  force  June  30, 1916. 
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State  of  New  York 


No.  29 


IN     SE^NATE 


Apeil  1,  1918 


FOURTH  ANNUAL  REPORT 


OF    THE 


DEPARTMENT  OF  ARCHITECTURE 


STATE  OF  NEW  YORK 
Depaetment  of  Abchitectuee 

Albany,  April  1,  1918. 

Hon.   Edward  Schoeneck,  President  of  the  Senate,  Albany, 
N.  Y.: 

Sib. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  Xew  York,  for  the  fiscal  year  ending  June  30,  1917. 

Respectfully  yours, 

L.  F.  PILCHER, 

State  Architect. 
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FOURTH  ANNUAL  REPORT 


OF    THE 


DEPARTMENT  OF  ARCHITECTURE 


STATE  OF  NEW  YORK 
Depabtment  of  Abchitectube 

Albany,  April  1,  1918. 

Hon.    Edwabd  Sohoeneck,  President  of  the  Senate,  Albany, 
N.  Y.: 

Sir. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  Xew  York,  for  the  fiscal  year  ending  June  30,  1917. 

Respectfully  yours, 

L.  F.  PILCHER, 

State  Architect 
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ANNUAL  REPORT 


To  the  Honorable  the  Senate  of  the  State  of  New  York: 

Gentlemen. — The  fourth  annual  report  of  the  Department  of 
Architect  is  hereby  submitted. 

The  change  in  the  fiscal  year  authorized  by  your  honorable 
lx)dy  and  approved  by  the  Executive  of  the  State  made  it  neces- 
sary that  the  report  for  the  year  1915-16  include  only  the  period 
covered  from  October  1,  1915,  to  June  30,  1916,  or,  in  other 
words,  it  put  the  Department  on  an  operating  basis  of  nine 
instead  of  twelve  months. 

The  report  for  this  year,  however,  covers  a  period  of  twelve 
months  and  includes  those  months  intervening  between  July  1, 
1916,  and  June  30,  1917. 

During  the  past  year  there  has  been  the  same  steady  advance 
in  the  prices  of  materials  that  was  forecasted  by  me  in  my  report 
of  last  year.  The  labor  and  transportation  problems  have  also 
been  a  source  of  difficulty  and  the  temporary  absence  of  depart- 
mental employees  on  military  work  has  not  added  to  the  ease  of 
solution  of  departmental  problems,  as  it  has  not  been  possible  to 
immediately  fill  their  places. 

Following  my  policy  of  last  year,  I  have  endeavored  to  keep 
contract  development  along  the  lines  where  it  was  most  needed, 
holding  in  abeyance  all  work  which  I  deemed  not  absolutely 
necessary  for  the  efficient  development  and  administration  of  State 
institutions  until  the  emergency  problems  had  been  satisfactorily 
solved. 

The  designing  and  engineering  departments  have  been  operating 
at  a  high  rate  of  tension  and  the  plans  have  been  completed  for 
practically  all  the  work  for  which  appropriations  have  been  made. 
In  addition  to  this  work  various  plans  and  studies  have  been  pro- 
(hiced  looking  toward  future  development. 

One  difficulty  that  faced  the  whole  country  was  the  rapid  shift- 
ing of  prices  for  labor  and  materials,  and  this  necessitated  the 
restudy  of  several  projects  so  as  to  meet  these  conditions  and 
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make  contracts.  This  has  successfully  been  done  and  while  the 
maximum  requirement  could  not  be  obtained,  as  much  work  was 
done  as  the  available  appropriations  permitted. 

In  addition  to  the  advance  of  prices  of  labor  and  material, 
embargoes  on  these  materials  tended  to  delay  the  completion  of 
the  work.  This  condition  will  obtain  for  the  period  of  the  war 
and  will  increase  rather  than  decrease,  and  as  this  factor  obtains 
so  will  the  completion  of  the  work  imder  contract  be  determined. 

By  the  acts  of  Legislature  I  have  been  made  a  member  of  the 
Commission  on  New  Prisons  and  the  Hospital  Development  Com- 
mission. These  commissions  are  advancing  their  work  and  will 
advise  of  their  activities  in  their  reports. 

Both  these  commissions  are  taking  a  great  deal  of  the  time  of 
the  State  Architect  and  of  the  departmental  force,  but  the  results 
that  are  being  obtained  fully  warrant  all  the  time  spent,  as  the 
lasting  benefit  to  the  State  and  its  wards  is  so  great  that  a  new 
epoch  has  arisen  in  institutional  design  and  construction. 

Appended  hereto  is  a  detailed  account  of  the  activities  of  the 
department  during  the  fiscal  year  showing  how  the  appropriations 
of  the  Legislature  have  been  administered. 

Summary  of  Contract  Work 

A  review  of  the  contract  development  of  the  Department  for  the 
fiscal  year  ending  June  30,  1917,  shows: 

Contracts  in  force  July  1,  1916 $4,030,009  24 

Less  contracts  abrogated  at  Training  School  for 

Boys  at  Yorktown  Heights 111,081  96 

$3,918,927  28 
Net  additions  to  contracts  July  1,  1916,  to  June 

30,  1917 29,321  98 

Contracts  awarded  July  1,   1916,  to  June  30, 

1917 1,674,920  10 

Special  fund  estimates  July  1,  1916,  to  June  30, 

1917,  not  included  in  contracts 662,079  70 

Total  face  of  contracts,  special  fund  esti- 
mates and  orders  administered $6,285,249  06 
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Face  of  contracts  concluded,  including  special 
fund  estimates  not  included  in  contracts $2,970,533  79 

Total  contracts  in  force  June  30,  1917 $3,314,715  27 

Certificates  issued  on  contracts  in  force  June  30, 
1917,  not  including  certificates  issued  6n 
special  fund  estimates  approved 1,578,222  78 

Balance,  unperformed  work,  on  face  of  con- 
tracts in  force  June  30,  1917 $1,736,492  49 

Summary  of  contract  progress,  July  1,  1916, 
to  June  30,  1917,  inclusive: 

Contracts  completed $2,308,454  09 

Certificates  issued  on  non-completed  contracts..        1,578,222  78 

Contract  progress,  July  1,  1916,  to  June 

30,  1917,  inclusive $3,886,676  87 

Summary  of  certificates  issued : 

Certificates  issued  on  contracts,  July  1,  1916,  to 

June  30,  1917,  inclusive $1,578,222  78 

Certificates  issued  prior  to  July  1,  1916 2,207,972  53 

Total  certificates  issued  on  contracts  in 
force  July  l,'l916,  to  June  30,  1917, 
inclusive $3,786,195  31 

The  expenses  of  the  Department  for  the  period  covering  the 
work  as  summarized  above  was  $183,491.45.  Included  in  this 
summary  is  a  payroll  charge  of  $156,464.48  and  a  maintenance 
and  operation  charge  of  $27,027.47,  the  average  monthly  depart- 
mental operating  cost  being  $15,291,  as  against  a  $15,271.08 
average  for  the  nine-months  year  ending  June  30,  1916.  The 
balance  left  in  departmental  appropriations  is  $21,720.66. 


Annual  Repoet  of  the 


2  « 
^< 

^  w 

O  H 

^  T-T 

M  JH 

1-1  Ha 

lH  » 


CO 

P 
Ha 


Ph 


OQ 

H 
O 


o 


p 

H 


H 
O 


OQ  p 

H  OS 

c;  OQ 

<  M 


o 


OQ 
H 

o   *^ 

g     » 


H 

CO 


P 


P4 

o 


p 


» 

> 

O 

M 

M 

QQ 

o 

P 

Ph 

M 

J5 

OQ 

t- 

H 

iH 

O 

o:) 

< 

1-1 

(4 

H 

•s 

J?^ 

O 

c 

CO 

O 

» 

p 

p 

Ha 

"< 

o 

H 

> 

M 

■  •% 

K 

<x> 

P 

tH 

H? 

Cd 

o 

1-1 

fc 

P     iH 

Ha 

^  2 

^    CO 

o 


p 

Ha 

O 
H 


OS 

H 
Q 

H 

I  S 

O  p 

H  *^ 
O 

P  P 

P  S 

pq  P 

P  s? 

p  ^ 

OQ     '^ 

to  S  '^ 

2  S3  ©^ 

H  H    CO 


^5 


sssesgssss 


3r. 


S-S22 

J  5- 


CO 


■85. 


.St?! 


o  . 
:^  «i  2 


So 
ad 

I- 

O 


5t 


5«2g 


S  0 

S  "  P  ^  fl  o 
'-'       -31-, 


o  . 


o  §     *  a 


I 


S-rf 


SS! 


IQO( 


p  ^  ^  ^^  r»  r*  c*  w^'  1^' 
too     MCliO  c« 


to 

CO 


C4oowt«<-*c«Sai 


•aoaco( 


3 


cc 


1  + 


S8S 

SI 


00 
0> 


CO 


c«oco<o 


c9coaoci 

»       w       »       » 


MOft 


00 


i-40<-4>c«DaocQ^n 

«c5i«i-"»M^*     CO 
gco     -^     wc« 


SS 

•o 


»oeot»t*. 

<OtOC0<-) 
h>NQOa 

ojoTcoio 

")^C0«-" 


S' 


CCiOtHCO 
C<9QMg> 
CO  *#  CO  ♦^ 


001 


i0»O 


s 


c« 


CI  iH  eo  w  r*  CO  ^  •-<  "o 


tCDt-iQOXOO 


!w^^ooco«-««^i» 

1 W  »  ^      CI 


CIO 

eo» 


3S 


CO 

o 


SP 
ct 


Ajo 


i 


1 
•I 

S 

0 

O 

J 


Depabtment  of  Abohiteotuse 


9 


Summary  Statement  Showing  Contbacts  in  Force  July  1, 
1916,  to  June  30,  1917,  Inclusive,  Certificates  Issued  on 
Contracts  July  1,  1916,  to  June  30,  1917,  Inclusive,  Cer- 
tificates Issued  Prior  to  July  1,  1916,  and  Total 
Certificates  Issued  on  Contracts  in  Force  July  1,  1916, 
to  June  30,  1917 


Contraeto  in 

force  July  1. 

1916.  to  June 

30.  1917 

Cortificatea 
iamied  on  con- 
tracts July  1. 
1916,  to  June 
30,  1917 

Certificates 

issued  prior 

to  July  1. 

1917 

ToUl  certifi- 
cates isstied  on 
contracts  in 
force  July  1, 
1916,  to  June 
30,  1917 

HospiUb 

$1,686,014  25 
1.319.559  15 
339.939  37 
346.525  35 
387,800  70 
935.612  38 
410.857  47 
18,041  14 
278,819  55 

$537,117  98 

328.012  10 

20.160  13 

113.575  42 

13,670  34 

246.895  06 

284.360  01 

4.116  10 

30.306  64 

$625,846  04 
524.377  42 
306.883  49 
123.203  15 

532.867  60 

82.540  04 

11.642  79 

612  00 

$1,162,964  02 

Charitable 

Priaoiw 

852.380  52 
327,052  62 

Armories 

236.778  57 

Normal  scIiooIb 

13.670  34 

Edurstional 

779.762  66 

Public  buildingn 

366,900  05 

ReguUtive 

15,758  80 

General 

30,918  64 

Total 

$5,623,169  36 

$1,578,222  78 

$2,207,972  53 

$3,786,105  81 

Summary  of  Yearns  Work 

There  were  493  contracts  and  special  orders  in  force  during  the 
year,  at  a  total  cost,  including  $111,081.96  in  abrogated  contracts, 
of  $5,623,169.36.  The  face  of  contracts  completed  was 
$2,308,454.09,  leaving  a  balance  of  contracts  in  force  at  the 
close  of  the  fiscal  year  of  $3,314,715.27. 

During  the  year  274  contracts  and  orders  were  executed  at  a 
cost  of  $1,674,920,  while  the  contracts  in  force  on  July  1,  1916, 
numbered  219  and  amounted  to  $4,030,009.24,  which  amount 
included  $111,081.96  worth  of  contracts  abrogated  as  the  result 
of  the  State's  abandoning  the  Yorktown  Heights  site  for  a  boys' 
training  school.  The  net  additions  to  these  orders  and  contracts 
during  the  fiscal  year  was  $29,321.98. 

In  the  State  hospital  group  new  contracts  amounting  to 
$202,404.27  were  awarded,  the  principal  work  advanced  to  con- 
tract being  a  laundry  at  the  Binghamton  State  Hospital;  a  con- 
duit, steam  pipe  lines,  and  water  supply  at  the  Central  Islip  State 
Hospital;  employees'  home  at  the  Kings  Park  State  Hospital, 
and  an  addition  to  the  Livingston  building  at  the  Rochester  State 
Hospital. 
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Among  the  charitable  institutions  were  new  contracts  amount- 
ing to  $510,578.94.  At  Letchworth  Village  and  Thiella,  contracts 
amounting  to  $245,320.16,  covered  four  additional  cottages,  a 
storehouse  and  a  bakery,  while  at  the  Craig  Colony  for  Epileptics 
at  Sonyea  contracts  to  the  sum  of  $123,219.88  covered  the  con- 
struction of  two  dormitories,  alterations  to  the  present  cold  storage 
plant  and  additions  to  the  water  supply.  At  the  State  Industrial 
Asylum  for  Feeble-Minded  Women  at  Newark  the  contracts 
amounted  to  $53,984.50  and  covered  a  boiler  house  and  a  water 
purification  plant,  while  at  the  West  Haverstraw  Hospital  for 
Crippled  and  Deformed  Children  additional  contracts  amounting 
to  $52,931  were  awarded  for  the  completion  of  the  hospital 
building. 

Penal  Institijtions 

The  contracts  for  the  penal  institutions  amounted  to  $19,608, 
the  greater  number  being  for  the  plumbing,  drainage  and  heating 
of  the  new  Tuberculosis  Hospital  at  Clinton  Prison,  Dannemora. 

State  Abmobies 

The  armories  of  the  State,  including  the  new  armory  for 
Troop  H  at  Rochester,  were  awarded  $108,970.80  in  contracts. 

There  was  no  new  construction  among  the  normal  schools  except 
that  advanced  to  contract  for  the  reconstruction  of  the  Potsdam 
Normal  School  at  Potsdam. 

In  the  educational  and  agricultural  schools  the  work  advanced 
to  contract  totaled  $125,893.18.  The  chief  developments  were  at 
the  State  School  of  Agriculture  at  Cobleskill,  where  $49,567.46 
in  contracts  was  awarded  for  the  construction  of  a  dairy  build- 
ing and  horse  bam;  at  Cornell  University,  where  $35,781.12  in 
contracts  was  awarded  for  plant  houses  and  additions  to  build- 
ings; and  at  the  Syracuse  College  of  Forestry,  where  contracts 
for  a  power  house  amounted  to  $22,826.54. 

For  the  public  buildings  in  the  city  of  Albany  the  Trustees  of 
Public  Buildings  awarded  $151,227.21  in  contracts.  Of  this 
total  $100,175.55  was  consumed  by  contracts  for  the  equipment 
of  the  new  State  Hall  now  occupied  by  the  Court  of  Appeals,  the 
fifty-five  contracts  and  special  orders  for  the  State  Hospitals  con- 
suming $41,280.87  of  the  remaining  $51,051.66. 
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New  contracts  covering  the  general  grouping  of  State  institu- 
tions, historical  reservations,  etc.,  amounted  to  $266,251.94.  The 
most  important  works  were  the  erection  of  a  horse  exhibition 
building  for  the  State  fair  grounds  at  Syracuse  and  a  new  admin- 
istration, library  and  demonstration  building  at  the  Agricultural 
Experiment  Station  at  Oeneva. 

Special  Fund  Estimates 

Seven  hundred  and  sixty-two  special  fund  estimates  amount- 
ing to  $1,289,218.26  and  involving  the  preparation  of  plans, 
working  sketches,  details  and  specifications  were  approved  by  me 
during  the  year.  Of  these,  forty-five,  totaling  $627,138.56,  were 
for  contracts  awarded  for  construction  work  at  the  State  hospitals, 
seven  being  at  the  Binghamton  State  Hospital,  four  at  the  Central 
Islip  State  Hospital,  six  at  the  Kings  Park  State  Hospital,  four- 
teen at  the  Brooklyn  State  Hospital,  seven  at  the  Manhattan  State 
Hospital,  four  at  the  Middletown  State  Hospital,  two  at  the  Wil- 
lard  State  Hospital  and  one  at  the  Rochester  State  Hospital. 
The  remaining  estimates,  717  in  number  and  totaling  $662,079.70, 
were  not  included  in  contracts  awarded. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Estimates  Amount 

Binghamton  State  Hospital 61  $73,910  79 

Brooklyn  State  Hospital 72  483,134  58 

Buffalo  State  Hospital 10  4,898  28 

Central  lalip  State  Hospital 47  47,107  66 

Gowanda  State  Hospital 42  15,598  84 

Hudson  Eiver  State  Hospital 18  11,394  94 

Kings  Park  State  Hospital 53  143,985  87 

Manhattan  State  Hospital 102  75,230  79 

Middletown  State  Hospital 27  6,810  60 

Rochester  State  Hospital 24  38,413  75 

St.  Lawrence  State  Hospital 26  9,388  33 

Utica  State  Hospital 5  2,051  64 

Willard  State  Hospital 28  20,011  00 


515        $931,937  07 
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Charitable  Instiiutions 

Eatimates 

State  School  for  blind,  Batavia 1 

Soldiers  and  Sailors'  Home,  Bath 2 

House  of  Refuge  for  Women,  Bedford . .  3 

Elmira  Reformatory,  Elmira 7 

State  Agricultural  School,  Industry 1 

Indian  School,  Iroquois 2 

State  Reformatory,  JTapanoch 2 

Custodial  Asylum,  Newark 2 

Reformatory,  RandalPs  Island 1 

Custodial  Asylum,  Rome 2 

Craig  Colony  for  Epileptics,  Sonyea. . .  1 

Institution  for  Feeble-Minded,  Syracuse  1 

Letchworth  Village,  Thiells 8 

Hospital   for    Crippled    Children,    West 

Haverstraw 1 


Prisons 


Auburn  Prison 

Clinton  Prison 

Dannemora  State  Hospital. 

Great  Meadow  Prison 

Matteawan  State  Hospital. 
Sing  Sing  Prison 


Amount 

$970  57 
6,792  26 
3,898  45 

54,856  32 
2,920  00 
2,059  05 

20,041  92 
3,172  71 
4,328  50 
7,850  20 
2,179  40 
1,244  30 
115,072  26 

213  11 


34 

$225,599  15 

Estimates 

5 
24 

Amount 

$4,751  43 
23,053  38 

38 

21,478  58 

107 

51,886  69 

9 
9 

6,887  73 
2,226  86 

192 

$109,284  77 
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Miscellaneous  Institutions 

Brockport  Normal  School , 

Buffalo   Institution  for  Malignant   Dis- 
ease   

State  Agricultural  School,  Cobleskill 

Cornell  University,  Ithaca 

State  Agricultural  School,  Delhi 

State  Xormal  School,  Fredonia 

State  Laboratory,  Guilderland 

Xiagara  Falls  Reservation 

Onondaga  Indian  Beservation 

Saratoga  Springs  Reservation 


Efltimates 

Amount 

1 

$1,814  66 

2 

1,155  00 

1 

485  66 

5 

3,843  73 

3 

10,876  57 

1 

480  00 

1 

112  00 

1 

874  40 

1 

830  63 

5 

1,924  72 

21 

$22,397  27 

Resume 

Eetimatee  Amount 

State  hospitals 515  $931,937  07 

Charitable  institutions 34  225,599  15 

State  prisons   192  109,284  77 

Miscellaneous  institutions 21  22,397  27 

Grand  total 762     $1,289,218  26 


New  Projects  Considered 

During  the  year  one  hundred  eighty-eight  (188)  new  projects 
were  considered  by  the  Department  which  involved  the  prepara- 
tion of  plans  and,  in  the  majority  of  cases,  the  sketches,  working 
drawings  and  detailed  specifications  necessary  to  advance  the 
work  to  contract. 

The  institutional  and  departmental  work  inaugurated  during 
the  year  for  which  appropriations  have  been  made  is  as  follows: 
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Job  number  Institution  Work 

457 Tmining  School  for  Girls,  Hudson Stokoni  for  boilers. 

468 Capitol Filing  cases.  ExeeutiTe  Offices. 

469 Onondaga  Reservation Plumbing  and  heating  oottace. 

470 Sing  Sing  Prison Demolishing  cell  block. 

471 Great  Meadow  Prison New  buiktings,  offioers*  cottage. 

472 Capitol Alterations  in  library  room,  AttoriMy- 

General's  office. 

473 Capitol Rearranging  Senate  post-office  finaoeiil 

room. 

474 Thomas  Indian  School*  Iroquois 150  hone  powo*  boUer. 

475 Cornell Investigating  dairy  cattle  bam. 

476 Morrisville Laborstory  and  claivroom  building. 

477 Kings  Park Refrigerating  plant. 

478 Capitol  power  house Parking,  grading,  etc. 

479 Farmingdalo Chicken  house. 

480 Capitol Repainting    defective    surfaces,    Seiut« 

judiciary  room. 

481 Bedford Altering  old  hoepital  into  stotehoose. 

482 ■  Binghamton Painting  in  chronic  hospital. 

483 Niagara Wall,  gateway,  etc. 

484 Kings  Park. Reconstructing  elevators. 

485 Hudson Repairs  at  Mclntyre  cottage. 

486 Cobleskill Drinking  fountain,  school. 

487 Central  Islip Silos. 

488 Central  Islip Laundry  extension  equipment. 

480 Gowanda Fond  water  heater  and  building. 

400 Gowanda Additional  water  supply. 

491 Poughkeepsie Fire  escapee. 

492 Ogdensburg Piggery    addition,    including    slaogbter 

house. 

493 Albion Cottage. 

494 Bedford Ice  house. 

495 Bedford Additional  api>ropriation»  new  oottsge. 

496 Elmira Pavement  on  parade  ground. 

497 Industry Enlarging     under-pass     and     overbesd 

crossing. 

498 Industry Heating  plant  in  store  room. 

499 Industry Addition  to  dairy  buildings. 

500 Agricultural  Building,  Albany .  Fire  escapes. 

501 Industry Constructing  roads. 

602 Iroquois Completing  corridors. 

SOa Oxford Water  supply. 

504 Randall  Island Altering  and  enlarging  rereptioo  qusrtfn 

505 Syracuse,  Feeble-Minded Reconstructing  heating  system. 

506 West  Haverstraw Heating  solaria. 

507 Haverstraw Water  tank  and  connections,  also  «d1. 

508 Auburn New  toilet  facilities. 

509 Auburn Windows  in  cell  hall. 

610 Clinton Bake  ovens. 

511 Clinton Spur  tracks. 

512 Dannemora  Hoepital Northwest  wing. 

513 Dannemora  Hospital Boiler,  engine,  generator. 

514 Matteawah  Hospital Bakery. 

515 Cornell Ceilings,  partitions,  etc. 

616 Crown  Point Preserving  Fort  Frederic. 

517 Dunkirk Fish  hatchery. 

518 Health  Department,  Albany Laboratory  building. 

519 Health  Department,  Albany Metal  equipment. 

520 Niagara Elevator  and  stairway. 
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Job  nambor  InstitutioQ  Work 

521 Oeneaeo RepAin,  etc. 

522 KingB  Park  (abo  313) Nuran'  home. 

523 Thiella Eatimatea  on  oompletins    boya*    group 

and  eonatructing  firla  'group,  etc. 

524 Capitol Electric  light,  repairs,  etc..  Room  318. 

525 Cobleekill Eatiraatea  for  home  eeonomica  building. 

greenhouaee*  etc. 

526 Albion Eatimatea  for  diaciplinary  building. 

527 Bath Eatimatea    for   rebuilding   Barracka   H 

and  I. 

538 Capitol Partition  in  apeaker's  lobby,  Asaembly. 

529 Capitol Picture  moulding.  Room  321. 

530 Capitol Changea    in    olerk'a    room.    Court    of 

Appeala. 
531 Barge  Canal Barge   Canal  warehouae.   Pier   No.   6, 

New  York. 
532 Capitol Quartered  oak  dwarf  partition.  Depart- 
ment of  Ezeiae. 

533 Stote  Hall Sidewalks  adjacent  to  State  Hall. 

534 Capitol Swinging  tranaoma.  Rooms  518  and  520 

535 Capitol Lettering  doors.  Induatrial  Commission. 

536 Troop  B  Armory.  Albany Improvementa  to  aite. 

537 Cornell Eztenaiona  to  stock  judging  pavilion. 

538 Capitol Changea,  Room  151. 

539 Capitol Rearrangement  of  Tax  Department. 

540 Telephone  building Filing  cases.  Comptroller's  office. 

541 Bedford Rewiring  buildinga,  lower  campus. 

542 Wingdale Cow  bam. 

543 Capitol Developing  Court  of  Appeala  rooma  into 

committee  rooma. 

544 Capitol Storm  sashes  about  capitol. 

515 Capitol Eatimatea,    sale    of     brass,    Asaembly. 

chamber. 

546 Capitol Repairs  to  oorridora. 

547 Capitol Repairs  to  rooms.  Court  of  Appeala. 

548 Saratoga Interior  painting  and  decorating,  bath 

house. 

549 Bedford Two  new  cottages. 

550 Capitol Metal  filing  cases,  engrossing  room,  A»- 

sembly  chamber. 

551 Capitol Doorways,  Bill  Drafting  Commission. 

552 Albion Repairing  old  cottage. 

553 Capitol Refurnishing  Rooma  309  and  310. 

554 Capitol New  floors.  Rooms  211-14. 

555 State  Fair  Grounds,  Syracuse Horse  bam. 

556 Capitol New  rooms  in  Senate  corridor,  fourth 

floor. 

557 Bedford Additional  work  on  aowage  disposal. 

558 Central  Ulip Estimates  for  jwlded  story.  South  Colony 

buikiing. 
559 D.  ft  H.  Building Alterationa  in   office  of   MiooellaiieouB 

Reporter. 

560 Capitol Map  about  capitol  grounds. 

561 Capitol Ventilating  Senate  chamber. 

562 Tenth  Regiment  Armory,  Albany Repaira  to  electric  wiring. 

563 Capitol.. Changea  in  capitol  reataurant. 

564 Poughkeepaie Additional  filter. 

565 Poughkeepaie Changing  water  maina. 

566 Poughkeepsie New  reaervoiia. 
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Job  number  Institation  Work 

567 Brooklsm Additioaal  power  plaot  eqaipment. 

568 Newark Two  new  boiler*. 

660 Newuk Stokers,  rqMuri,  eto. 

570 Iludaon Stokers. 

571 Brooklyn Dininji  rooms,  chronic  hospital. 

572 Brooklsm Additional  accommodations  for  patients. 

573 Thiells Additional  central  heating  plant. 

574 Thiells Bridge. 

575 Thiells Underground  piping,  etc. 

570 lliiells Underground  oonnectiotas,  etc. 

577 Thiells Eight  cottages. 

578 Thiells Attendant's  home. 

579 Thiells Service  building. 

580 Thiells Assembly  hall. 

581 Thiells Industrial  buikUng. 

o82 Farmingdale Heating  and  plumbing,  Mott  House. 

5iS3 Farmingdale Cow  bam. 

581 Farmingdale Campus  lighting  system. 

5'\5 Farmingdale Constructing  walks,  roads,  etc. 

586 Manhattan Estimates  for  addition  to  serrice  room. 

kitchen,  etc. 

5S7 Capitol Rq>airs  to  hydraulic  elevators. 

5S8 Hudson Hydrotherapy  room,  new  hospital. 

5S9 Bedford Remodelling  old  laundry  into  cold  8tor> 

age.  etc. 

590 Bedford Completing  road  to  farm  group. 

591 Capitol Estimates  for  State  ofBoe  building. 

592 Schuyler  ManMioo Stone  walla,  etc. 

693 Brookljrn Laundry  and  equipment. 

59'! Oxford Garbage  and  hose  cart  shed. 

595 Ogdensburg Completing  coal  shed. 

596 Buffalo  Normal  School Filter. 

597 Buffalo  Normal  School Enclosing  elevator  walls. 

698 Buffalo  Normal  School Elevator. 

599 Ogdensburg Bam. 

600 Newark Cottage. 

601 Health  Department,  Albany Completing  water  8un>ly  at  Guildcrlsod 

farm. 

602 Health  Department,  Albany Mortuary  and  laboratory. 

603 Albion Two  new  boilers. 

604 Albion Finishing  third  floor,  industrial  building 

6a') Capitol Partition  in  Room  135. 

606 Kings  Park Vegetable  cellar. 

607 Rolne Elevator. 

608 Kings  Park Extension  to  sewage  diqKwal  plant. 

609 Capitol Rewiring  capitol. 

610 Oxford Refrigerating  plant. 

611 Oxford  (same  as  694) Garbage  and  hose  cart  house. 

612 Manhattan Street  lighting  system. 

613 Binghamton Remodelling  heating  system. 

614 Binghamton Analytical  labormtoiy. 

615 Binghamton Renewing  electric  wiring. 

616 Binghamton Sewage  disposal  at  power  plant. 

617 Binghamton Plumbing  and  sewage  disposal  at  Orchard 

House. 

618 Yonkers Retaining  walls  at  armory. 

619 Bath Repairs  to  steam  plant. 

620 Valatie Repairs  to  bam  and  outbuildintB. 

621 Valatie Piggery. 
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Job  number 

622 

623 

624 

625 

626 

627 

628 

629 •. 

630 

631 

632 

633 

634 

635 

636 

637 

638 

639 

640 

641 

642 

643 

644 

64JS 

646 

647 

648 

649 

650 

651 

652 

653 

654 


Institution  Work 

Valatie Water  supply. 

Guy  Park  House,  Amsterdam Repairs,  etc. 

Creedmoor Heating  existing  buildings. 

Saratoga Addition  to  Ferndell  plant. 

&»«toga Pavilion  over  Hathom  springs. 

Brooklyn Klevator  in  reception  hospital. 

Central  Islip Central  heating  and  lighting  plant. 

West  HaveiBtraw Switch  track. 

Buffalo  Malignant Farmers'  house. 

Buffalo  Malignant Bam. 

Capitol Wire  screens  in  Rooms  228,  229,  230. 

Ogdenaburg Chimney  for  power  house. 

Buffalo Steriliser  and  steriliarT  washer. 

Buffalo. . .- Repairing  heating   system,  men's  ward, 

main  building. 

Buffalo Renewing  wire  and  conduits,  Wards  16, 

17  and  18. 

Manhattan Coal  and  a^h  conveyor,  power  truck. 

Kings  Park Refrigerating  plant,  additional  appro- 
priation. 

Oxford Manure  pit  and  slaughter  house. 

Oxford Piggery. 

Great  Meadow Plan  for  barn  buildings. 

Executive  Mansion Concrete  wall. 

Gcneseo School  addition. 

Cornell Piggery. 

Cornell Packing  shed. 

U.  S.  Marine  Hospital,  Staten  Island..  Psychiatric  division. 

Capitol Alterations,  Rooms  310  and  314. 

Willard Tile  floors  in  dining  room,  fiunnycroft, 

Willard Extending  boat  house. 

Cornell Water  pipe  line  to  plant  breeding  garden. 

Cornell Storage  cellar. 

Cornel] Storage  shed,  plant  breeding  garden. 

Cornell Addition  to  shed,  plant  breeding  field. 

Cornell Additional  unit  for  heating  plant. 


Statistical  List  of  Drawings  and   Specifications 


COKSTBUCnON 

Engineerinq 

Specifica- 
tions 

Sketches 

Working 
drawings 

Details 

Specifica- 
tions 

Draw- 
ings 

State  hosDitala 

12 

19 

7 

17 
2 

41 
2 
9 

72 
26 
81 

54 
8 
13 
15 
33 

73 
53 
30 

69 

6 

66 

15 

48 

33 
27 
19 

55 
11 
28 
4 
43 

31 
43 
21 

26 

24' 

2 
11 

78 

Charitable  institutions 

PTlllOnS r     r -     -     ,     T     -     - 

74 
37 

Educational,  general,  regu- 
lative  

38 

Armories 

2 

Public  buildings 

29 

Reservations 

2 

Miscellaneous 

35 

Totals 

109 

301 

360 

220 

163 

295 
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State  Hospitals 
Binghamton  State  Hospital 

At  this  institution  plans  have  been  made  and  contracts  let  for 
an  addition  to  the  laundry  building  necessitated  by  the  erection 
of  the  new  chronic  building.  They  include  construction,  heating, 
plumbing  and  general  laundry  equipment. 

The  construction  work  in  connection  with  the  addition  to  the 
power  house  has  been  delayed  by  the  failure  of  the  contractor. 

Brooklyn  State  Hospital 

An  investigation  conducted  a  few  years  ago,  at  the  Brooklyn 
State  Hospital  for  the  Insane  revealed  the  fact  that  the  old  main 
building  was  incapable  of  housing  the  ever-increasing  number  of 
inmates. 

The  dining-room  situated  in  the  basement  was  poorly  lifted 
and  illy  ventilated,  the  inmates'  quarters  were  cramped  and 
unhygienic,  and  the  toilet  conditions  not  above  reproach.  There- 
fore, after  the  needs  of  the  institution  had  been  thoroughly  studio, 
it  was  decided  to  erect  a  new  hospital  group  on  a  plot  of  ground 
situated  to  the  east  of  the  present  hospital. 

The  first  building  of  this  group  to  be  completed  was  the  power 
house.  The  next  improvement,  now  being  brought  to  completion, 
was  the  erection  of  a  reception  hospital  for  the  accommodation 
of  154  patients  and  a  chronic  building  for  the  accommodation  of 
440  patients. 

At  the  present  time  the  increased  cost  of  materials  has  neces- 
sitated the  omission  of  a  portion  of  the  building  containing 
dormitories  and  day  rooms  for  fifty  patients  and  quarters  for  four 
attendants.  When  completed  it  will  provide  for  282  patients  in 
dormitories  and  thirty-five  in  single  rooms,  besides  quarters  for 
four  attendants  and  three  physicians.  Temporarily,  or  until  the 
remainder  of  the  building  is  erected,  one  or  more  of  the  dining- 
room  floors  may  be  used  as  dormitories  and  day  rooms. 

The  cold  storage  building,  for  which  contracts  have  been  let, 
was  planned  so  that  the  managers  of  the  institution  could  take 
advantage  of  the  lower  prices  resulting  when  meats  and  other 
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perishable  foods  are  bought  in  large  quantities.  It  is  a  two- 
story  structure,  52  x  89,  so  designed  that  an  additional  story  may 
be  added  at  any  time.  The  refrigerating  rooms,  served  by  a 
ten-ton  compression,  ammonia  brine  circulation  plant,  are  insu- 
lated in  conformance  with  the  latest  standards,  with  two  layers 
of  two-inch  sheet  cork,  set  in  Portland  cement  mortar,  the  whole 
being  finished  with  Portland  cement  plaster. 

The  Department  has  also  prepared  sketches  for  a  laundry 
capable  of  meeting  present  and  future  institutional  demands. 

At  the  institution  at  Creedmoor  it  was  considered  desirable 
to  house  patients  during  the  winter  months.  The  Department 
therefore  prepared  plans  and  specifications  for  the  installation 
of  a  heating  system,  the  actual  work  to  be  done  by  institutional 
labor. 

Central  Islip  State  Hospital 

When  the  plans  and  specifications  for  a  building  to  provide 
additional  quarters  for  acute  patients  were  advertised  the  bids 
received  exceeded  the  $200,000  authorized  for  the  work.  All 
bids  were  therefore  rejected  and  work  abandoned  until  further 
action  by  the  State  Hospital  Commission. 

Gowanda  State  Homeopathic  Hospital 

At  the  request  of  the  board  of  managers  of  this  institution  a 
contract  was  made  for  the  drilling  of  an  artesian  well.  After 
a  depth  of  700  feet  had  been  reached  without  meeting  any 
marked  deposit  of  water,  the  work  was  abandoned,  and  the  ques- 
tion raised  as  to  the  advisability  of  attempting  any  further  well- 
drilling  for  this  institution. 

King's  Park  State  Hospital 

As  the  bids  received  on  the  original  plans  and  specifications 
for  an  employees'  home  at  King's  Park  State  Hospital  were  in 
excess  of  the  appropriation,  the  Department  made  the  necessary 
revisions  to  bring  them  within  the  appropriation.  In  the 
revision,    the   original   building   planned   to    accommodate    180 
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employees,  was  modified  so  that  it  now  accommodates  but  sixty 
employees.  It  is  four  stories  and  basement  and  is  constructed 
of  common  brick.  The  floor  and  roof  construction  is  of  rein- 
forced concrete,  while  the  interior  walls  are  of  terra  cotta  and 
brick 

The  two  wells  previously  contracted  for  and  finished  during 
the  year,  have  given  very  satisfactory  results. 

Manhattan  State  Hospital 

As  it  was  found  that  the  old  power  house  of  the  Manhattan 
State  Hospital  was  insuflScient  to  adequately  heat  the  entire  insti- 
tutional group,  this  Department,  acting  under  the  direction  of  the 
State  Hospital  Commission,  drew  plans  and  let  contracts  for  a 
new  power  plant,  which  would  fulfill  the  present  need  and  at 
the  same  time  be  sufficiently  large  to  meet  further  institutional 
expansion.  When  completed  it  will  have  five  600-horsepower 
water-tube  boilers  of  the  Sterling  type,  fed  by  automatic  stokers 
from  a  500-ton  overhead  traveling  conveyor  supplied  bunker. 

As  it  is  intended  that  the  new  heating  plant  shall  take  over  the 
work  of  the  old,  the  Department  some  time  ago  began  the  con- 
nection of  the  two  (the  heating  pipes  radiate  from  the  old  plant 
which  is  in  the  center  of  the  institutional  group)  by  an  under- 
ground sectional  tile  conduit.  Besides  providing  heating  facili- 
ties for  the  entire  island  the  new  plant  will  furnish  all  the  hot 
water  needed  for  domestic  use. 

Another  improvement  to  be  made  as  soon  as  the  necessary  funds 
are  available,  is  the  rebuilding  of  the  coal  trestle,  which  is  imsafe 
in  its  present  condition. 

Under  chapter  646,  Laws  of  1916,  the  L^islature  appropri- 
ated $200,000  for  the  construction  of  a  building  with  kitchen, 
to  provide  additional  accommodations  for  disturbed  patients. 
Subsequent  to  the  development  of  the  plans,  however,  the  Hos- 
pital Commission  recommended  a  much  larger  building,  an 
appropriation  for  which  has  been  asked  in  this  year's  budget 
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Middletown  Staie  Hospital 

As  an  estimate  on  a  design  for  a  tubercular  pavilion  to  accom- 
modate forty-eight  patients  exceeded  the  appropriation,  it  was 
necessary  for  us  to  reduce  the  size  of  the  design  and  provide  for 
the  accommodation  of  only  forty-four  patients.  The  building  is 
on  piers,  is  one  story  in  height,  and  is  of  wood,  frame  construction. 

Rochester  State  Hospital 

For  this  institution  the  Department  has  entered  into  contracts 
aggr^ating  $21,000  for  two  three-story  additions  to  the  Living- 
ston building.  When  completed  these  additions  will  house  forty 
chronic  patients. 

Chaeitable   Institutions 

Western  House  of  Refuge  for  Women,  Albion 

In  addition  to  making  some  minor  alterations  in  several  of  the 
old  cottages,  the  Department  has  prepared  plans  and  specifications 
for  a  cottage  to  accommodate  two  matrons  and  twenty-two 
inmates. 

New  York  State  School  for  the  Blind,  Batavia 
Additional  toilet  facilities  were  installed  in  the  main  building. 

New  York  State  Soldiers  and  Sailors*  Home,  Bath 

Plans  and  specifications  were  prepared  for  the  rebuilding  of 
the  farmer's  cottage  destroyed  some  years  ago  by  fire.  When 
bids  were  called  for  they  exceeded  the  appropriation,  and  it  was 
necessary  for  us  to  redraw  the  plans  so  as  to  bring  them  within 
the  appropriation  limit. 

New  York  State  Reformatory  for  Women,  Bedford  Hills 

At  this  institution  a  need  was  felt  for  an  employees'  cottage. 
The  Department  therefore  developed  plans  and  specifications  for 
a  small,  two-family  employees'  cottage,  and  advertised  the  work. 
The  bids  received  were  in  excess  of  the  appropriation  and  the 
work  was  laid  aside  until  new  plans  could  be  drawn. 
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New  York  State  Reformatory,  Elmira 

The  only  work  requiring  the  attention  of  the  Department  at 
this  institution,  was  the  repaying  of  the  parade  ground. 

New  York  State  Training  School  for  Girls,  Hudson 

Complaints  were  made  by  the  inhabitants  of  the  city  of 
Hudson  concerning  the  soft  coal  smoke  issuing  from  the  Training 
School  power  house.  As  the  installation  of  automatic  stokers 
(which  feed  from  the  bottom  of  the  furnace)  would  obviate  this 
evil,  the  Department  let  contracts  calling  for  a  complete  equip- 
ment of  automatic  stokers. 

State  Agricultural  and  Industrial  School,  Industry 

The  bids  received  for  the  erection  of  a  boys'  cottage  exceeded 
the  amount  of  the  appropriation. 

Thomas  Indian  School,  Iroquois 

At  this  institution  the  inmates  are  erecting  a  dairy  building 
and  adding  to  the  dairy  bam,  plans  and  specifications  for  both 
works  having  been  furnished  by  this  Department. 

New  York  State  Custodial  Asylum,  Newark 

As  the  boiler  capacity  of  this  institution  was  inadequate  for 
its  needs,  the  Department  entered  into  contracts  for  two  150- 
horsepower  tubular  return  boilers,  and  for  extensive  repairs  and 
settings  for  the  old  boilers.  It  also  contracted  for  a  new  water 
tank  of  100,000  gallons  capacity,  and  for  a  new  water  filter, 
which  will  make  it  possible  to  take  water  for  the  domestic  hot- 
water  service  directly  from  the  canal,  thereby  to  a  considerable 
extent  eliminating  the  scales  which  result  from  the  present  hard 
water  supply. 

At  the  present  time  the  State  has  no  institution  for  women  of 
the  defective  delinquent  type,  but  distributes  them  among  its 
diflerent  female  institutions,  the  Xewark  Custodial  Asylum 
taking  care  of  about  fifty.  As  these  women  are  often  a  serious 
disturbing  element,  it  is  exceedingly  diflScult  to  care  for  them  in 


Depabtmbnt  of  Abohiteotubb  23 

an  institution  such  as  the  Newark  Asylum,  which  is  constructed 
on  the  donnitory  system  plan.  For  this  reason,  the  Department 
has  prepared  plans  and  specifications  for  a  building  to  house 
and  care  for  forty-six  of  this  type  of  institutional  delinquents, 
together  with  six  employees. 

Women's  Belief  Corps  Home,  Oxford 

Plans  and  specifications  were  prepared  by  this  Department  for 
a  small  addition  to  the  kitchen  building. 

Rome  State  Custodial  Asylum,  Rome 

Drawings  were  made  for  a  concrete  addition  to  the  power  house 
and  for  fireproofing  the  floors  and  stairs  of  "  E  "  building. 

Craig  Colony  for  Epileptics,  Sonyea 

For  the  Craig  Colony  for  Epileptics  at  Sonyea,  contracts 
aggregating  $70,975  call  for  two  one-story  brick  dormitories  for 
the  west  group,  each  to  accommodate  sixty  patients. 

As  the  growth  of  the  institution  made  the  cold  storage  building 
inadequate  to  meet  the  present  demands,  a  $13,964  contract  was 
awarded  for  the  construction  of  an  addition,  and  a  $15,360  con- 
tract for  refrigerating  equipment.  We  also  made  a  change  in  the 
water  supply  which  will  allow  the  use  of  soft  creek  water  in  the 
place  of  the  hard  spring  water  now  being  used. 

Neuy  York  State  Hospital  for  the  Care  of  Crippled  and  Deformed 

Children,  West  Haverstraw 

Contracts  aggregating  $62,807  were  awarded  for  the  completion 
of  the  main  hospital  building  at  the  New  York  State  Hospital 
for  the  Care  of  Crippled  and  Deformed  Children.  The  work  to 
be  done  consists  of  adding  an  additional  story  to  the  central  por- 
tion and  the  erection  of  a  two-story  adjoining  addition.  They 
will  provide  accommodation  for  eighty-eight  children.  Contracts 
were  also  awarded  to  the  sum  of  $4,584  for  a  one-story  laundry 
building. 
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Public  Buildings 
Capitoly  Albany 

During  the  past  year  numerous  capitol  improvements  were 
either  completed  or  projected,  the  more  important  being  the 
Senate  post-office;  partitions  in  the  fourth  story  Senate  corridor 
to  provide  additional  office  space;  alterations  and  reconstruction 
in  the  rooms  vacated  by  the  Court  of  Appeals,  so  that  they  may 
be  used  by  the  State  Departments  and  the  legislative  committees ; 
ventilating  the  Senate  Chamber  and  providing  special  metal  fur- 
niture for  the  different  departments. 

Besides  these  aforementioned  departmental  undertakings,  the 
engineering  division  prepared  plans  for  various  improvements, 
the  most  important  being  the  rewiring  of  various  portions  of  the 
west  end  to  eliminate  fire  risks.  The  further  expenditure  of  a 
small  amount  of  money  will  complete  the  rewiring  of  the  entire 
building. 

Agricultural  Hall,  Albany 

A  new  fire-escape  was  erected  for  this  building. 

Education  Building j  Albany 

Shortly  after  this  building  was  completed,  it  was  found  that 
the  ice  which  formed  on  the  ornamental  copper  duct  mouldings 
occasioned  many  leaks.  To  overcome  this  difficulty,  contracts 
have  been  let  which  call  for  extensive  alterations  in  the  copper 
roof  work. 

We  have  also  prepared  plans  for  grading,  sodding  and  improv- 
ing the  grounds  between  the  Education  Building  and  All  Saints' 
Cathedral. 

State  Hall,  Albany 

Designs  have  been  made  for  the  completion  of  the  furnishings 
for  the  Court  of  Appeals,  and  contracts  have  been  let  for  wooden 
and  steel  furniture  for  the  reception  room,  attorneys'  room,  con- 
sultation room  and  judges'  room. 

Other  items  provided  for  by  this  Department  are  metal  fly 
screens  for  all  windows  and  doors,  and  an  enclosure  for  the  cen- 
tral telephone  operator  and  information  clerk. 
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Miscellaneous  Departments 

We  have  prepared  drawings  for  filing  cases  and  other  improve- 
ments for  the  various  State  Departments  occupying  quarters 
either  in  the  Xew  York  Telephone  Company  Building  or  the  old 
D.  and  H.  building. 

Pbisons 
Clinton  Prison 

111  recognition  of  the  necessity  of  modern  and  adequate  facili- 
ties for  the  care  and  treatment  of  the  State's  tubercular  prisoners, 
the  Legislature  made  provisions  for  the  construction  of  a  building 
for  this  purpose  at  Clinton  Prison,  Dannemora,  K".  Y. 

In  the  last  annual  report  of  this  Department,  reference  was 
made  to  the  completion  of  plans  and  specifications  for  this  project, 
and  I  am  now  able  to  report  that  these  buildings  are  nearing 
completion  under  inmate  labor,  the  heating  and  plumbing  only 
being  done  by  contract. 

The  main  building  is  arranged  so  as  to  give  all  rooms  a  southern 
'xjwsure.  Its  main  ward  will  accommodate  200  patients,  and  its 
idvanced  ward,  twenty-three.  Besides  containing  these  prison 
yards  it  will  also  "provide  officers'  quarters  with  twelve  bedrooms, 
in  operating  room,  laboratory,  sterilization  room,  examination 
•oom,  writing  room,  clerk's  office,  kitchen  and  living  room. 

Dannemora  State  Hospital 

A  new  engine  and  generator  was  installed  to  take  care  of  the 
idditional  lighting  load. 

Oreai  Meadow  Prison 

For  Great  Meadow  Prison  the  Department  has  prepared 
ketches  and  working  drawings  for  a  principal  keeper's  cottage,  a 
lairy  bam  to  accommodate  fifty  head  of  cattle,  and  a  hog  bam^ 
11  to  be  built  of  institutionally  manufactured  cement  blocks. 

Drawings  were  also  made  for  a  modern  fireproof  shop  building, 
»ut  actual  construction  was  deferred  pending  other  and  more 
irgent  institutional  work. 
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Matteawan  State  Hospital 

Plans  and  specifications  have  been  completed  for  the  new 
women's  dining-room  building  authorized  by  the  Legislature  in 
1916. 

Sing  Sing  Prison 

This  Department  has  completed  the  surveys  and  has  developer! 
a  plan  for  the  rebuilding  of  Sing  Sing  Prison,  which  calls  for 
the  construction  of  modem,  scientifically  arranged,  fireproof 
buildings,  on  the  high  ground  just  back  of  the  present  prison  site. 
When  completed,  this  new  institutional  group  will  provide  for  the 
housing,  treatment  and  instruction  of  ten  hundred  and  sixty  men. 

As  the  new  plans  call  for  the  demolition  of  the  present  cell 
block,  the  Department  has  prepared  drawings  for  the  conversion 
of  the  present  shop  buildings  into  temporary  prison  dormitories^. 

Wingdale  Prison 

Acting  under  chapter  594,  Laws  of  1916,  which  authorized  the 
sum  of  $1,250,000  for  the  construction  of  a  new  farm  and  indus- 
trial prison  at  Wingdale,  this  Department,  after  making  an 
exhaustive  study  of  modem  prison  administration,  prepareti 
sketches  for  a  complete  prison  plant  to  accommodate  600 
prisoners. 

Other  work  done  for  this  institutional  group  during  the  past 
year  was  the  letting  of  contracts  for  a  sewage  disposal  plant  from 
plans  and  specifications  approved  by  the  State  Department  of 
Health.  We  are  also  working  in  cooperation  with  the  State 
Department  of  Health  and  the  State  Engineer  on  plans  for  the 
water  supply. 

ASMOBIBS 

Troop  "  H'*  Armory,  Rochester 

Contracts  aggregating  $100,635  were  awarded  for  the  construc- 
tion of  a  new  armory  for  Troop  "  H,"  First  Cavalry,  X.  G.  X.  Y., 
at  Rochester.  The  plans  call  for  a  drill  shed  110  x  161;  a  stable 
with  loft,  78  X  98;  rooms  for  saddles,  harness,  wagons,  field  equip- 
ment, et  cetera,  and  an  administration  and  company  section  tw* 
stories  high,  containing  about  11,800  square  feet  of  floor  space. 
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Yonkers  Armory 

Besides  attending  to  the  numerous  details  in  connection  with 
the  new  armory  for  Company  "  G,"  Tenth  Infantry,  at  Yonkers, 
we  made  studies  for  the  improving  of  the  grounds. 

Normal  Schools 

New  Paitz  Normal  School 

Chapter  640,  Laws  of  1916,  authorized  the  sum  of  $125,000 
to  be  spent  for  an  addition  to  the  State  Normal  School  at  New 
Paltz,  such  addition  to  include  an  auditorium  to  seat  1,200  per- 
sons and  a  study  room  to  seat  400.  At  the  present  date  the 
preliminary  sketches  are  made  and  the  working  drawings  nearly 
completed. 

Potsdam  Normal  School 

Under  an  additional  appropriation  of  $75,000  (chapter  181, 
Laws  of  1917)  for  the  reconstruction  of  buildings  at  the  State 
Xormal  and  Training  School  at  Potsdam,  this  Department  pre- 
pared plans  and  specifications  for  extending  the  north  and  south 
ends  of  the  main  building,  thereby  adding  twelve  class  rooms. 

Miscellaneous 
Schoharie  State  School  of  Agriculture,  CoblesJcill 

For  the  Schoharie  State  School  of  Agriculture,  Cobleskill,  the 
Department  prepared  plans  and  specifications  and  let  contracts 
for  a  dairy  building  and  a  combination  dairy  and  horse  bam, 
with  silo. 

The  two  stories  and  basement  dairy  building,  44  x  76  feet,  is 
of  brick,  with  reinforced  concrete  floor  construction,  granolithic 
and  linoleum  floor  finish,  and  ordinary  timber  roof  and  ceilings. 
The  basement  contains  the  boiler  room,  storage  room,  toilet  room 
and  a  reserved  room  to  house  a  future  laundiy.  On  the  first 
floor  is  the  cream  separating  room,  the  butter-working  room,  the 
cheese-working  room,  the  cheese-curing  room,  a  milk-testing  labor- 
atory, a  sample-testing  laboratory,  a  sterilizing  room  and  a  wash 
room,  while  on  the  second  floor  are  two  class  rooms,  an  ofiice, 
a  dark  room  and  a  bacteriological  laboratory. 
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The  horse  and  dairy  bam  is  a  one-stoiy  and  loft  building,  with 
concrete  foundation  walls  and  a  wooden  superstructure. 

Cornell  University 

Work  on  the  new  drill  hall  was  continued  throughout  the  year 
with  the  result  that  the  building  is  rapidly  nearing  completion. 

At  the  New  York  State  College  of  Agriculture  contracts  were 
let  for  continuing  the  work  on  the  underground  steam  mains  in 
connection  with  the  central  heating  plant,  and  plans  and  specifi- 
cations were  prepared  for  an  experimental  cattlebam;  for  a 
decorative  plant  greenhouse;  for  a  piggery  and  sheds  for  the 
department  of  pathology,  and  for  additions  to  the  stock-judging 
pavilion  and  forestry  building. 

New  York  State  School  of  Agriculture  on  Long  Island, 

Farmingdale 

Plans  and  specifications  were  prepared  and  contracts  awarded 
for  a  horse  bam,  hog  houses  and  poultry  houses  for  the  New  York 
State  School  of  Agriculture,  Farmingdale. 

New  York  Agricultural  Experiment  Station,  Geneva 

Plans  and  specifications  were  prepared  and  contracts  aggregat- 
ing $82,731  let  for  a  demonstration,  library  and  administration 
building  for  the  New  York  Agricultural  Experiment  Station  at 
Geneva.  Much  time  and  study  was  devoted  to  the  planning  of 
this  building  and  it  is  hoped  it  will  be  a  model  of  its  kind. 

New  York  State  School  of  Agriculture,  Morrisville 

For  this  school  we  developed  plans  and  specifications  for  a  two- 
story  and  basement  laboratory  and  class  room  building,  56x94 
feet,  with  a  one-story  17  x  93  feet  extension.  In  the  basement 
will  be  butter  and  cheese-making  rooms,  a  milk-testing  labora- 
tory, a  cheese-curing  room,  a  butter  storage  room,  a  wash  room, 
a  locker  and  toilet  room,  and  a  boiler  room;  on  the  first  floor 
will  be  oflSces,  two  class  rooms  and  a  library,  while  on  the  second 
floor  there  will  be  a  class  room,  a  bacteriological  laboratory,  a 
chemical    laboratory,    a    private    laboratory,    a    household    and 
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advanced  chemistry  laboratory,  a  work  room,  a  supply  room,  a 
dark  room,  and  a  toilet  room. 

The  specifications  call  for  a  brick  building  with  reinforced  con- 
crete floor  construction,  fireproof  interior  partitions,  and  a  roof 
of  the  ordinary  timber  type. 

New  York  State  Fair  Orounds,  Syracuse 

One  of  the  most  efficient  achievements  of  the  Department 
during  the  past  year  was  the  construction  of  the  horse  exhibition 
building  provided  by  chapter  45,  Laws  of  1917  (reappropriated 
by  chapter  181,  Laws  of  1917),  which  provided  $200,000  for  the 
erection  of  a  horse  exhibition  building  on  the  State  Fair  Grounds 
at  Syracuse. 

Sketches  were  made  and  approved,  working  drawings  and 
specifications  prepared,  and  contracts  awarded  in  the  early  part 
of  April,  1917. 

As  it  was  desirable  that  this  building  be  completed  in  time  for 
the  annual  State  Fair,  this  Department  gave  the  contractor  every 
assistance  in  obtaining  prompt  transportation  of  materials  and 
efficient  supervision  of  work,  with  the  result  that  the  State  was 
able  to  use  the  building  for  horse  exhibition  purposes  during  the 
State  Fair  which  began  September  10,  1917. 

This  building,  which  has  been  used  since  the  close  of  the  fair 
by  a  cavalry  division,  contains  128  box  and  292  open  stalls,  as 
well  as  ample  conveniences  for  both  exhibitors  and  the  public. 

State  Department  of  Health,  Albany 

The  present  laboratory  of  the  State  Department  of  Health, 
established  in  1902  for  the  preparation  of  antitoxins  and  the 
making  of  diagnostic  examinations  for  the  physicians  and  health 
officers  of  the  State,  has  carried  on  its  work  under  the  most  trying 
conditions.  Reorganized  on  a  larger  scale  in  1914,  the  amount 
of  work  was  tripled  by  1916  and  increased  by  more  than  five 
hundred  per  cent  in  1918  without,  at  the  same  time,  any  improve- 
ments having  been  made  in  the  unsanitary  and  unsatisfactory 
quarters  aflForded  by  a  brick  bam  and  a  small  frame  house  with 
lean-to  addition.    A  conference  was  therefore  held  with  the  Com- 
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missioner  of  Health  and  estimates  made  and  submitted  to  the 
Legislature,  which  appropriated  the  sum  of  $100,000  for  the  con- 
struction of  a  modem  laboratory  building. 

As  no  public  health  laboratories  had  been  previously  con- 
structed to  provide  for  the  varied  phases  of  work  undertaken  by 
the  Division  of  Laboratories  and  Research,  a  committee  was 
appointed  to  study  the  laboratories  of  various  institutions  with 
the  view  of  incorporating  the  desirable  features  of  each  into  the 
new  laboratory  building.  Visits  were  made  to  the  new  labora- 
tories of  the  -Massachusetts  Institute  of  Technology,  and  Harvard 
University  at  Cambridge;  to  the  Medical  School  at  Longwood, 
Massachusetts;  to  the  new  research  laboratory  of  the  Rockefeller 
Institute;  to  the  pathological  laboratory  of  Bellevue  Hospital;  to 
the  chemical  laboratories  of  City  College,  New  York,  and  to  the 
research  chemical  laboratories  of  the  Crucible  Steel  Company.  On 
these  visits,  Mr.  Newton  and  Mr.  Nichols  of  the  State  Architect's 
office  and  Dr.  Wadsworth  of  the  Laboratory,  profited  by  confer- 
ence with  many  experts,  notably  Professor  William  T.  Sedgwick 
of  the  Massachusetts  Institute  of  Technology,  Professor  Harold  C. 
Ernst,  Professor  W.  R.  Benedict,  and  Professor  T.  W.  Richards 
of  Harvard  University,  Mr.  Henry  James  and  Mr.  Edric  B.  Smith 
of  the  Rockefeller  Institute,  Dr.  Charles  Norris  of  Bellevue  Hos- 
pital and  Professor  Charles  Baskerville  of  the  City  Collie. 

As  a  result  of  the  information  and  suggestions  obtained  regard- 
ing laboratory  construction,  it  was  apparent  that  the  plans  for  the 
new  building  would  require  an  assemblage  and  adaptation  of  these 
various  units  into  an  entirely  new  arrangement,  the  problems  of 
a  large  public  health  laboratory  differing  very  materially  from 
those  of  purely  educational  and  research  institutions.  Provision 
had  to  be  made  for  the  most  advanced  work  in  bacteriology,  chem- 
istry and  physics ;  for  a  large  volume  of  routine  examinations  of 
samples  and  specimens;  and  for  the  distribution  of  supplies  to 
health  officers  and  physicians  of  the  State. 

The  problem  as  developed  from  the  unit  plan  did  not  materiallv 
differ  from  that  of  other  buildings  and  laboratories,  but  the  proper 
distribution  of  the  mechanical  equipment,  gas,  electricity,  vacuum, 
pressure,  steam,  and  the  arrangement  of  heating  and  refrigerating 
devices  offered  a  somewhat  perplexing  engineering  problem,  manj 
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changes  and  adaptations  being  necessary  in  the  original  plans. 
As  these  changes  delayed  the  advancement  of  the  work  to  contract, 
the  rise  in  the  price  of  materials  due  to  the  present  war,  caused 
the  bids  received  to  exceed  the  $75,000  appropriation.  The  con- 
struction plans  will  be  redrawn  and  it  is  expected  that  there  will 
be  no  trouble  in  letting  this  portion  of  the  work  with  the  funds 
now  available.  Additional  funds  will  be  necessary  to  cover  the 
cost  of  the  mechanical  equipment. 

Conservation  Commission 

For  the  State  Fish  Hatchery  at  Dunkirk,  plans  and  specifica- 
tions were  made  and  contracts  let  for  a  fish  hatchery  building. 
For  the  State  Reservation  at  Saratoga  Springs,  we  prepared  the 
necessary  sketches  and  working  drawings  for  altering  and  adding 
to  Hathom  Spring  House,  for  a  pavilion  on  Hathom  Spring 
Xo.  3,  and  for  an  addition  to  the  Femdell  bottling  plant. 

In  Cooperation  with  Other  Departments 

The  Department  of  Architecture  prepared  sketches  and  draw- 
ings for  the  architectural  features  of  the  barge  canal  terminal  at 
Pier  6,  Xew  York  city. 

Development  of  Histoeical  Places 

The  amount  of  work  required  of  the  Department  in  connection 
m\h  hospitals,  charitable  institutions  and  armories,  curtailed 
much  of  the  proposed  preservation  and  restoration  work  on  State 
historical  reservations,  it  being  only  possible  to  make  necessary 
repairs,  and  to  complete  work  for  which  drawings  had  been  made 
and  contracts  let. 

Crown  Point  Reservation 

As  the  further  preservation  of  the  ruins  of  the  old  French  Fort 
}f  St.  Frederic  could  be  left  until  the  coming  year,  the  Depart- 
ment has  done  nothing  in  the  way  of  preservation  beyond  that 
wrhich  I  described  in  my  last  report.  Owing  to  the  fact  that 
repairs  to  the  southeast  portion  of  Fort  Amherst,  the  English 
fort,  were  started  late  in  the  fall,  th^  have  not  been  entirely 
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completed,  although  the  atone  work  has  been  repaired  as  far  i 
the  emergency  necessitated.  The  pump  house  is  now  finished  ai 
the  water  supply  equipment  permanently  located,  thus  insurii 
an  abundant  supply  of  pure  water  for  the  use  of  thousands  i 
visitors  who  yearly  flock  to  this  reservation. 

Schuyler  Mansion 

The  restoration  of  the  Schuyler  Mansion  in  Albany,  describe 
in  my  last  report,  has  now  been  completed,  the  dedication  exei 
cises  having  been  held  on  October  17,  1917.  The  plans  an 
specifications  which  have  been  prepared  for  the  ground  improve 
ments,  include  the  rebuilding  of  the  old  stone  wall  on  the  Catl 
erine  street  side,  and  a  new  gateway,  while  for  the  rear  of  th 
house  an  approach,  lawns,  and  a  driveway  are  being  context 
plated,  which  will  attempt  to  reproduce  the  old  carriageway  an 
approach  indicated  on  early  drawings  and  maps.  On  the  come 
of  Clinton  and  Catherine  streets  it  is  planned  to  improve  th 
appearance  of  the  grounds  by  constructing  a  new  main  entranc 
with  stone  steps,  which  will  do  away  with  the  present  moden 
and  unsightly  wooden  stairway.  On  the  Clinton  street  side  th 
stone  wall  and  the  board  fence  will  be  replaced  by  a  new  wall 
surmounted  by  a  simple  iron  fence.  Directly  in  front  of  tb 
center  of  the  house,  the  wall  will  be  raised  to  form  a  backgrouw 
for  a  bronze  memorative  tablet  which  will  contain  a  history  ci 
the  Schuyler  Mansion.  These  changes,  together  with  the  erect ioi 
of  a  flag-pole  and  a  few  necessary  landscape  additions,  will  adi 
much  to  the  dignity  and  appearance  of  this  old  and  historic  home 

Sir  WiUiam  Johnson  Mansion 

At  the  Sir  William  Johnson  Mansion,  Johnstown,  N.  Y., 
nothing  has  been  done  toward  restoring  the  rooms  occupied  ai 
living  quarters  by  the  caretaker.  The  new  caretaker's  cottage  i^ 
however,  now  ready  for  occupancy,  and  the  restoration  of  th^ 
rooms  formerly  given  over  to  the  caretaker  will  be  undertaken  ill 
the  immediate  future. 
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Oovemor  Clinton  House 

The  repairs  and  restorations  necessary  in  connection  with  the 
Governor  Clinton  House  at  Poughkeepsie  were  not  started  this 
year.  The  revision  of  the  plans  and  specifications  has  heen  begun 
and  contracts  will  be  let  in  the  near  future. 

General  Ilerhimer  House 

Owing  to  the  existing  conditions  and  to  the  small  amount  of 
money  available,  the  construction  of  a  caretaker's  cottage  for  the 
General  Herkimer  Home  at  Danube,  near  Little  Falls,  N.  Y., 
was  not  undertaken  during  the  past  year. 

Ouy  Park  House 

The  Guy  Park  House,  situated  on  the  north  bank  of  the 
Mohawk,  about  one  mile  west  of  the  city  of  Amsterdam,  was 
acquired  by  the  State  in  connection  with  the  land  purchased  in 
1907  for  the  barge  canal.  In  May,  1917,  an  appropriation  was 
made  to  as  far  as  possible  restore  it  to  its  original  appearance. 
After  this  restoration  has  been  accomplished,  it  will  be  turned 
over  to  the  Amsterdam  Chapter  of  the  Daughters  of  the  American 
Revolution  as  an  historical  museum.  It  was  erected  between 
1765—1775  by  Guy  Johnson,  a  nephew  and  son-in-law  of  the 
famous  Sir  William  Johnson,  and  was  occupied  by  him  until  the 
beginning  of  the  Revolution,  when  it  went  out  of  the  possession 
of  the  family.  Later,  between  1845-1850  extensive  changes  were 
made  in  conformance  with  the  requirements  of  the  time.  These 
changes,  although  they  allowed  the  retention  of  many  of  the  old 
outlines,  greatly  changed  the  appearance  of  the  house  as  a  whole. 
As  in  recent  years  the  house  has  been  unoccupied  except  by  the 
engineers  and  contractors  who  used  it  in  connection  with  the 
construction  of  the  barge  canal,  it  is  now  in  an  exceedingly 
unkempt  condition  and  the  question  of  restoration  cannot  be 
undertaken  until  the  investigatory  and  research  work  now  going 
on  has  been  completed.  As  this  work  is  now  well  under  way, 
I  believe  that  the  work  of  restoration  may  be  undertaken  during 
the  coming  year. 

2  -     . 
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Fiiiandal  Statement  for  the  Fiscal  Year  Ending  June  30, 1917 

Payrolls  from  July  1,  1916,  to  June  30,  1917: 

July,  1916   $12,618  00 

August,  1916 12,815  22 

September,  1916   12,936  51 

October,  1916 13,205  34 

Xovember,  1916 13,342  66 

December,  1916 13,185  66 

January,  1917  13,249  15 

February,  1917   13,336  51 

March,  1917 13,361  82 

April,  1917 13,175  87 

May,  1917   13,120  66 

June,  1917 12,217  08 

Total $156,464  48 


Appropriated  by  chap.  646,  Laws  of  1916,  Part  I.    $173,190  00 
Paid  July  1,  1916,  to  June  30,  1917 156,464  48 


Balance  June  30,  1917 $16,725  52 


Maiittenanoe  and  Operation 

July,  1916   $1,506  13 

August,  1916 1,864  63 

September,  1916   2,822  37 

October,  1916 3,207  77 

mvember,  1916 2,385  76 

December,  1916 2,186  89 

January,  1917 1,447  90 

February,  1917  2,173  08 

March,  1917 2,391  98 

April,  1917 1,565  08 

May,  1917  3,473  64 

June,  1917 2,002  24 

Total $27,027  47 
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Appropriated  by  chap.  646,  1916,  Pt.  I $25,400  00 

Appropriated  by  chap.  725,  1915,  balance 2,622  61 

Appropriated  by  chap.  181,  1917,  Pt.  II 4,000  00 

$32,022  61 
Paid  from  July  1,  1916,  to  June  30,  1917 27,027  47 

Balance  June  30,  1917 $4,995  U 

Recapitulation 

OflSce  maintenance $156,464  48 

Maintenance  and  operation 27,027  47 

Total $183,491  95 


statement  of  Contracts  in  Force,  Contracts  Completed,  and 
Certificates  Issued  on  Contracts  Daring  the  Fiscal  Year 
July  1,  1916,  to  June  30, 1917,  Inclusive 

State  Hospftals 
Binghamton  State  Hospital,  Bingkamton,  N.  Y. 

Certificate« 

Buildins  Work  ContrActor  Contract         iaaued 

ChroBio Coiwtniotion DurolithieCo $160,700  00  Sae. 807  33 

Addition      2.968  22 


162.668  22 
DeduotioB      3.188  60 


*Chronie Heftting. 


150.47B  62 

R.T.  Ford  Co 10.737  00 

DedttcUon  115  00 


19.622  00      1.037  00 

^Chronic Bumpers  for  toilets Peter   Keeler   Building 

Co 6u  00 

*Chroaio Look  keys Lookwood  Co 6  26 

Qironie Plumbing  and  drainage . . .  Peter  Keeler  BuikUng 

Co 13,122  00 

AddiUon  82  60 


13,204  60 
Deduction  60  00 


Chronic. 


Electric. 


13.154  60 

N.  Y.  Construction  Co.      6.315  00 

Addition         568  00 


6.873  00 
Deduction  8  84 


2,478  60 


6.864  16      1,236  31 

Chronic Painting  walia,  etc A.  E.  Kurohboff 5.600  00      5.600  00 

•Boiler  plant  addi- 
tion  Construction Benedict  Beck 9.847  00 

Deduction  185  00 


9.712  00      4,100  40 
•Boiler  plant  addi- 
tion   Heating Qaylord  Engineering  A 

Construction  Co 17.893  00      9.017  52 

Poirer  house Construction James  C.  Nolan 1^.780  00 

Chronic Hardware Lookwood  Co 1,638  00 

Addition  48  60 


1.581  60      1.581  60 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1917. 
t  Refused  to  sign  oontraot 
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Certificates 
Builcltng  Work  Contractor  Contrmct        ieniod 

rie.^trirligh'  system    New  boiler  stack,  etc Flood  ft  Van  Wirt  Co.. .  S19.500  CO 

AddiUon  272  tO 


10.772  fO 
Deduction  292  78 


19.480  02     S3. 523  02 

*La'mdry Construction A.  E.  Badgley 15.937  00 

♦Laundry Heating R.  T.  Ford  Co 2,990  00 

♦Laundry Equipment American  Laundry 

Machinery  Co 7 .919  00 

♦La'jndry Plumbing  and  drainage. . .  R.  T.  Ford  Co 1,800  00 


Buffalo  State  Hospital,  Buffalo,  N.  Y. 

Certific&tc8 
Building  Work  Contractor  Contract        iesucd 

♦Wati*r  softening 

plant Construction International  Filter  Co.      $5 .960  00 

Deduction  19  20 


5.949  80 

♦Boiler  plant Heating Johnston  HeatingCo. . .     II .363  00    S3. 595  SO 

♦Water  softening 

p^ant Insurance Rose  db  Kieman 1  20 

.Severs  Renewing  lines Kelly  ft  Wheeler 6,295  00 

Deduction  150  00 


6,145  00       1.072  61 


Brooklyn  State  Hospital,  Brooklyn,  N.  Y. 

Certiucates 
Building  Work  Contractor  Contract         ismied 

♦Chronic Construction W.  F.  Plans  ft  Bro.,  Inc  J172,900  00 

Addition      3.218  61 


176.118  61 
Deduction      2,677  00 


173,541  61  S4I.304d6 

♦Chronic Heating Johnston   Heating   Co.    34.931  00    14, 152  £0 

♦Chronic Plumbing  and  drainage. . .  Peter   Keelo*   Building 

Co 19.422  00 

Addition  55  00 


19,477  00      5,SS7  10 
♦Chronic  Electric United    Electric    Con- 
struction Co 7,490  00 

Addition  525  00 


8.015  00      3.723  00 

♦Chronic Hardware Lockwood  Co 3.296  00 

♦neccption Plumbing  and  drainage. . .  John  J.  Kenney  Co.,  Inc.    17,232  00      8. 444  75 

*'  An  aatiiriak  indicates  that  contract  was  in  force  June  30. 1017. 
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Bnildijig  Work 

*Rec^ioD Constmotioo. 


Cootraetor 


Cntifieatct 
Contract        ianiMl 


P.  F.  Kenny  Co $188,800  00 

Addition    11.147  90 


140.947  90 
Deduction      2.054  00 


'Reception Eleotrje. 


147.893  90  885.603  64 
United    Electric    Con- 
struction Co 3.645  00 

Addition         872  00 


4.017  00      1.093  20 

•Reception Heating Edward  JoyCo 16,485  00 

Deduction  40  00 


16.445  00      5,100  00 

•Reception Hardware Lockwood  Co 2,460  00 

Deduction  6  16 


2.462  84 

•Powerhouse Boiler  equipment,  etc A.  Wintemits 66,000  00 

Addition  77  68 


66.077  68 
Deduction      1.839  02 


47  46 
138  49 


64.738  66 

Power  bouae Insurance Rose  A  Kieman 47  46 

Pomx  house Insurance I.  Seidemann 138  49 

•Power  house Removing  ashes James  Fennimore 60  00 

Power  house Electric  equipment,  •under- 
ground conduit Lewis  H.Woods 8.890  00      1.490  75 


Central  Islip  State  Hospital,  Central  Islip,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract        issued 

<k>nduit  and  steam  pipe 

line W.  B.  Armstrong  Co.. .  $10,940  dO 

Deduction  75  00 


19.865  00  $16,480  00 

•Water  Supply New  wells A.  J.  Connolly 4.80000 

Deduction  30  00 


Water  supply New  wells. 


4.770  00 

A.j:ConnoUy 4.800  00 

Addition        419  72 


5.219  72      5.219  72 


Oowanda  State  Hospital,  Oowanda,  N,  Y. 

Certificates 
Buikiing  Work  Contractor  Contract        issued 

•WatiTsnpply New  wells Artesian  wellft  Supply 

Co $1,800  00 


•  An  asterisk  indicates  that  contract  was  in  force  June  30,  1917. 
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Kings  Park  State  Hospital,  Kings  Park,  N.  Y. 

Ctftificfttea 
Building  Work  Contractor  Contrnet        'vmMtd 

•EmpIoyMS  home . .  Conrtruotion MoKeown  CoMtmetion 

Co $71.870  00    t2.061  25 

•Bmployeaa  home. .  Heatins W.  B.  Annstnms  Go.  6,797  00 

^Employees  home. .  Electric Commercial  Constnto- 

tionCo 2.662  00 

^Employees  home. .  Plumbing  and  drainage  . .  Thoc.  E.  O'Brien 10.003  00 

•Cottages  1,3&4.. .  Construction Maurice  Mead 72.000  00 

Addition      4.032  16 


76.032  16 
Deduction  866  04 


76.066  21     14.316  55 

Cottages  1. 3 & 4....  Heating W.  B.  Annatrong Co. . .       6.53100      4.85100 

Cottageel,  3&4...  EJectric Iiidor  Faiana 1,170  00 

Deduction  8  00 


1.171  00  852  25 

Cottages  1.  3  A  4. . .  Hardware Lockwood  Co 410  00         410  00 

Cottages  1.  3  db  4. . .  Dead  locks Lockwood  Co 46  60  45  00 

Additional Acoom.. .  Plumbing Arthur  8.  Gaynor  Ca. .      7.381  00 

Addition  861  00 


8,242  00 
Deduction  22  00 


•Water  siq;>ply New  wells. 


8.220  00      3.613  CD 

A.  J.  Connolly 3.005  00 

Addition  165  00 


4.160  00 


Manhaitan  State  Hospital,  Ward's  Island, 

BuiUing  Work  Contractor  Contract 

•200 Patient bttikling  Heating Walker  A  Chambers. . .  $16,200  00 

Addition  25  00 


16.225  00    $3,421  25 
150A  200  Patient 

buiklings Painting H.  Portnof.  Inc 3.777  00      3.777  00 

•Power  plant Heating W.  B.  Armstrong  Co. . .     41.200  00 

Addition  312  11 


41.612  11 
Deduction  160  00 


41.352  11    34.374  00 

•Power  plant Plumbing  and  drainage. . .  R.  T.  Ford  Co 2.703  00 

Addition         544  87 


3.337  87      1.736  44 

•Power  plant Repairing  fire  alarm QamewellCo 76  05 

•Power  plant Electric Jandous  Electric  Equip- 

mentCo 2.250  00  782  00 

•  An  asterisk  indicates  that  contract  waa  in  force  June  80. 1017. 
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Certificfttfls 
Work  Contnetor  Contract        iamied 

•150 PaUc&t  building  Heating Walker  ft  Charoberi. . .  911,425  00    $1,057  40 

150  Patient  building  Conatmction EmeraonBuiklingCo.. .  118.600  00 

Addition  355  00 


118.855  00 
Deduction      1.614  20 


117.240  80    29.838  50 
150  Patient  boilding   Plumbing  and  drainage. . .  Jamea  Harley  Plumbing 

Co 11.879  00 

AddiUon  101  00 


11.980  00 
Deduction  47  20 


150  Patient  building   Electric. 


.    11.032  80      3,295  95 

Lewia  H.  Woodn 5.048  00 

Deduction  8  01 


5.034  99      3.424  24 

150  Patient  bulkling   Hardware Lockwood  Co 1.290  00 

Addition  47  00 


1.337  00       1.337  00 

aoo  Patient  buikiing   Conatmction Emeraon  Building  Co.l41 .000  00 

Addition      1.105  80 


142.106  60 
Deduction      2.555  20 


139.550  40    42.680  91 
200  Patient  building   Plumbing  and  drainage. . .  Jamea  Harley  Plumbing 

Co 10.074  00 

Addition  323  18 


10.397  18 
Deduction  69  64 


20O  Patient  buikiing   Electric. 


10.337  54      4.569  61 
Jandoua  Electric  Equip- 
ment Co.,  Inc 5.825  00 

AddiUon  62  00 


5.887  00 
Deduction  1  00 


5,886  00      4.752  10 

20UPntient  buikiing   Hardware Lockwood  Co 1.120  00 

Addition  36  00 


1.156  00      1,156  00 

Power  houae Conatmction Harby,  Abronaft  Meliua    62,835  00 

Addition  183  98 


68.018  98 
Deduction         404  73 


62.614  25  31,963  24 


•  Anaai 


indicates  that  contract  waa  in  force  June  30. 1917. 
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CertificatM 
Building  Work  Contractor  CoDtraet         iMued 

Fin  alarm  Bystem  . .  Constniotion C.  A  M.  Conatmotioii 

Co 19.564  7tt 

Deduction  242  8U 

9.321  99     S2.9S4  55 

Fir«  alarm  Byatem  . .  Insurance Rose  A  Kieman 123  30  123  30 

*Power  plant Heating Walker  &  Chambers. . .     89.720  00 

Addition  200  00 

89.920  UO 
Deduction  488  28 

89,431  72    65.e07  25 


Middletovm  State  Hospital,  Middletoum,  N,  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

Power  house Construction Peter   Keeler   Building 

Co $6,822  00 

Addition  275  51 


7,097  51 
Deduction  14  00 


7.083  51     $1.505  24 

•Power  house Heating R.  T.  Ford  Co 74,398  00 

Addition  117  00 


74.510  00 
Deduction  130  00 


•Power  house Electric. 


74.380  00      6.303  eO 

Buffalo  Electric  Co 3 .  972  00 

Deduction        SO  00 


3.942  00      3.312  45 

•Power  house Heating Gillis  A  Geoghcgan 9.985  00      8.419  25 

Power  house Plumbing ' R.  T.  Ford  Co 2.087  00 

Addition  75  00 


Power  house Insuranc Rose  it  Kiernan. 


2.163  00 
30  00 


766  00 
30  00 


Rochester  State  Hospital,  Rochester,  N.  Y. 


CertiBcates 


Work 


Contractor 


Contract 


Buikiing 

•Livingston  build- 
ing, addition Construction W.  F.  Martens  ft  Co. . .  $21 ,  100  00 

•Livingston  build* 
ing,  addition Heating R.  T.  Ford  Co 3,778  64 

•Livingston  build- 
ing, addition Electric O'Connell  Electric  Co.. .  748  00 


•  An  asterisk  indicates  that  contract  was  in  force  June  30,  1917. 
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WiUard  State  Hospital,  Willard,  N,  Y. 

CertificsUs 
Buikiinc  Work  Contractor  Contract         iaBued 

Fiieeacapea Wander  Iron  Works $5,600  00 

Deduction  17  27 


$5,582  73    $4,516  20 


Cha&itable  Institutions 
Western  House  of  Refuge 


CertificatM 

Bnikluig                          Work                             Contractor  Contraet 

*8prM[ue  oottajse. . .  Repain*  etc H.  C.  Belson $409  OU 

*Boyd  oottacs Repairs,  etc H.  C.  Bebon 470  00 

*Hart  oottaca Repairs,  etc H.  C.  Belson 470  00 

Sewer  lyBlem Alterations E.  Franklin  Clarke 2,040  00 

Addition  827  10 


2.367  10 
Deduction  5  00 


2.362  10         $456  32 

School  for  the  Blind 

Certificates 
BuHdins  Work  Contractor  Contract         issued 

*Scbool Additional  toilets,  etc.. 

construction John  Lennon  Co $1 .535  00        $629  00 

*School Additional  toilets,  etc, 

plumbinc Vols — Secord  Co.,  Inc. .  924  50 

Hospital  Aheratious, 

etc Construction A.  Friederichft  Sons  Co.    12,290  00 

Deduction  175  00 


12,124  00      2,357  93 
Hospital  alterations. 

etc Electric Wheeler-Green  Electric 

Co 417  00  417  00 

Hospital  alterations, 

etc Plumbins  and  drainage.. .  Burns  Bros 3,221  00 

Addition  24  50 


3.245  50  632  17 


State  Reformatory  for  Women 


Certificates 
Building  Work  Contractor  Contract        issued 

Sewerage  and  diq>os- 
al  plant  additions, 

e(e Construction Briante  Construction  Co.  $37,993  00 

AddiUon  189  00 


38.182  00 
Deduction      7,788  75 


30.393  25    $5,768 


*  An  aslariak  iadkatet  that  contnet  was  in  force  June  80, 1917. 
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Certifieata 


Contraetor 


Contraei 


Building  Work 

Feeder  cabien,  elec- 
tric wirins Underground  feeders,  etc. .  Commercial  Constnio- 

tionCo S2.771  00 

Addition  182  00 


30,252  06 
Dedttctioo         427  60 


400  50 
Boiler  hou«e Insurance Rooe  ft  Kieman 10  80 


2.053  00         f764  25 

^Rewbing  buildings  Electric T.  Frederick  Jackson. 

Inc 4.066  00 

Boiler  house Piping  and  conduit Oillia  ft  Oeochegan ....     37,000  00 

AddiUon      1.352  06 


38.824  46      6.012  71 
Cottages     in     farm 
group Reconstructing  door  open- 
en Lockwood  Co 423  00 

Dedttotion        22  SO 


400U 

ig» 


State  Training  School  for  Oirls 


55.239  60 
Deduction      1.057  66 


HospiUl Heating. 


*  An  asCorisk  indicates  that  contract  was  in  foroa  June  30, 1017. 


Ccrtificata 
Building  Work  Contractor  Contract        issued 

Contagious  hospital.  Heating  wards Walker  ft  Chambers.  . .         $865  00        S349  90 

*Contagious  hospital  Heating  outside J.  J.  Horan  ft  Co 4,012  00 

Deduction      1.001  00 


3.011  00      3.911  00 

Contagious  hospital.  Electric Murphy  ft  Walsh 231  00 

Deduction  4  00 


227  00  154  75 

Contagious  hospital.   Electric N.  Y.  Construction  Co.      1,400  00 

Deduction  17  50 


1.301  50      1.391  SO 

Hoqpital Construction Simon  Russek.  Inc  ....     54.985  00 

AddiUon  304  50 


53.281  84      8,934  45 
Walker  ft  Chambers . . .       3.680  00 
Addition  78  00 


3.753  00      2.086  ») 

Hospital Outside  plumbing  drainage  Bums  Bros 1,200  00 

Addition  45  00 


1.314  00  321  58 


DsPABTicBirr  of  Abohitbotukb 
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Ccrtifieatot 
Bttildiiic  Work  ContrMtor  Contract        iMued 

Hoipital Eloetric  elevator Houaer  Elevator  Co. . .     92,430  00       $581  25 

Hospital Hardware Lookwood  Co 1.836  00 

AddiUon  74  00 


1.910  00      1,010  OU 

Hospital Plumbiiicaiiddraiaaca. ..  C.  F.  MenUinger'a  Son       5,478  00 

Addition  46  00 


5.524  00 
Deduction  2  50 


•Ho^>iUl Electric. 


5.521  50       1,306  45 
Peet  ft  Powera 2,000  00 


Addition 


92  25 


2.902  25 
Deduction  12  00 


2,980  25      1.416  2L 

•Boiler  houae Stokers Underfeed  Stoker  Co. . .  2,749  00 

•Boiler  houae Stokere Underfeed  Co 2.300  00 

Adminiatration 

boiklins Repaira Jamea  AokroydftSon. .  2,638  00      2.638  00 

tice  houae Rasing M.  J.  JaokaonftSonCo.  300  00 

Electric  conduita,   outaide 

connections bidor  Fajana 4,782  UO 

Addition  246  25 


5,028  25 
Deduotion  3  00 


Chapel Electric. 


5.025  25      5,025  25 
N.  Y.  Conatruction  Co.  453  00 

Addition  75  00 


528  00 


528  00 


State  Agricultural  and  Industrial  School 


Work 


Contractor 


BuikUng 

Hospital  alterationa. 

etc Construction John  H.  Waight $5,900  00 

AddiUon  541  50 


Certifioatea 
Contraot        iasued 


6,441  60    $1,656  00 
Hosgntal  aiterationa   Plumbing  and  drainage  . .  D.  A.  Alexander  Co. . .       1. 120  00  267  62 

HosfHtal  alterationa   Heating D.  A.  Alexander  Co .. .  978  00 

Addition  96  00 


1,074  00 


341  07 


•  An  aateriak  Indioatea  that  contract  waa  in  forea  June  80, 1917. 
fWork  not  asaooted—  apiffopriatioB  lapsed. 


48  Annual  Kepobt  of  the 

Letchworth  Village 

Certificata 
Building  Work  CoDtraotor  Contract 

^Cottages  E.  F.  G  and 

and  H Conatruction Kelly  &  Kelley.  Ino $112,500  00 

Addition      8.147  80 


120.047  80 
*Cottaae8  E,   F,  G 

anl  H Plumbing  and  drainage. ...  R.  T.  Ford  Co 17.360  00 

^Cottages  E*  F.  G 

and  H Heating Adama.BriUftCo 26,841  00 

*CottageB  E.  F.  O 

and  H Electric W.  H.  Straut  Co 3.730  OG 

•Cottages  E.  F.  G 

and  U Electric Mack  &  Mack 2.408  00 

■^Cottages  E.  F.  G 
and  H  and  store* 

house Expert  services Werner  Nygren  Peroentace 

6  percent       f2.Q00  00 

*Laundry Construotion Harriman    Industrial 

Corporation 22,315  00 

Addition         232  00 


22.547  00 
Deduction  122  50 


22.424  SO      8.935  30 

^Laundry Heatins J.  J.  Horan  ft  Co 4.482  00 

Addition  122  00 


4.604  00      2,115  00 

^Laundry Plumbing  and  drainage. . .  Peter  Keeler  Buildinc 

Co 2.415  00 

AddlUon  107  50 


2.522  50      1.06S  67 

^Laundry Hardware Sargent  ft  Co. . .  98  60 

^Laundry Equipment Troy  Laundry  Machin- 
ery Co..  Ltd 3.378  00         376  12 

^Laundry Conduitand  wirins W.  U.  Straut  Co 45  00 

Additional  30  00 


75  00 

^Atteadantohome. .  Coostruction U.  N.  Vought  ft  Co 35*610  00 

Addition         626  00 


36.144  00 
DedttcUon      662  50 


85.481  50    21.396  79 

^Attendants  home. .  Plumbing  and  drainage. . .  John  J.  Kenney  Co 5.500  00      3.747  10 

^Attendants  home. .  Heating J.  J.  Horan  ft  Co 6. 134  00 

Addition         277  99 


6.411  99      1.530  00 

•Attendants  boma. .  Hardware Sargent  ft  Co 768  54 

Addition  13  49 


782  03 


•  An  aaleffiak  Indieatea  that  contraet  was  in  force  June  30^  1917. 


Depabtment  of  Akchitectube 
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CertificatM 
BuiUias  Work  Contractor  Contract        iwued 

Attendants  home. . .  Electric W.  H.  Straut  Co $069  00        $600  00 

*8enrke  building. . .  Construction. . .'. W.  H.  Vought  ft  Co. . .     30.973  00 

Deduction  232  65 


36.740  45    22.495  35 

*86nrioe  bulldinc. . .  Plumbing,  drainage,  re- 
frigeration   John  J.  Kenney  Co 7,433  00      5,079  82 

^Serrice  building. . .  Heating J.  J.  Horan  ft  Co 7.482  OU 

Addition  00  24  . 


*Serrice  building. . .  Electric . 


7.651  24      5,044  75 

W.H.  Straut  Co 517  00 

Addition  105  00 


622  00 

*8enrice  building. . .  Hardware Sargent  ft  Co 309  90 

*8torehouM  bakery, 

etc Construction George  T.  Kelly 38.888  00 

Deduction  1  20 


17.601  00 
Deduction  7  50 


204  00 


48.886  80       3,655  00 

'Storehouse,  bakery, 

etc Plumbing,  drainage John  J.  Kenney  Co 4,914  00 

^Storehouse,  bakery, 

etc Electric Mack  ft  Mack 1,865  00 

*  Alterations  etc.,  to 

dam Construction Jacob  W.  Holler 4,645  00 

*8ewer  system Sanitary Chas.  Dykins,  Jr 5,70U  00 

Addition  406  50 


6.106  50      4,336  27 

*Two  bridges Construction Erie  R.  R.  Co (Not  to  ex- 
ceed) 
$11,000  00 
^Underground  con- 
nections   Sanitary R.  T.  Ford  Co 8.745  00 

Expert  services Nygren.    Tenney    ft 

Ohmes.  Assigned 
Jan.  17.  to  Werner 

Nygrra Percentage 

0  percent 

Expert  services Werner  Nygren Percentage 

6  percent 

Cottages  A.  B,C.  D    Heating Blake  ft  Williams $17,587  00 

Addition  104  UO 


17.683  50      3,210  55 


CottagesA,  B,  C,  D    Electric Isidor  FajaHs 5,625  00 

Addition  436  60 


6,061  60       1,516  22 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1017. 
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Anbtual  Bepobt  of  thb 


Certificfttai 
Building  Work  Contractor  Contrmct        ianwd 

Central  heatins 

plant Equipment Blake  ft  Williams $44,988  00 

Addition  260  OU 

45.248  00 
Deduotion  240  50 

45.001  50    $7,026  20 

Expert  aasistanta Nygren.  Tenney  ft  Peroentace 

Ohroea 6  percent  073  81 

Eastern  New  York  Reformatory 

Certificates 
Building  Work  Contractor  Contract        ianied 

^Hospital Steel  and  iron  stairs Montour  Steel  Co $0,461  00    $6,648  70 

Hoq;>ital Steel  Sash Montour  Steel  Co 740  00  740  00 


State  Ciistodial  Asylum  for  Feeble-Minded  Womsn 

Certificate 


Work 


Contractor 


Contract 


Building 
*Boiler  house  addi- 
tion   Construction £.  J.  Forbes  ft  Son. . . .  $34,294  00 

Addition         33u  25 


34.624  25 
Deduction  41  60 


34.582  65  $23,777  $1 
^Boiler  house  addi- 
tion   Heating W.  B.  Armstrong  Co. . .     26.045  00 

Addition  272  75 


27.217  75     16.273  2S 

*Power  house Engine  dynamo T.    Frederick   Jackson, 

Inc 3.44100          816  SS 

•Boiler  house New  boilers W.  B.  Armstrong  Co. . .  14.378  00 

•Boiler  house Repairs  to  old  boilers Wm.F.  DevendorfCo. .  5.508  00 

•Boiler  house Heating  stokers  and  piping  Wm.  F.  Devendorf  Co . .  13 .  808  00 

•92  Xkimate  cottage.  Heating R.  T.  Ford  Co 6.637  00 

Deduction  21  00 


6.616  00  707  20 

•Water  purification 

plant Construction,  etc Norwood  Engineering 

Co 12.98000 

DedueUon  127  50 


12.852  50 

•Water  tower Sanitary Pittsburg-Des  Moinea 

Steel  Co 7.063  00 

Addition  175  00 


7.258  00      4.779  S5 


•  An  asterisk  indicat-fia  that  contract  was  la  force  June  30i  1917. 
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Boildixig  Work 

92  Pfttient  ooltace. .  Conttnietion. 


Certificates 
Contractor  Contract        ianied 

O.  E.  Schuman $43.516  00 

AddiUon  60  00 


43.666  00 
Deduction  775  00 


92 Patient oottace..  Electric. 


42.791  00    S6.474  19 
Conduit  Electric  Co . . .       1 .  476  00 
Addition  18  30 


1.404  30      1.147  50 

Hoq>ital Construction Austin  W.  Summers. . .     40.408  00 

Addition  41  00 


40.639  00 


Deduction      1.453  60 


Hospital. 


39.085  40      5.533  05 
Plumbing  and  drainage. . .  Rarr  ft  Creelman  Co. . .       4 .  59u  00 

Addition  10  00 


Hcqyital. 


4.600  00 

Electric 0*Connell  Electric  Co. .  985  00 

Deduction  2  00 


753  75 


Ho8|Mtal Insurance Rose  ft  Kieman 

Conduits  sewers. . . .  Outside  plumbing P.  J.  Sullivan  Co 

Addition 


983  00 

320  00 

2  00 

2  00 

859  00 

42  84 

901  84 


138  68 


Women's  Relief  Corps  Home 


Building 

*Sewage    diq;x)eal 
plant 


Work 


Contractor 


Certificates 
Contract        issued 


Construction Nash  ft  Griffen $4,565  00 

Addition  277  90 


4.842  90    $3,307  27 

*Water  supply Construction Suburban  Engineering 

Co 3.396  00 

Deduction  10  00 


3.386  00       1.402  50 


J2ome  Custodial  Asylum 


Certifientes 
Buikiing  Work  Contractor  Contract        issued 

^Dormitory  building  Construction George  Baker  Long $88.5(X>  00 

Addition    14.156  32 


102.656  32 
Deduction         950  00 


101.706  32  $12,705  94 


•AaMtflrisk 


that  eontraet  was  ia  foroe  June  80, 1917. 
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Annual  Repobt  of  the 


Certififttrt 
Building  Work  Contnctor  Contraet       iMied 

^Dormitory  building  plumbing  and  drainsge. . .  R.  T.  Ford  Co 10.973  00 

Addition         037  51 


^Dormitory  building  Heating. 


10.010  51    14.376  » 

R.  T.  Ford  Co 18.707  00 

Addition         042  00 


10.700  00      6.409  00 

^Dormitory  building  Electric Langdon  ft  Hughes 

ElectrieCo 3.663  00         505  OU 

^Dormitory  building  Hardwaro Wardwell  Hardware  Co.      1 .700  00 

Addition  23  00 


Dormitory  building.  Tunnel. 


F.  8.  Cottkling 

Deduction 


1.813  00 

0.486  00 

26  00 


0.461  00      0.461  00 


Craig  Colony 


Certifinta 
Building  Work  Contractor  Contract        iaucd 

*Dormitories2aod3  Construction Curran  &  Swartout $52,500  00  $14,042  65 

^Dormitories  2  and  3  Plumbing  and  drainage . .    U.  T.  Ford  Co 8.730  00 

^Dormitories 2 and 3  Heating /.  R.  T.  Ford  Co 7,261  00 

^Dormitories  2  and  3  Electric A.  J.  Buerlein 2.475  00 

**Cold  storage  plant 

alterations  etc Construction Leo  J.  Held 10,880  00 

Addition  110  88 


11,006  88 
Doduetion  22  00 


10.086  88      5.494  SO 

*Cold  storage  plant 
alterations Plumbing  and  drainage  . .  R.  T.  Ford  Co 2.027  00         830^ 

*CoId  storage  plant 
alterations Equipment Karl  Vesterdahl&Co. .      13,510  00 

*Co]d  storage  plant 
alterations Electric A.J.  Beuerlein 1 .048  00 

**Cold  storage  plant 
alterations Refrigttration  equipment. .  Karl  Vesterdahl 1 ,850  00 

'^Watw  supply  addi- 
tion etc Construction Clarence  A.  FooCe 20,683  00 

*Water  supply  addi- 
tion ete HeaUng C.  A.  Foote 1,062  00 

*Water  supply  addi- 
tion   Electric A.  J.  Beuerlein 178  00 

Central  power  and 
heating  plant. . .  •  Engines,  ganaratocsteto. . .  Beeler  Engineering  Co. .      8.030  00 

Addition      3.028  00 


11.053  00      2.065  37 


^  An  asterisk  indicates  that  contract  was  in  force  June  30, 1017. 
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Contrftctor 


Building  Work 

'Centnl  power  »nd 

hflftting  pl«at Boilers,  itoam  appArattti, 

etc Qaylord  EncuMerinc 

•DdCkuMtrootioiiCo.  120,973  00 
Addition  49  00 


Cortificates 
Contract        iwnied 


21,022  00 
Dedootion  32  80 


20.989  20    84. M7  fiO 


Hospital  for  Crippled  and  Deformed  Children 

Certificates 
Building  Work  Contractor  Contract         issued 

Hospital    Constmotion N.  R.  Valkenburgh 829,770  00 

Addition  22  65 


29.792  55 
Deduction  581  00 


Hoqutal Heating. 


29,211  55    89.304  30 
Teran,      Mahaney     & 

Munro,  Inc 1 .005  00 

Addition  75  00 


Hospital Hardware . 


Lockwood  Co. 


Hospital. 


Addition 


Eleetrie Highlands  Electric  Co. . 

Addition 


1,770  00 

410  00 

7  57 

417  57 

505  00 

13  30 


608  80 

•Hospital Plumbing  and  drainage. . .  Joseph  F.  Egan 2.799  00 

•Hospital Hot  water  boiler Ethelbert  Benson 124  00 

•Completing  hospital  Construction William  H.  Egan 41,923  00 

•Completing hospital  Plumbing  and  drainage  . .  Joseph  F.  Egan 5,465  00 

•Completing  hospital  Heating Conkling,     Kerber     ft 

Hank>n 4,625  00 

•Completing  hospital  Eleotrio W.  H.  Straut  Co 794  00 


800  28 


417  57 


455  30 
930  75 


BuiUing 
tSeven  cottages . 


Staie  Training  School  for  Boys 


Certificates 
Work  Contractor  Contract        issued 

Construction Central  Building  Co. . .  $79,900  00 

Addition      6,465  96 


86,365  96 
Deduction  350  00 


86.015  96  811,237  26 


•  An  asterisk  indicates  taat  contract  was  in  force  June  30,  1917. 
t  Contraet  abrogated 
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AimUAIi  RSPOBT   OF  THE 


Buildins 
tSeven  cottages . 


Work 
Heating. . . . 


Oertificatet 
Contractor  Contract        lOBuea 

R.  T.  Ford  Co S12.047  00 

Addition  26  00 


tSeven  cottages. 


12,072  00    S6.547  00 

Plumbing  and  drainage  . .  R.  T.  Fold  Co 11. MS  00 

Addition  151  00 


12.004  00      5,511  04 

Seven  cottages Hardware Lockwood  Co 1.305  00 

Addition  16  50 


1.381  50 
Deduction  18  13 


Power  bouse Construction. 


1.363  37      1.363  37 
Callanan  ft  Prescott ...     20.270  00 
Addition    14,704  00 


Seven  cottages . 


34.074  00      5.246  81 

Electric Mack  ft  Mack 2.009  00 

Deduction      1.107  80 


901  20 


310  45 


Prisons 
Clinton  Prison 


Work 


Contractor 


BuUding 

^Tuberculosis  hospi- 
tal   Plumbing  and  drainage. . .  Q.  8.  Blodgett  Co 87.209  00 

Deduction         240  00 


Certificttd 
Contract        iaraed 


7.050  00 
1.700  00 


^Tuberculosis  hospi- 
tal   Hardware Lockwood  Co 

^Tuberculosis  hoq>i- 

tal Heating Nash  ft  Mead 8.565  00 

Deduction         600  00 


7.965  00    S3.846  3S 


Dannemora  State  Hospital 


Certificfttes 


Work 


Contractor 


Contract 


Building 

Northwest  wing,  hos- 
pital   Steel  and  iron  work Buffalo  Structural  Steel 

Co 83.509  00    83.50900 

Boiltf  house Engine  and  generator. .  Ames  Iron  Works 2.875  00      2.875  OU 

Northwest  wing,  hos- 
pital   Steel  guards  and  doors Van  Dom  Iron  Works 

Co 3.047  00      3.0*7  OO 


*  An  asterisk  indicates  that  contract  was  in  force  June  80. 1917. 
t  Contract  abrogated 
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Oreat  Meadow  Prison 

CertifieAtM 
Buildiac  Work  Contraetor  Ckmtratot        iamied 

CeU  buikUnc.  sooth 

ving CooBtruction A.  Paaquini 9277,800  00 

Addition      2.819  60 


380,610  60 
Deduction      1,067  43 


270.662  16    S1.281  82 


Sing  Sing  Prison 


Certificates 
Ba^lding  Work  Contractor  Contract        issued 

Pomtr  house Boilers,  steam  apparatus, 

piping Blake&WiUiams 831,380  00 

Addition         676  70 


32,056  76 
Deduction  66  OU 


32.000  76    85.136  86 

Power  bouse Plumbing  and  drainage  . .  Bums  Bros 2,260  00  414  20 

Deduction  106  66 


2.162  46 


Abmobies 
Troop  B  Armory,  Albany 


Certificates 
Building  Work  Contractor  Contract        issued 

'Armory  site Grading,  drainage George  Holler 86,460  00 

Addition      1.306  00 


6,766  00  84,868  13 

Ikrmory Electric Frost  ft  Sheldon 2,261  00 

AddiUon      468  00 


2,720  00 
Deduction         400  00 


2.329  00  160  16 


Troop  E  Armory  —  Rochester 


Certificates 
Building  Work  Contractor  Contract        issued 

Armory Construction R.  T.  Ford  Co 886,330  00 

AddiUon  246  86 


86.676  86  819,054  62 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1917. 
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56  Annual  Bepobt  of  the 


Certi6Mtei 
Building  Work  Contr  etor  Contnet       isaoed 

^Armory Plumbing  and  drainage  . .  F.  S.  Conkling t6,Q25  00 

Addition  85  00 


7.010  00    t2.401  25 

^Armory Heating Wm.  F.  Devendorf 4,093  00 

^Armory Eleotrie Wbeeler-Groen  Electric 

Co 2.887  00 


Troop  0  Armory,  Yonkers 


Certifieatef 
Building  Work  Contractor  Contract        imied 

^Armory Construction Kelly  CopstructJon  Co.  $74,707  00 

Addition      6.166  37 


70.873  37 
Deduction      012  00 


78.961  37  353.729  aS 

^Armory Plumbing  and  drainage  . .  P.  F.  Kenny  Co 6.800  00 

Addition  276  95 


6.076  95      2.4U  71 

*Arm<»y Heating A.  B.  Barr  ft  Co.  Inc.. .       6.100  00 

Addition  10  00 


6.110  00 
Deduction  17  00 


6.093  00      2.146  35 

*Armory Electric Isidor  Fajana 2,480  UO 

Addition  137  00 


2.617  00  854  25 

*Armory Hardware Lookwood  Co 660  OU 


Troop  I  Armory,  Buffalo 


Certifintv 
Building  Work  Contractor  Contract         ianied 

Armory Conatruotion C.  H.  Everitt Sill. 565  00 

Addition    11.333  07 


122.898  07 
Deduction      1.000  00 


121.898  07  S20.aeos: 

Armory Plumbing  and  drainage  . .  James  J.  Bresnahan.  . .       8.485  00 

Addition         760  00 


0.245  00 
Deduction  253  40 


8.092  60       1.583  3S 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1017. 
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Buikliiic                   Work 
Armory Heatinjr 


Certificates 
Contractor  Contract        issued 

R.  T.  Ford  Co $5,497  00 

Addition  402  00 


5.089  00 
Deduction  10  00 


Armory Electric. 


5.079  00    Si.  142  50 
O'Connell  Electric  Co . .       2 ,  SOO  00 
Addition  750  00 


Armory Hardware 

Armory Metal  Covering . 


Df*duction 

3.550  50 
103  50 

• 

WeedA  Co 

3.357  00 
775  00 
090  00 

1.003  50 
775  00 

C.  H.  Evcritt 

000  00 

New  York  State  Armory ,  Albany 

Certificatfla 
Buildins  Work  Contractor  Contract         iaaued 

Armory Electric Alpha  Electric  Construc- 
tion Co f 1.483  00 

Addition  12  .% 


1.405  50 
Deduction  20  00 


1.475  50    SI. 475  50 


NoBMAL  Schools 
Potsdam  Normal  School 

Certificates 
Building  Work  Contractor  Contract     issued 

*Kew  building Construction BradleyA Weed, Inc. .  .S237.400  00 

Addition  183  70 


237.583  70  $13,670  34 

. .   Heating R.  Gildea 30,000  00 

. .  Electric Jandous  Electric  Equip- 
ment Co 6.775  00 

'New  building Plumbing  and  drainage. . .  John  J.  Kenney  Co 13.442  00 


'New  building. 
'New  building. 


Edtjoationax 
Schoharie  State  School  of  Agriculture 

Certificatfla 
Building  Work  Contractor  Contract        issued 

Dairy    and    horse 

barn Construction Edgar  Johnston $13,400  00 

Addition  133  58 


13.023  58 
Deduction  151  75 


13.471  83  $ll-*«»  on 


*  An  asterisk  Indiflatea  that  contract  was  in  force  June  30, 1017. 
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Certificate! 
Buildins  Work  Contnctor  Contnct        iasued 

*Dairy    and    horae 

barn Finishing,  hardware Lockwood  Co t97  00 

Addition  6  10 


103  10 
^Dairy    and    horse 

bam Plumbinc  and  drainase. . .  Conkling,  Kerber  ft 

Hanlon 1.095  00 

AddiUon  180  00 


1.875  00    S1.585  2S 


^Dairy  and   horse 

bam Electric. ,. Finch  ft  Hahn 574  00 

•Dairy  building Constraction Bame  ft  Cardell 25,342  00 

Addition  1.003  26 


26,345  26 

•Dairy  buikling Heating R.  T.  Ford  Co 1.881  27 

•Dairy  building Plumbing  and  drainage. . .  R.  T.  Ford  Co 3.472  00 

•Dairy  Building. .. .  Electric Finch  and  Hahn 1.845  00 


Cornell  University 

Certifksts 
Building  Work  Contractor  Contract        imed 

•Palm  and  decora- 
tive plant  house. .  Construction Lord  ft  Bumham  Co. . .     $2,640  00 

Addition  85  00 


2.725  00    fl.03S» 
•Palm  and  decora- 
tive plant  house. .  Heating  and  plumbing. . .  Lord  ft  Bumham  Co. . .  848  00 
•Palm  and  decora^ 

tive  plant  house. .  Electric Davis-Brown      Electric 

Co..  Ino 08  50 

•Addition  to  forestry 

building Constmction Edward  Sprigg 1,207  62 

Deduction  16  00 


1.28062         58373 
•Alterations  and  ad- 
ditions   to    stock 

judging  pavilion. .  Construction W.  D.  McElwee 3,098  00         2S3  90 

Drill  Hall Stniotoral  steel Seneca  Engineering  Co.     68,500  00 

Addition  502  85 


60.002  85    13.2S2  S& 

Drill  Hall Hardware C.  J.  Ramsey  ft  Co 089  68 

Addition  107  42 


1,187  00      1.187  Cd 


•Drill  Hall. Heating     work,      under- 
ground mains J.  W.  Danforth  Co. . . .     21,027  00 

Addition  241  00 


22.168  00 
Deduction  150  70 


22.017  21      2.31T  « 


•  An  asterisk  indioates  that  contract  was  in  force  June  30, 1917. 
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Buildins  Work 

*Drill  Hall Construotion. 


CtftificatM 
Contractor  Contract        inued 

Eastern  Concrete  Stoel 

Co flM.760  00 

Addition      7,051  38 


200,801  38 
Deduction      0.364  60 


•Drill  HaU. 


107,436  60  150.075  00 

Plttmbinc  and  drainaoo.. .  R.  T.  Ford  Co 12.537  00 

Addition  264  00 


12.801  00 
Deduction  15  00 


12.786  00  3.846  25 

•OrillHaU Electric Isidor  Fajana 0.608  00  4.024  75 

•Undersround    con- 

duita Heating John  W.  Danforth  Co. .     24.000  00  17.714  05 

*Plant  buildings Architectural  aervioeB Green  &  Widct Peroentace 

Sheep  bam CouBtniction W.  D.  MoElwee 2.544  00  2.544  00 


State  School  of  Agriculture  and  Domestic  Science 

Certificate! 
Building  Work  €V>ntraetor  Contract        issued   j 

*Dairy  barn Construction Benedict  Beck f  17.443700 

Addition  010  00 


18.353  00    $5,053  25 

•Dairy  bam Plumbing  and  drainage.. .  H.  8.  Graham  ft  Sons. .       2,885  00      1.020  00 

•Dairy  bam Electric Edward  Joy  Co 526  00 

Dairy  building Construction J.  F.  Growe  Construc- 
tion Co 22,475  00 

Addition  18  04 


22.403  04 
Deduction  452  00 


Dairy  building Heating. 


22.041  04      3.703  05 

R.  T.  Ford  Co 7,067  00 

Addition  87  00 


8.054  00 
Deduction  15  00 


8.030  00      1.770  25 


State  School  of  Agriculture  on  Long  Island 

Certificates 
Building  Work  Contractor  Cotntract        issued 

Dormitory  building.  Construction Fk-ank  Sibenaler S20.724  00 

AddiUon  115  48 


20,830  48 
Deduction      700  80 


20.138  68    84 


*  An  asteriik  indicmtes  that  oootraet  was  in  force  June  30,  1017. 
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CcrtifieatM 
Buikliiig  Work  Contractor  Contract        Unied 

Dormitory  building.  Plumbing Joseph  F.  Egnn t4,963  00 

AddiUon  22  00 


4.085  00    tl.lOB34 

WalkB,  cnfbing.  etc Ddtn  Contracting  Go|, 

Inc 3,M2  17      2.472  SO 

*Hog  hooaes Conrtruetion Smith  ft  Beierling 1.475  00         660  SO 

Horticulture  agron- 
omy and  director's 

reeidence Plumbing McKenna  Broa 3.376  00 

Addition  03  50 


3.430  60 
Deduction  6  00 


3.433  50  723  2S 

Sewerage  and  aewage  dia- 

poaal  plant Briante  Cooatroetion 

Co.,  Inc 44.887  00 

Deduction      0.030  00 


85.301  00      5.5»  31 

Boiler  plant Insurance. I.  Seidemann 186  50  186  50 

*Hor8e  bam Construction Smith  ft  Beierling 3,868  00 

Central  heating  and 

lighting  plant Boiler  plant  and  conduit. .  A.  WintemiU 103.000  00 

Addition  206  53 


103.206  53 
Deduction         475  03 


102.730  60 

Director's  residence.  Heating Peter  Kealer  Building 

Co. 800  00 

Deduction  25  00 


Garage Construction,   drainage  865  00         210  50 

and  water  aupply Victor  B.  Hess 1.452  00         363  IS 

Boiler  plant Insurance RoseftKieman 67  83           67  S3 

Boiler  plant Insurance RoseftKieman 70  04           70  04 

Boiler  plant Insurance Rose  ft  Kieman 113  05         113  05 

Horticulture  and 
agronomy  build- 
ings   Insurance Rose  ft  Kieman 38  51           38  51 

Horticulture  and 

agronomy Insurance RoseftKieman 2  55            3^ 

Greenhouses Constraction S.  Jacobs  ft  Sons 2.821  00 

AddiUon  680  00 


8.501  00      3.501  00 

Greenhouses Heating S.  Jacobs  ft  Sons 1.046  00 

Addition  134  00 


1,180  00      1.180  00 

Greenhouses Plumbing. S.  Jacobs  ft  Sons 265  00         255  00 

Central  heating  and 

and  power  plant. .  Insurance Rose  ft  Kieman 0  00  9  96 

Chicken  house Construction Smith  ft  Beierling 2.325  00 

Deduction         25  00 


2.800  00      2.800  00 


*  An  •sleriak  indicates  that  contract  was  in  force  June  30, 1017. 
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Syracuse  College  of  Forestry,  Syracuse  University 


CartifieatcB 


Boilding  Work  Contractor  Contrftct 

CoUege  building Conrtmetion O.  DeKimpe 1207.000  00 

Addition      1.060  40 


200.406  40 
Deduction      2.701  00 


CoUege  building Hardware . 

•College  building. . .  Heating.. 


206.674  40  047.067  66 

Lockwood  Co 21  60  21  60 

W.  E.  Lape,  assigned  to 
I?.    8.    Fidelity    and 

Guaranty  Co 12.607  00 

Addition  87  00 


14.684  00 
Deduction  10  00 


•College  buiUing. . .  Eleetrio. 


14.674  00 

EdwanlJoyCo 6,418  00 

AddiUon      1.662  86 


CoUege  building. 
CoUege  bttildinc. 
College  building. 


Qas  service Bsrraeuse  Lighting  Co. . 

Panel*— rotunda R.  G.  Waring 

Plumbing  and  gas  fitting.  John  R.  Walsh 

Addition 


10,010  21 
Deduction  66  00 


Power  house Construction. 


0.054  21 

James  T.  Young 7.780  00 

Addition         376  64 


Power  house Electric 

Power  house Plumbing  and  drainage. 

•Power  house Heating 


8,660  16 


7,080  86 

4,176  86 

200  00 

200  00 

400  00 

400  00 

0.280  00 

730  21 

4.471  76 


8.166  64 

8.166  64 

E.  Joy  Company 

227  00 

227  00 

E.  Joy  Company 

701  00 

701  00 

I^avoy  Heating  ft 

Ventilating  Co 

12,068  00 

Addition 

276  00 

13,243  00   7.483  80 


Onondaga  Indian  Reservation 


Building 
•Teachers'  cottage 


Work  Contractor 

Heating Leavery  Heating  ft 

Ventilating  Co $538  00 

teachers'  cottage     Plumbing Kelaey  Heating  Co.  Inc.  425  00 

Deduction  0  76 


Certificates 
Contract         issued 


16  25 


•  An  asterisk  indicates  that  contract  was  in  force  June  30,  1017. 


$368  06 


181  P" 
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AmsrcAL  Repobt  of  the 


New  York  Institution  for  Deaf -Mutes 


Work 


Contractor 


Building 

*Annex  to  Kinder- 

carten  building.. .  Conrtruction Benedict  Beck tl8,0M  00 

Addition      1.941  00 


Certificatfli 
Contract        iaraed 


20.036  00 
Deduction         350  00 


20.685  00  S13.644  62 


*Annex   to   kinder- 
garten building. . .  Heating. 


Frank  H.  Monaghan. . .       1 .683  00 
Addition  124  61 


1.707  61       1.297  95 

^Annez    to   kindei^ 
£arten  buiWing. . .  Plumbing  and  drainage . . .  Frank  H.  Monaghan. . .       1 ,  630  00 

Deduction  10  00 


1.620  00 


^Annez   to   kindtf- 
garten  buikiing. . .  Eleetrie. 


E.  Joy  Company SM  00 

Addition  196  00 


^Annez    to   kinder- 
garten buikiing. . .  Finiahing  hardware ^  Lockwood^Co. 


790  00 
,^t     344  00 


739  SO 


St.  Lawrence  University 


CertifieatM 


Buikiing                        Work 
Shop  building Construction 


Contractor  Contract 

J.  D.  Flack $1,776  00 

Addition  118  00 


2.600  00 
Deduction  76  00 


•  An  asterisk  indicates  that  contract  was  in  force  June  30.  1917. 


240  22 


1.893  00        6384 

•ShoD  buikiing Additional  alterations. ...  J.  D.  Flack 2.484  00 

^  Addition  86  00 


2.494  00       2.170  90 

eshop  building Heating  gymnasium Barnes  A  Elmithers 226  00 

•Shoo  buikiing Changing  switchboard. . .     Canton  Electric  Light 

ft  Power  Co 164  16 

Addition  86  07 
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Public  Buildings 
State  Capitol,  Alhamy,  N.  Y. 


BaikUnc  Work  Contraotor 

^tpitol Eleotric    fiztons,    rooms 

139.  140, 141 Alph*  Electric  Co 

^ftfntol R«p*iriiic  corridor,  tiiird 

floor BenodietBoek 

Capitol Ropttin  eseliedep«rtiiieiit  C.  H.  BnUnanl  A  Co.. . 

AddiUon 


Certificates 

Contract 

issued 

$80  00 

IWOU 

274  00 

274  00 

647  00 

190  00 

737  00  737  00 

;apitol Painting  walls,  room  139     C.  H.  Brainard  A  Co. .  97  00 

Addition  210  00 


307  00 
Deduction  142  fiO 


164  «0  164  50 

^tol Electric,  West  wing Finch  A  Hahn 096  00          096  00 

^tol Elcrtrie    fixtures,    rooms 

135, 136, 137.  and  138  .  E.  Joy  Co 168  50          168  50 

iapitol Electric,  Supt.  of  public 

works Edwaid  F.  Joy 1,382  15 

Addition  25  00 


1,407  15 
Deduction  26  00 


1,382  16      1.382  15 

■lutol Construction,  repairs M.  Kantrowits 1 ,848  00 

Addition  143  00 


1,991  00 
Deduction  25  00 


1.966  00  651  00 

ipitol Skylights,  rooms  444  and 

445 W.  F.  Plassft Bro., Ino  900  00         900  00 


^itol Heating  executive  offices. .  J.  R.  Sheehan  Co — 


595  00 
Deduction  5  00 


580  00  680  00 


ipitol Steel  lockers  for  legislative 

employees Van  Dom  Iron  Works. .  787  61 

Deduction        50  00 


737  61  737  61 

^itol Executive  Offices,  moving 

lavatories A.  J.  EckertCo 12  50  12  50 

ipitol Bronse     registen,     third 

story Tiffany  Studios 2,700  00 

Deduction  24  00 


2.676  00      2.676  00 

^itol Hardware,  Senate  cham- 

ber Albany  Hardwarexand 

Iron  Co 4  00  4  00 


•  An  Mterisk  indicates  that  contract  was  in  force  June  30, 1017. 
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Certificfttfei 
Buildins  Work  Contractor  Contnust         itsued 

Capitol Steel  safe,  Aiaembly  doeu* 

mentroom Albany  Hardware  and 

Iron  Co..  $18  00  $18  00 

*Capitol Electric,  room  300 Alpha     Eleotrio     Con- 

atruotionCo 223  00 

^Capitol Electric,  Superintendent  of 

Priaona'  office Alpha  Eleetrio  Coo- 

ttructionCo 1,783  00 

Addition  70  50 


1.853  50  973  2$ 

Capitol Electric     outlet*     Senate 

chamber Alpha     Electric     Con- 
struction Co 22  50  22  sb 

Capitol Electric,      Attomey-Qen- 

oral's  office Alpha     Electric     Con- 
struction Co 237  00 

Addition  143  00 


380  00  3SOO0 
Capitol Electric,  Senate  postoffloe.  Alpha     Eleotrio     Con- 
struction Co 483  00          483  00 

Capitol Electric,  room  113 Alpha     Electric     Con- 
struction Co 11150  11150 

Capitol Rearranging  Senate  post- 
office,  etc BameACardell 2,097  UO      2.097  OQ 

Capitol Storm  sash,  rooms  332  and 

333 BameftCardell 630  00  530  00 

Capitol Governor's  office,  glaaing 

panels James  Blooksidge 14  44  14  44 

Capitol Desk  for  legislative  cor»> 

spondents'  room Brown,  Curtis  ft  Brown.  50  00  50  OQ 

Capitol Judge's  bench Feeney      ft      Sheehan 

Building  Co 203  00  203  69 

*Capitol Construotion,  room  e09A.  J.  H.  Harrigan 2.200  00      1.292  00 

•Capitol Elestric,  room  600A Finch  ft  Hahn 225  00  225  00 

Capitol Electric,  room  318 Finch  ft  Hahn 125  00  125  00 

Capitol Plumbing,  room  600A. ...  J.  L.  Fitigerald 2.380  00      2.380  00 

Capllol Heating,  room  600A Noel  Ptolletier 800  00  800  00 

*CapitoI Repaj^rs,      Attorney-Gen- 
eral's office Russell  ft  Boyd 4,237  00 

Addition  696  00 


Capitol Heating,  room  315 M.  J.  Hawkfps. . 

Capitol Heating,  Attorney-Gen- 
eral's office Noel  Pelletier. . . 

C^>hol Removing  conduits,  room 

315 T.  F.  Jackson. . . 

Capitol Alterations,   rooms  4141, 

416 M.  Kantrowits. 

*CBpiUA Electric,  rooms  414,  415, 

416 Edward  Joy  Co. 


4.838  00      3.150  50 

*Capitol Reconstruction  of  former 

court  room  315 Fred  V.  Ruasell 5.572  00      1.997  50 

•Capitol Electric,  room  315 T.  F.  Jackson.  Ino 3,489  00 

Addition         312  00 


3,801  00 
397  00 

2.571  25 

340  00 

340  IV 

20  03 

20  00 

975  00 

975  a' 

1.746  00 

*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1917. 
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BnikUoc 

Work                                   Contractor 

Contract 

Certificates 
issued 

Capitol 

. . .  Construction,       Superin- 
tendent    of      Prisona' 

« 

oDQce. J.  J<  Kelly  v  Son ...... 

13,433  46 

Addition 

255  UO 

3,688  45 

Deduoticto 

64  00 

3,624  45 

13,624  45 

Capitol 

. . .  Plumbing,  Superintendent 

of  Priaoni J.  L.  Fitsgerald 

560  00 

« 

Dedtietion 

28  00 

532  00 

532  CO 

Capitol 

...  Lettering  on  door  of  Indva^ 

trinl  Comniaaion John  H.  Harrigan 

30  00 

30  OO 

Capitol 

. . .  Lighting    fixtures,    room 

151 Havens    Eleotric    Co., 

Ino 

60  00 

60  00 

Capito! 

Havens    Electrio    Co., 

Inc 

0  51 

9  51 

Capitol 

. . .  Chair,  Attom«y'<3eBet«l's 

office Hehnes  Bros 

16  00 

15  00 

Capitol 

. . .  Linoleum,    shades,    etc., 

Hospital  Commiarion.. .  John  Horn  A  Sons 

181  00 

181  00 

Capitol 

. . .  Removing  wood  eneloiure. 

Semite P.  Heeler  Building  Co. . 

100  00 

100  00 

Capitol 

. . .  Construction  work.  Senate 

chamber ; P.  Keeler  Buikling  Co.. 

372  00 

872  00 

Capitol 

. . .  Revolving  doors.   Senate 

chamber.. P.  Keeler  Building  Co.. 

1.082  00 

Addition 

18  00 

2.000  00 

2.000  00 

Capitol 

. . .  Services  as  electrician J.  B.  Marsh 

14  00 

14  do 

Caiitol 

. . .  Repairs,  room  818 G.  W.  Rogers 

202  00 

Deduction 

8  00 

1Q4  00 

194  00 

Capfto/. 

...  Repainting   Senate  |adi^ 

ciaxy  room Q.  W.  Rogers 

65  00 

65  00 

CaiMtoI.. 

. . .  Parcel  post  bag  rack.  As- 
sembly mailing  depart- 

. 

ment H.  H.  Shulta  Co.,  Inc. . 

6  UO 

6  00 

•Capitol 

. ..  Directory  boards  for  In- 

130  00 

[?apito] 

...  Bust  of  Lincoln  fotlegisl*- 

tivelibrary The    Van    fieiisen 

Charles  Co 

300  00 

300  OO 

2mi>itoL. 

brary , . The       Van       Heusen 

Charles  Co 

.     125  00 

125  00 

rapitol 

. ..  Rug  for  Senator  Adler's 

room W.  M.  Whitney  A  Co. . 

50  00 

50  00 

:-apitol 

. . .  Dcek,  Attorney-General. .  W.  M.  Whitney  A  Co. . 

78  50 

78  50 

Capitol 

eral's  office W.  M.  Whitney  A  Co. . 

6  88 

6  88 

. . .  Carpet,  rooms  414,  415, 

416 W.  M.  Whitney  A  Co. . 

024  05 

*  An  aateriak  indicaten  that  contract  waa  in  force  June  30,  1917. 
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Certtfcstet 
Bttildinc  Work  Contractor  Omtraot         Ipsoed 

Capitol Mirror.    iegiaUtive     oor- 

reapondents't  room W.  M.  Whitney  A  Co.  flO  00  $10  00 

Capitol Partition  room  942 Same  ft  Cardell 210  dO  210  00 

•Capitol Screen,  room  900 Bame  ft  Cardell 428  00 

Capitol Re-locating  Senate  bulle- 
tin board,  etc Bame  ft  Cardell 8  45  8  45 

*Capitol Partition,  room  18ft.  Stote 

Treasurer Feeney  ft  Sheehan 

Building  Co 182  00 

*Capitol Book  shelving,  rooms  837A 

and  387B Watson  Mfg.  Co 1,776  00 

^Capitol Filing  eases,  room  34fi Watson  Mfg.  Co 428  00 

•Capitol Clock  for  reporters' room.  The     Western     Union 

Telegraph  Co 12  00 

Capitol Plate  glass  for  desk.  Senate  Wm.  DeyErmand  Co. .  3  00  3  00 


Assembly  Chamber 

Certtfiratn 
Building  Work  Contractor  Contract         issued 

Assembly  postoffioe.  Electric Alpha  Electric  Co t23  00  823  00 

Assembly  chamber  .  Moving  steel  cases Art  MeUl  Const.  Co. . .  10  00  19  00 

Assembly      mailing 

liept Repairs,  painting  room  Iftl  Bame  ft  Cardell 820  00  529  60 

•Assembly  chamber.  Partition  back  of  Speakers' 

lobby Feenej  ft  Sheehan  BIdg. 

Co 193  00 

•Assembly  chamber.  Two  steel  desks.  Clerk. .. .  The  General  Firepfoof- 

ing  Co 

Assembly  chamber. .  Chairs Helmes  Bros 

Aaaembly  chamber. .  8  Chairs,  Ways  and  Means 

Committee  rooms Helmes  Bros 

Assembly  chamber..  18  Chairs Helmes  Bros 

Assembly  chamber. .  Furniture C.  F.  Rattigan 

Assembly  chamber. .  Desk,  chair  and  Uble ... .  TheVanHeusen 

Charles  Co 

Senate  Chamber 

Building  Work  Contractor  Contract        isnied 

Capitol....  Electric Alpha  Electric  Co 81.583  00        8785  30 

Capitol.... Electric  fixtures Black  ft  Boyd  Mfg.  Co..       2.800  00      2.800  00 

Education  Building 

Certiaestes 

Building                       Woric                                Contractor  Contract  imatd 

Education  buiUing.  Painting F.  C.  SchaiUe $54  S3  $M  33 

♦Education  bidlding.  Lumber F.  F.  Crannell  Lumber 

Co 11160  111» 

Education bttikiittg  .  Mural  decorations Will  H.  Low 30.000  00  1.517  71 

Education  buiMing..  Finishing  rooms Fuller  ft  Co.,  Ine 7  38  7  3S 

Education  bttikling..  Roof  work Tri-City  Sheet  Metal  ft 

Roofing  Co 1.380  00  1.380  00 


887  00 

298  00 

298  00 

216  00 

216  00 

243  00 

SO  00 

176  80 

176  80 

205  00 

206  00 

•  An  asterisk  indicates  that  contract  was  in  force  June  30, 1917. 
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Bmldinc 

SuMbtll 

Stat 

Wotk 

■■  He.tin« 

..  Btectrie 

.  Plombiiw.iiddr.in.ce.. 

e  Hall 

Contnctor 

F«>eyft81»^.oBld«. 

Co 

AdditklB 

DvduelioB 

J.  R.  Bh«eh«n  Co 

Deduction 

Certifio.te» 
Contrul         iHued 

162.000  00 
10,3S1  OA 

172.391  0» 
1.100  10 

•SanhmU 

171. HO  6M123,a4aB6 
13,eil  00 

1S.U4  31 

15,430  31 
13M  02 

T.««5  73 

AddiUoD 

fiisMOU 
1,303  12 

7,aS7  53 

Addition 
Wheelo^MoDowell  Els- 

38,872  00 
IS  20 
121  33 
90  SO 
23  33 
880 
SI  GO 
107  33 
3E00 
38  00 

s.waBa 

Co 

Co 

3S.872  00 

8l.teh»U 

..  Looker* 

..  Alteriacibdrioa 

19  20 

SUM  lull 

Art  M«d  CoortiuotioB 

Co 

Albuv     Hudwue     * 

Iron  Co 

Albuy     Hudwue     & 

eo  80 

ai.leh.ll 

..  Doortieck 

..  CutiiiauIa.eIo 

23  2S 

St.UhaU 

AUnny  TruekJnc4  Btor- 
•«"Co 

AlbuyTruokincASIoc^ 
.»Co 

AlUnyTruefciosftStoI^ 

SI  M 

Sl.t.h.U 

..  MoviB.  pidur.. 

..  ChmociiX  POrtnit. 

107  29 

auuh.li 

AoDeeliwACo 

Art  Met.1  ConitiurtioB 

Co 

June.  Bloduidce 

Wm.  DeyErmand  Co.. 

FiDchA  H.lin 

FiDchAR.ba 

88  00 

497  SS 
1.026  00 

leo  w 
'  ea  oo 

1. 108  24 

88  00 

4B7  90 

»  IT  la 

1,025  00 

IWOO 

OS  00 

1,108  34                    , 

8(.Mh)Jl 

..  MoTloi  f uioitun,  reoorda 
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Ccrtificatea 
Building  Work  Contractor  ContrafCt        inued 

State  hfkll 088  Maada  Lamp0 Havens  Eleetrio  Co., 

Inc ISM  18        $556  18 

State  hall Wooden  furniture Helmes  Broe 1.947  00 

Deduction  21  00 

1,996  00      1.926  00 

State  hall Interior  flniah  and  deeorar 

tiona Herts  Brothers  Co 27.950  00 

Addition  12  45 


Deduction 


27.962  45 
112  00 


27,850  45    27.850  45 


State  hall    Carpet Herts  Brothers  Co 

State  hall Repainting  shutters 8.  Hyman 

State  hall Numbering  doors S.  Hsrman 

State  hall Anembling44desklani|ie  E.Joy  Co 

State  hall Cork  tile  floors,  library. . .  David  E.  Kennedy,  Inc. 

State  hall Hardware. Nonralk  Lock  Co 

Addition 


State  hall Finishing  chain,  tables  etc 

State  hall Coat  and  hook  rack 

State  hall Window  shades.  .4 

State  hall 

State  hall 24  Chairs 

State  hall Elevator  door,  looks  and 

bars , . « . 

State  hall Door  checks 


State  hall Steel  butts  for  doors. 


*8tote  hall. 


Materials  for  Judge  His- 
cock's  room 


T.  F.  Rattigan 

G.  Spalt  A  Sons,  Inc. . . 
W.  M.  Whitney  ft  Co. 
W.  M.  Whitney  ft  Co. 
W.  M.  Whitney  ft  Co. 


Albany  Hardwareft  Iron 
Co 

Albany  Hardwareft  Iron 
Co 

Albany  Hardware  ft  Iron 
Co 

Art.  Metal  ConstniotioQ 

Co 

Addition 


998  00 
24  00 
83  00 
15  00 
2.366  00 
1.448  00 
31  00 

1.470  00 

412  14 
92  00 

279  00 
70  90 
57  60 


25  00 

15  60 

6  98 


4  80 
1  00 


•State  haU. 


Additional   metal   equip- 
ment  


•State  hall Chair  and  table 

State  hall Desk,  chair,  etc 

•State  hall 5  Mahogany  chairs 

•State  hall Rental  of  furniture 

•State  hall Leather  chair 

State  hall Furniture 

State  hall Double  desk 

State  hall Coat  i^-ardrobe 

•State  hall Storm  sash,  room  905 

•State  hall 12  brass  poles 

State  hall Window  draperies 


5  80 

Art  Metal  Constniotion 

Co 3.960  00 

HehnesBroa 45  75 

Helmes  Bros 149  00 

Helmes  Bkos 137  50 

Helmes  Bros 30  00 

Helmes  Bros 38  00 

Helmes  Bros 

Helmes  Bros 

Helmes  Bros 

Wm.H.  Marsh 

J.  Q.  Myers  Co 

J.  Q.  Myers  Co 

Additioii 


998  00 

24  00 

33  00 

IS  00 

2.366  00 


1.47»00 

412  14 
92  00 

279  00 
7U00 
57  60 


25  00 

15  00 

69& 


149  00 


4.876  00 

4,876  00 

13  50 

13  50 

47  50 

47  30 

44  00 

307  00 

3.544  90 

168  00 

3.712  90      3.712  90 


•  An  asterisk  indicates  that  contract  was  in  force  June  30, 1917. 
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CertifiefttM 
Baildinc  Work  Contrmetor  Contract        iMu«d 

Stotehftll Hardware Norwalk  Lock  Co t4  06           t4  06 

RtMte  hall FJling  equipment F.  D.  BarsHit 210  00          219  00 

*9tate  hall Typewriter  Ubie Underwood  Typewriter 

Co 40  00 

Deduction  4  00 


96  00 

*3tate  hall Furniture J.  Wanamaker 6,507  50 

Addition  125  00 


6,632  60 

«9tate  hall Stenograpliera'  ohaire W.  M.  Whitney  A  Co. .  25  50 

State  hall Oak  deak Yawman  *  Erbo  Mfg. 

Co 137  25  137  25 


New  Capitol  Power  House 


CertiflcatcB 

Buildinf  Work  Contractor  Contract        iaaued 

^Power  hooae Faneing.  grading  and  sod* 

ding Franken  Ornamental 

Ironworks 64,487  00        6035  00 

*Power  house Sidewalk  repairs The  R.  T.  Ford  Co 343  00 

^Power  house Gillage  on  caissons The  R.  T.  Ford  Co 175  00 


Agricultural  Hall 


CertificatcB 
Building  Work  Contractor  Contract        issued 

Building Construction,  alterations .  John  M.  Collins 6873  00        6873  00 

•BoiMing Fire  escapes E.  H.  Titchener  A  Co. .       1,463  00 


BxOUUkTIVB 

State  Institute  for  the  Study  of  Malignant  Disease 

Certificates 
Building  Work  Contractor  Contract 

^Gra^wiek    Labora- 
tory   Halting,  ventilating Republic  Engineering 

Const.  Co 68,567  00 

Addition  180  99 


8,747  99 
Deduction  19  00 


8,728  99 

I.I  ■  I  1  ■  I    .  . 

Quarantine  Station 

Certificates 
Building  Work  Contractor  Contract        issued 

Animal  buikUag Connruction. drainage. . .  P.  Wolf?  ft  Sons 66. 191  00 

Addition         358  00 


6,549  00 
Deduction  9  00 


6,540  00 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1917. 
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RiiiMing 


Work 


Animal  building. . . .  Plumbing,   drainage   and 


Contractor 

O'Keefe&Soii... 
Addition 

Contract 

$670  00 
22  15 

Certificatet 
isBued 

Deduction 

502  15 
8  00 

584  15 

S323  20 

Building 


Health  Department 


Work 


Contractor 


Laboratory  Farm. . .  Rock    excavation,    water 

supply T.  J.  Radley  Co.,  Inc. 

Laboratory  Farm.. .  Rock    excavation,    water 

supply T.  J.  Radley  Co.  Inc. . 


Certificata 
Contract        issued 

$1.798  00    $1.798  00 


Building 


390  00 


390  00 


General 
Letchworth  Park 


Ccrtificstet 


Work 


Contractor 


Contract 


•Electric  plant Salisbury  Wheel  A  Mfg. 

Co 


$415  00 


Building 
Mansion 


Mansion. 
Mansion. 


Schuyler  Mansion 


Work 


ContraotOT 


Certificate 
Contract         issued 


Hardware Albany     Hardware    A 

Iron  Co $83  00 

Addition  11  00 


Deduction 


04  90 
11  00 


Hardware. 


Construction,  repairs. 


Albany     Hardware    A 

Iron  Co 

M.  Kantrowits 

Addition 


83  90 

8  27 

4.535  00 

663  44 


Mansion Paintlngand decorating. .  M.  Kantrowits 

Mansion Heating J.  R.  Sbeehan  Co 

•Mansion Driveway,  catch  basin,  etc.  Qeorgfi  Holler 

•Mansion Flag  pole M.  Q.  Stoneman  dc  Son 

•Mansion Latches  and  handles Wm.  F.  Winter 


5,108  44 

800  00 
823  00 
485  00 
226  20 
20  25 


$83  90 


8i7 


5.198  « 

890  00 
21100 


•  An  asterisk  indicates  that  contract  was  in  force  June  30, 1917. 
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Sir  William  Johnson  Mansion 

Certificates 
Bvildinc  Work  Contrsetor  Contrnet        iatued 

•Caretaker's  oottace  Construction Eli  J.  Miller $8,000  47 

Deduction         141  00 


2.949  47  $2,404  48 

^Caretaker's  oottace  Plumbingand drainase. . .  W.  Lynee  A  Son 1 ,  160  00 

Deduction  10  8fi 


1,120  15  633  25 

•Caretaker's  cottace  Heatinc W.  Lynes  ft  Son 325  00 

Deduction  15  00 


310  00 

•Caretaker's  ootta«e  Electric H.  W.  Jansen 172  53 

•Caretaker's  cottace  Hardware Lockwood  Co 07  00 

Addition  2  50 


00  50 


Saratoga  Reservation 


Certificates 
Buildinc  Work  Contractor  Contract         issued 

•Unoolnbath house    Dressinc  rooms W.  J.  Caiseft  Son,  Inc. .  608  00 


State  Fair  Grounds,  Syracuse 


Certificates 
Buildinc  Work  Contractor  Contract        issued 

•Horse  exhibition 

buildinc Structural  steel Syracuse    Encineerinc 

Co $25,460  00 

Addition      3,030  00 


•Horse      exhibition  20.300  00 

buildinc Construction Feeney  A  Sheehan  Bide. 

Co 74,800  00 

Addition  3,534  22 


78,334  22 
Deduction      3,000  00 


75,334  22  $10,281  60 
•Horse      exhibition 

buildinc Horse  stalls,  construction .  A.  E.  Stephens  Co 62 ,  600  00 

Addition  147  20 


62.747  20 
Deduction  140  00 


•Horse  exhibition  62,607  20 

buildinc Hardware Albany     Hardware    ft 

Iron  Co 1.201  55 

•Horse  exhibition 

bnikiinc Plumbinc  and  drainace  . .  Edward  Joy  Co 0,000  00      3.740  00 

•Horse  exhibition 

buildinc Electric F.  J.  Flood 817  17 


*  An  asterisk  indicates  that  contract  was  in  force  June  30, 1017. 
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ANNUAL  REPORT 


Albany,  April  12,  1920. 

To  the  Honorable  the  Legislature  of  the  State  of  New  York: 

I  have  the  honor  to  submit  herewith  the  Fifth  Annual  Report  of 
the  Department  of  Architectiu*e.  While  all  branches  of  the  State 
Government  were  more  or  less  affected  by  our  entrance  into  the 
World  War,  it  can  safely  be  said  that  no  arm  of  the  government 
of  the  State  of  New  York  was  so  badly  hampered  in  the  carrying 
on  of  its  work,  through  the  unexampled  rise  in  the  price  of  materials 
and  of  labor,  as  well  as  through  the  loss  of  men  in  the  service  of 
their  country,  as  was  the  Department  of  Architecture.  The  reduc- 
tion of  the  forces  of  the  Department  because  of  the  entrance  of  men 
into  the  military  and  naval  service  of  the  country  in  response  to 
the  call  to  arm&  was  so  great  as  to  make  it  utterly  impossible  to 
present  to  the  Legislature  in  the  year  1919  the  usual  report.  For 
this  reason  I  combine  in  the  Report  herewith  submitted  a  simimary 
of  the  work  of  the  Department  covering  the  period  from  the  beginning 
of  the  fiscal  year  July  1,  1917,  to  the  end  of  the  fiscal  year  June  30, 
1919. 

So  as  to  make  clear  the  difficulties  under  which  this  department 
has  been  carrying  on  its  work  I  deem  it  appropriate  here  to  mention 
the  names  of  the  different  employees  of  the  Department  who  left 
the  employment  in  which  they  were  engaged  by  the  State  to  take 
up  arms  for  the  country  in  the  time  of  its  need.  And  I  do  not 
think  it  inappropriate,  on  this  occasion  and  in  this  report,  to  express 
personally  my  sense  of  highest  commendation  for  the  patriotic  spirit 
manifested  by  the  men  of  this  department  in  that  great  crisis  in 
American  history,  and  the  delight  with  which  I  received  from  day 
to  day  the  application  for  leave  for  military  service  made  to  me  by 
the  men  of  this  Department.  The  number  of  employees  entering 
the  miUtary  service  from  the  different  departments  of  the  State 
government  and  the  service  they  rendered  their  country  while  in 
the  army  or  navy  during  the  war  is  a  matter  of  pride  in  each 
department.  I  am  pleased  to  say  that  in  this  respect  the  Depart- 
ment of  Architecture,  both  in  the  number  of  men  contributed  to 
the  cause  and  the  service  they  rendered  in  defense  of  the  flag,  holds 
a  leading  place  among  all  the  departments  of  the  State  government. 

[5] 
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Those  who  responded  to  the  call  of  their  country  from  the 
Department  of  Architecture,  together  with  their  miUtary  rank,  were 
as  follows: 

Thomas  M.  Newton Major. 

Charles  A.  Sussdorff Captain. 

George  B.  Nichols Captain. 

Elbert  W.  Tompkins Captain. 

Achille  0.  Van  Suetendael Captain. 

Thomas  H.  Messer Captain. 

Robert  B.  Field Captain. 

Theodore  H.  Fries Captain. 

Gilbert  L.  Van  Auken Captain. 

Harold  J.  Hichman First  lieutenant. 

Clarence  A.  Livingston First  lieutenant. 

Eli  B.  Parsons Ensign. 

Benjamin  F.  Betts Second  lieutenant. 

T.  Maxwell  Jones Private. 

David  Hermann Private. 

Charles  G.  Binder .  . Private. 

John  H.  Koonz Private. 

Harry  E.  France Private. 

Thomas  F.  Murray Private. 

Harry  Halverson Private. 

George  W.  Aldridge Private. 

Not  alone  was  the  progress  of  the  work  of  the  department  impeded 
through  the  impossibility  of  replacing  the  men  who  entered  the 
service,  but  the  difficulties  were  increased  immeasurably  through 
great  embargos,  shortage  of  construction  material  and  labor  and 
office  forces  so  that  construction  work  was  delayed  in  every  branch. 
Projected  activities  were  begun  only  where  the  greatest  emergencies 
existed  in  order  to  safeguard  the  wards  of  the  State.  Governmental 
reconstructions  in  building  were  heeded  by  this  department,  but 
wherever  it  was  possible  to  advance  in  the  preparation  of  plans 
and  specifications  the  work  was  prepared  to  release  to  the  various 
trades  when  conditions  would  permit.  Various  projects  which  were 
under  study  had  to  undergo  radical  changes  due  to  the  increases 
in  prices  of  material  and  shortage  of  labor.  It  was  my  object  to 
study  and  to  foresee  as  far  as  possible  what  conditions  might  be 
and  endeavor  to  reach  them. 

In  the  period  between  July  1,  1918,  to  June  30,  1919,  conditions 
grew  worse  rather  than  better.    In  the  early  months  of  the  former 
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year  the  nature  of  the  war  became  apparent  to  close  observers. 
Preparations  were  made  to  complete  plans  and  specifications  so 
that  when  hostilities  ceased  the  work  could  be  put  out  for  contract 
and  thus  supply  as  much  emplo3rment  as  possible  to  take  care  of 
thousands  of  men  who  were  engaged  in  war  activities  and  who 
would  soon  be  released  for  peaceful  industry,  and  thus  not  only 
aid  in  helping  to  solve  the  conditions  of  unemployment  but  to 
provide  the  increased  number  of  beds  in  State  institutions  which 
were  so  sorely  needed. 

After  the  signing  of  the  armistice  the  men  in  this  department 
began  gradually  to  return  and  the  majority  of  them  reported  for 
duty  by  Jime  30,  1919.  It  was  hoped  that  with  the  closing  of  those 
occupations  that  supply  the  army  and  navy  labor  and  materials 
would  soon  be  available  in  sufficient  quantities  to  begin  active 
operations  at  once. 

This  did  not  prove  to  be  the  case.  Labor  instead  of  being  plentiful 
was  more  scarce  than  ever  and  higher  priced.  Materials  did  not 
come  into  the  markets  and  their  cost  immediately  started  to  rise  to 
unheard  of  figures.  At  the  time  of  concluding  this  report  the  outlook 
is  that  no  one  can  foresee  to  what  heights  prices  of  material  and  labor 
will  advance. 

With  the  return  of  the  men  to  duty  the  department  took  on 
renewed  ability  to  forward  the  work.  The  following  summary  will 
indicate  what  has  been  done: 

Summary  of  Contract  Work 

Contracts  in  force  July  1,  1917 $3,314,715  27 

Additions  to  contracts  July  1, 1917,  to  June  30, 1918.  40,293  63 
Contracts  and  orders  awarded  from  July  1, 1917,  to 

June  30,  1918 3,380,728  74 

Special  Fund  Estimates  July  1, 1917,  to  June  30, 1918  696 ,  540  91 


Total  face  of  contracts,  special  orders  and  special 
fund  estimates  administered  from  July  1,  1917,  to 
June  30,  1918 $7,432,278  55 

Face  of  contracts  concluded,  including  special  fund 
estimates  not  included  in  contracts 2,311 ,376  79 


Total  contracts  in  force  June  30,  1918 $5, 120,901  76 


The  expenses  of  the  department  for  the  period  covering  the  work 
as  simMnarized  above  was  $179,218.35.     Included  in  this  summary 
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is  a  pa3rroll  charge  of  $152,672.01  and  a  maintenance  and  operation 
charge  of  $26,546.34,  the  average  monthly  operating  cost  being 
$14,934.86. 

SUBfMARY  OF  CONTRACT  WORK 

Contracts  in  force  July  1,  1918 $5,120,901  76 

Contracts  and  orders  from  July  1,  1918,  to  June  30, 

1919 2,912,299  44 

Special  Fund  Estimates  July  1, 1918,  to  June  30, 1919     1 ,909 ,492  43 


Total  face  of  contracts,  special  orders  and  special 
fund  estimates  administered  from  July  1,  1918  to 
June  30,  1919 $9,942,693  63 

Face  of  contracts  concluded,  including  special  fund 
estimates  not  included  in  contracts 3,717,204  59 


Total  contracts  in  force  June  30,  1919 6,225,489  04 


The  expenses  of  the  department  during  this  period  was  $192,109.67, 
the  payroll  charges  being  $162,545.44,  maintenance  and  operation 
$29,564.23,  the  average  monthly  cost  being  $16,009.14. 

Summary  of  Work 

From  July  1, 1917,  to  June  30,  1918,  there  were  444  contracts  and 
special  orders  in  force  at  a  total  cost  of  $6,735,737.64.  From 
July  1,  1918,  to  June  30,  1919,  there  were  352  contracts  and  special 
orders  in  force  amounting  to  $7,967,643.66.  Face  of  contracts 
completed  during  1917  and  1918  was  $1,614,835.88,  leaving  a  balance 
of  contracts  in  force  at  the  close  of  the  fiscal  year  of  $5,120,901.76. 

Contracts  completed  during  1918-1919  was  $1,742,154.62,  leaving 
contracts  in  force  July  1,  1919,  of  $6,225,429.04.  From  July  1,  1917, 
to  June  30,  1918,  207  contracts  and  orders  were  executed  at  a  cost 
of  $3,380,728.74  and  the  contracts  in  force  July  1,  1917,  amounted 
to  $3,314,715.27.  The  net  additions  to  these  orders  and  contracts 
was  $40,293.63. 

From  July  1,  1918,  to  June  30,  1919,  161  contracts  and  orders 
were  executed  at  a  cost  of  $2,912,299.44. 

In  the  State  hospital  group  during  1917-18  new  contracts  amount- 
ing to  $870,405.90  were  awarded,  the  work  covering  the  construction 
of  a  chronic  hospital  and  a  storehouse  at  Brooklyn  State  Hospital; 
extension  of  laundry  and  power-house  at  Central  Islip  State  Hospital; 
water  supply  system  at  Hudson  River  State  Hospital;  street 
lighting  system  at  Manhattan  State  Hospital;  building  for  tubercular 
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patients  at  Middletown  State  Hospital;  construction  of  Sunny- 
croft  building  at  Willard  State  Hospital;  power  plant  and  coal  shed 
at  St.  Lawrence  State  Hospital. 

From  July  1,  1918,  to  June  30,  1919,  new  contracts  amounting  to 
$798,717.50:  coal  trestle  at  Binghamton  State  Hospital;  sewage 
system  at  Brooklyn  State  Hospital,  also  sanitary  work  and  laundry 
equipment;  refrigerating  equipment  in  chronic  hospital;  Central 
Islip  State  Hospital  —  construction  of  quarters  for  acute  patients; 
Hudson  River  State  Hospital  —  water  supply;  Kings  Park  State 
Hospital  —  underground  heating  mains,  underground  service  and 
water  connections  and  sewage  disposal  plant.  At  Manhattan  State 
Hospital  dining  room  accommodations,  coal  and  ash  handling 
apparatus,  laundry  machinery.  Utica  State  Hospital,  central  heating 
plant,  mortuary  and  laboratory  building.  Willard  State  Hospital, 
pines  building  and  chlorinating  plant. 

Charitable  Institutions 

From  July  1,  1917  to  June  30,  1918,  new  contracts  amounted  to 
$745,438,  as  follows:  Albion,  $24,897  for  addition  to  boiler  house, 
new  boilers  and  connections.  Bath  Soldiers'  and  Sailors'  Home, 
steam  heating  plant.  Letchworth  Village,  $683,661.80  for  assembly 
hall,  heating  female  group,  attendants'  home  and  service  building, 
laundry  building  and  refrigerating  plant.  Syracuse  Institute  for 
Feeble-Minded  Children,  reconstructing  heating  system  in  boys' 
building.  West  Haverstraw  Hospital  for  Crippled  and  Deformed 
Children,  laundry  building  and  equipment  for  same.  From  July  1, 
1918,  to  June  30,  1919,  for  charitable  institutions,  contracts  amounted 
to  $679,351.11,  as  follows:  Western  House  of  Refuge,  Albion,  new 
cottages  with  equipment.  Bath  Soldiers'  and  Sailors'  Home, 
construction  of  Barracks  H  and  I,  sewage  building  and  repairs  to 
heating  construction.  State  Reformatory,  Bedford,  laundry  equip- 
ment, remodeling  laundry  for  refrigerating  purposes.  Thomas  Indian 
School,  Iroquois,  refrigerating  equipment  in  cold  storage  building. 
Letchworth  Village,  Thiells,  contracts  amounted  to  $342,600.50  for 
th6  construction  of  attendants'  home  and  service  building,  sanitary 
work  of  eight  cottages,  underground  piping  for  female  group,  boiler 
and  stoker  equipment  and  construction  of  addition.  Newark  State 
School,  cottage  for  inmates  and  heating  plant.  Oxford,  Womens' 
Relief  Corps  Home,  manure  pit  and  slaughter-house,  garbage  and 
hosecart-house,  piggery,  ice-house  and  refrigerating  plant.  Craig 
Colony  for  Epileptics,  Sonyea,  dining  room  and  kitchen  building. 
West  Haverstraw,  heating  work  in  laundry,  elevator  in  hospital 
building  and  artesian  wells  for  water  supply. 
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Penal  Institutions 

The  contracts  for  prisons  for  1917-1918  amounted  to  $1,075,269.57. 
being  for  the  grading  work,  construction,  heating,  sanitary,  and 
electric  work  of  new  farm  and  industrial  prison,  and  for  sewage 
disposal  plant  at  Wingdale. 

During  1918-1919  contracts  for  prison  work  amounted  to 
$1,178,233.76,  being  for  the  construction,  plumbing,  electric,  heating 
work  and  new  boilers  for  mess  hall  and  kitchen  building  No.  4, 
detention  building  No.  5,  outside  cell  building  No.  7,  clinic  building 
No.  8,  pump-house  and  reservoir  at  Sing  Sing  Prison,  Ossining,  N.  Y. 

State  Armories 

Contracts  for  State  armories  amounted  to  $126,124.50,  being  for 
a  stable  at  Rochester  armory  and  for  the  construction,  heating, 
plumbing  and  electric  work  of  the  State  armory  at  Olean,  N.  Y. 

Normal  Schools 

During  1917-1918  contracts  amounting  to  $255,434.42  were 
awarded,  being  for  the  construction,  heating,  sanitary  and  electric 
work  of  a  new  building  at  New  Paltz  normal;  extension  of  new 
school  building  at  Potsdam  normal  school. 

At  Cornell  College  of  Agriculture  a  cattle  bam  was  contracted 
for  at  a  cost  of  $10,694.00.  Work  amounting  to  $113,814.94  was 
contracted  for  in  the  State  Capitol,  Albany,  covering  repair  work 
and  electric  elevator:  State  hall  equipment,  etc.,  $4,069.37;  agri- 
cultural hall,  $2,389.50,  Saratoga  reservation  drink  hall,  construction, 
$10,533.89;  Dunkirk  fish  hatchery,  $24,558.46;  laboratory  building, 
State  Department  of  Health,  Albany,  $225,762.19. 

During  1918  and  1919  the  following  work  was  contracted  for: 
agricultural  hall,  Albany,  $4,107.00;  State  Capitol,  $6,670.63; 
laboratory  building,  $29,674.95;  school  of  agriculture,  Cobleskill, 
$41,009.37;  quarantine  station,  Hoffman's  island,  $16,787.60. 

Special  Fund  Estibiates 

Twelve  hundred  and  sixty-eight  special  fund  estimates  amounting 
to  $1,405,220.16  were  considered  by  me  during  the  year.  In  many 
cases  this  involved  the  preparation  of  plans,  working  sketches, 
details  and  specifications,  and  in  all  cases  careful  checking  over  of 
each  estimate  as  to  kind  and  quantity  of  materials,  etc. 

Of  these,  thirty-three,  totalling  $708,679.25,  were  for  contracts 
awarded  for  work  at  the  State  hospitals,  one  being  at  the  Binghamton 
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State  Hospital,  ten  at  the  Brooklyn  State  Hospital,  six  at  the  Central 
Islip  State  Hospital,  three  at  the  Hudson  River  State  Hospital,  four 
at  the  Kings  Park  State  Hospital,  two  at  Manhattan  State  Hospital, 
four  at  the  Rochester  State  Hospital,  and  three  at  the  St.  Lawrence 
State  Hospital. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Estimates  Amount 

Binghamton  State  Hospital 155  $36,929  57 

Brooklyn  State  Hospital 187  585,228  74 

Buffalo  State  Hospital 10  14,233  11 

Central  IsUp  State  Hospital 93  204,638  43 

Gowanda  State  Hospital 74  18,784  05 

Hudson  River  State  Hospital 49  70,354  32 

Kings  Park  State  Hospital 74  22,304  29 

Manhattan  State  Hospital '. 162  84 ,467  20 

Middletown  State  Hospital 58  32 ,  105  92 

Rochester  State  Hospital 38  40,760  03 

St.  Lawrence  State  Hospital 58  27,775  86 

Utica  State  Hospital 34  14,252  88 

Willard  State  Hospital 24  14,034  58 


Charitable  InstituHons 

House  of  Refuge  for  Women,  Albion .... 

State  School  for  Blind,  Batavia 

Training  School  for  Girls,  Hudson 

State  Reformatory,  Napanoch 

Custodial  Asylum,  Newark 

Craig  Colony  for  Epileptics,  Sonyea 

Letch  worth  Village,  Thiells 

Hospital  for  Crippled  Children,  West  Haver- 
straw 


1,016  $1 

,165,868  98 

ns 

Eitimates 

Amount 

2 

S810  56 

1 

1,769  84 

1 

1,025  00 

3 

24,489  40 

3 

1,005  14 

5 

10,272  53 

3 

41,754  43 

• 

3 

3,122  39 

21 

$84,249  29 
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Penal  Institutions 

The  contracts  for  prisons  for  1917-1918  amounted  to  $1,075,269.57. 
being  for  the  grading  work,  construction,  heating,  sanitary,  and 
electric  work  of  new  farm  and  industrial  prison,  and  for  sewage 
disposal  plant  at  Wingdale. 

During  1918-1919  contracts  for  prison  work  amoimted  to 
$1,178,233.76,  being  for  the  construction,  plumbing,  electric,  heating 
work  and  new  boilers  for  mess  hall  and  kitchen  building  No.  4, 
detention  building  No.  5,  outside  cell  building  No.  7,  clinic  building 
No.  8,  pump-house  and  reservoir  at  Sing  Sing  Prison,  Ossining,  N.  Y. 

State  Armories 

Contracts  for  State  armories  amounted  to  $126,124.50,  being  for 
a  stable  at  Rochester  armory  and  for  the  construction,  heating, 
plumbing  and  electric  work  of  the  State  armory  at  Olean,  N.  Y. 

Normal  Schools 

During  1917-1918  contracts  amounting  to  $255,434.42  were 
awarded,  being  for  the  construction,  heating,  sanitary  and  electric 
work  of  a  new  building  at  New  Paltz  normal;  extension  of  new 
school  buildmg  at  Potsdam  normal  school. 

At  Cornell  College  of  Agriculture  a  cattle  barn  was  contracted 
for  at  a  cost  of  $10,694.00.  Work  amounting  to  $113,814.94  was 
contracted  for  in  the  State  Capitol,  Albany,  covering  repair  work 
and  electric  elevator:  State  hall  equipment,  etc.,  $4,069.37;  agri- 
cultural hall,  $2,389.50,  Saratoga  reservation  drink  hall,  construction, 
$10,533.89;  Dunku*k  fish  hatchery,  $24,558.46;  laboratory  building, 
State  Department  of  Health,  Albany,  $225,762.19. 

During  1918  and  1919  the  following  work  was  contracted  for: 
agricultural  hall,  Albany,  $4,107.00;  State  Capitol,  $6,670.63; 
laboratory  building,  $29,674.95;  school  of  agriculture,  Cobleskill, 
$41,009.37;  quarantine  station,  Hoffman's  island,  $16,787.60. 

Special  Fund  Estimates 

Twelve  hundred  and  sixty-eight  special  fund  estimates  amounting 
to  $1,405,220.16  were  considered  by  me  during  the  year.  In  many 
cases  this  involved  the  preparation  of  plans,  working  sketches, 
details  and  specifications,  and  in  all  cases  careful  checking  over  of 
each  estimate  as  to  kind  and  quantity  of  materials,  etc. 

Of  these,  thirty-three,  totalling  $708,679.25,  were  for  contracts 
awarded  for  work  at  the  State  hospitals,  one  being  at  the  Binghamton 
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State  Hospital,  ten  at  the  Brooklyn  State  Hospital,  six  at  the  Central 
Islip  State  Hospital,  three  at  the  Hudson  River  State  Hospital,  four 
at  the  Kings  Park  State  Hospital,  two  at  Manhattan  State  Hospital, 
four  at  the  Rochester  State  Hospital,  and  three  at  the  St.  Lawrence 
State  Hospital. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Estimates  Amount 

Binghamton  State  Hospital 155  $36,929  57 

Brooklyn  State  Hospital 187  585,228  74 

Buffalo  State  Hospital 10  14,233  11 

Central  Islip  State  Hospital 93  204,638  43 

Gowanda  State  Hospital 74  18,784  05 

Hudson  River  State  Hospital 49  70,354  32 

Kings  Park  State  Hospital 74  22,304  29 

Manhattan  State  Hospital '. 162  84,467  20 

Middletown  State  Hospital 58  32 ,  105  92 

Rochester  State  Hospital 38  40,760  03 

St.  Lawrence  State  Hospital 58  27,775  86 

Utica  State  Hospital 34  14,252  88 

Willard  State  Hospital 24  14,034  58 


1,016  $1,165,868  98 


Charitable  InstituHons 

House  of  Refuge  for  Women,  Albion 

State  School  for  Blind,  Batavia 

Training  School  for  Girls,  Hudson 

State  Reformatory,  Napanoch 

Custodial  Asylum,  Newark 

Craig  Colony  for  Epileptics,  Sonyea 

Letch  worth  Village,  Thiells 

Hospital  for  Crippled  Children,  West  Haver- 
straw 


Estimates 

Amount 

2 

$810  56 

1 

1,769  84 

1 

1,025  00 

3 

24,489  40 

3 

1,005  14 

5 

10,272  53 

3 

41,754  43 

3,122  39 


21        S84,249  29 
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Charitable  InstitiUiona 

Efltimatea 

House  of  Refuge  for  Women,  Albion 4 

School  for  Blind,  Batavia 1 

Soldiers'  and  Sailors'  Home,  Bath 5 

Reformatory  for  Women,  Bedford 4 

State  Reformatory,  Elmira 18 

Training  School  for  Girls,  Hudson 3 

Agricultural  and  Industrial  School,  Industry  1 

Thomas  Indian  School,  Iroquois 2 

Eastern  New  York  Reformatory,  Napanoch  3 

School  for  Feeble  Minded  Women,  Newark.  20 

Women's  Relief  Ck)rps  Home,  Oxford 12 

House  of  Refuge,  Randall's  Island 1 

Tuberculosis  Hospital,  Ray  Brook 4 

School  for  Feeble  Minded,  Rome 5 

Craig  Colony  for  Epileptics,  Sonyea 5 

Letchworth  Village,  Thiells 26 

Hospital    for    Crippled    Children,     West 

Ha  verstraw 4 


Prisons 

Auburn  Prison,  Auburn 

Clinton  Prison,  Dannemora 

Dannemora  State  Hospital,  Dannemora . . . 

Great  Meadow  Prison,  Comstock 

Matteawan  State  Hospital,  MatteawaD — 

Sing  Sing  Prison,  Ossining 

Wingdale  Prison,  Wingdale 


Amount 

S216  6 

261   7 

5,433  » 

1,392  4 

2,471  6J 

426  3i 

260  9i 

11,581  86 

190  6i 

8,615  95 

906  71 

83  75 

1,210  71 

32,711  82 

4,733  74 

3,291  72 

4,590  15 


118        S78,380  66 


EitimktM 

Amount 

7 

$4,751  38 

33 

10,592  14 

35 

16,008  96 

26 

1,802  11 

12 

6,774  55 

9 

741,212  63 

122      $781,141  77 
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MiaceUaneotiB  Institutions 

EetiniAtet  Amount 

'^7  Cobleskill,  School  of  Agriculture 1  $933  05 

'.^  Cornell  University,  College  of  Agriculture. .  1  6,813  00 

Delhi,  School  of  Agriculture 1  131  00 

Fanningdale,  Institution  for  Agriculture. . .  5  4, 187  00 

Geneva,  Agricultural  Experiment  Station . .  1  653  09 

Fredonia  Normal  School 1  1 ,006  00 

Genesee  Normal  School 1  295  60 

Oneonta  Normal  School 1  3, 125  00 

Governor  Clinton  House,  Poughkeepsie. ...  1  404  71 

Quarantine  Station,  Rosebank 1  681  00 

Saratoga  Springs  Reservation 87  146,491  34 


X.- 


\ 


101      $164,720  79 
ResumS 

Estimates  Amount 

State  hospitals 1,267  $1 ,571,971  40 

Charitable  institutions 118          78 ,380  66 

State  prisons 122        781,141  77 

Miscellaneous  institutions 101        164,720  79 

Grand  total 1,608  $2,596,214  62 


New  Projects  Considered 

Two  hundred  seventy-five  new  projects  were  considered  by  the 
Department  which  involved  the  preparation  of  plans  and,  in  the 
majority  of  cases,  the  sketches,  working  drawings  and  detailed 
specifications  necessary  to  advance  the  work  to  contract. 

July  1,  1917,  to  June  SO,  1918 

Job  Nos.  Institution 

655 SAratoga Addition  to  bottling  plant. 

650 Middletown Building  for  tubercular  patients. 

657 Middletown Dairy  barns,  ailo,  hay  and  Btorage  barn. 

658 Middletown Thirty-patients  building. 

650 Cattaraugus  reservation School  building. 

660 Cobleskill Poultry-house. 

661 Haverstraw Artesian  well,  water  tank,  etc. 

662 Albion Repairing  boilers. 

663 Utica  Hospital,  Marcy  division Development. 

604 Oxford Completing  roads. 

605 Capitol Alterations,  room  132 

660 Cancelled. 
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is  a  pa3rroll  charge  of  $152,672.01  and  a  maintenance  and  operation 
charge  of  $26,546.34,  the  average  monthly  operating  cost  being 
$14,934.86. 

Summary  of  Contract  Work 

Contracts  in  force  July  1,  1918 $5,120,901  76 

Contracts  and  orders  from  July  1,  1918,  to  June  30, 

1919 2,912,299  44 

Special  Fund  Estimates  July  1, 1918,  to  June  30, 1919    1 ,909 ,492  43 


Total  face  of  contracts,  special  orders  and  special 
fund  estimates  administered  from  July  1,  1918  to 
June  30,  1919 $9,942,693  63 

Face  of  contracts  concluded,  including  special  fund 
estimates  not  included  in  contracts 3,717,204  59 

Total  contracts  in  force  June  30,  1919 6,225,489  04 


The  expenses  of  the  depar+.ment  during  this  period  was  $192,109.67, 
the  payroll  charges  being  $162,545.44,  maintenance  and  operation 
$29,564.23,  the  average  monthly  cost  being  $16,009.14. 

Summary  of  Work 

From  July  1,  1917,  to  June  30,  1918,  there  were  444  contracts  and 
special  orders  in  force  at  a  total  cost  of  $6,735,737.64.  From 
July  1,  1918,  to  June  30,  1919,  there  were  352  contracts  and  special 
orders  in  force  amounting  to  $7,967,643.68.  Face  of  contracts 
completed  during  1917  and  1918  was  $1,614,835.88,  leaving  a  balance 
of  contracts  in  force  at  the  close  of  the  fiscal  year  of  $5,120,901.76. 

Contracts  completed  during  1918-1919  was  $1,742,154.62,  leaving 
contracts  in  force  July  1,  1919,  of  $6,225,429.04.  From  July  1,  1917, 
to  June  30,  1918,  207  contracts  and  orders  were  executed  at  a  cost 
of  $3,380,728.74  and  the  contracts  in  force  July  1,  1917,  amounted 
to  $3,314,715.27.  The  net  additions  to  these  orders  and  contracts 
was  $40,293.63. 

From  July  1,  1918,  to  June  30,  1919,  161  contracts  and  orders 
were  executed  at  a  cost  of  $2,912,299.44. 

In  the  State  hospital  group  during  1917-18  new  contracts  amount- 
ing to  $870,405.90  were  awarded,  the  work  covering  the  construction 
of  a  chronic  hospital  and  a  storehouse  at  Brooklyn  State  Hospital; 
extension  of  laundry  and  power-house  at  Central  Islip  State  Hospitd; 
water  supply  system  at  Hudson  River  State  Hospital;  street 
lighting  system  at  Manhattan  State  Hospital;  building  for  tubercular 
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patients  at  Middletown  State  Hospital;  construction  of  Sunny- 
croft  building  at  Willard  State  Hospital;  power  plant  and  coal  shed 
at  St.  Lawrence  State  Hospital. 

From  July  1,  1918,  to  June  30,  1919,  new  contracts  amounting  to 
$798)717.50:  coal  trestle  at  Binghamton  State  Hospital;  sewage 
system  at  Brooklyn  State  Hospital,  also  sanitary  work  and  laundry 
equipment;  refrigerating  equipment  in  chronic  hospital;  Central 
Islip  State  Hospital  —  construction  of  quarters  for  acute  patients; 
Hudson  River  State  Hospital  —  water  supply;  Kings  Park  State 
Hospital  —  underground  heating  mains,  underground  service  and 
water  connections  and  sewage  disposal  plant.  At  Manhattan  State 
Hospital  dining  room  acconmiodations,  coal  and  ash  handUng 
apparatus,  laundry  machinery.  Utica  State  Hospital,  central  heating 
plant,  mortuary  and  laboratory  building.  Willard  State  Hospital, 
pines  building  and  chlorinating  plant. 

Charitable  Institutions 

From  July  1,  1917  to  June  30,  1918,  new  contracts  amounted  to 
$745,438,  as  follows:  Albion,  $24,897  for  addition  to  boiler  house, 
new  boilers  and  connections.  Bath  Soldiers'  and  Sailors'  Home, 
steam  heating  plant.  Letch  worth  Village,  $683,661.80  for  assembly 
hall,  heating  female  group,  attendants'  home  and  service  building, 
laundry  building  and  refrigerating  plant.  Syracuse  Institute  for 
Feeble-Minded  Children,  reconstructing  heating  system  in  boys' 
building.  West  Haverstraw  Hospital  for  Crippled  and  Defonned 
Children,  laundry  building  and  equipment  for  same.  From  July  1, 
1918,  to  June  30,  1919,  for  charitable  institutions,  contracts  amounted 
to  $679,351.11,  as  follows:  Western  House  of  Refuge,  Albion,  new 
cottages  with  equipment.  Bath  Soldiers'  and  Sailors'  Home, 
construction  of  Barracks  H  and  I,  sewage  building  and  repairs  to 
heating  construction.  State  Reformatory,  Bedford,  laundry  equip- 
ment, remodeling  laundry  for  refrigerating  purposes.  Thomas  Indian 
School,  Iroquois,  refrigerating  equipment  in  cold  storage  building. 
Letchworth  Village,  Thiells,  contracts  amounted  to  $342,600.50  for 
th^  construction  of  attendants'  home  and  service  building,  sanitary 
work  of  eight  cottages,  underground  piping  for  female  group,  boiler 
and  stoker  equipment  and  construction  of  addition.  Newark  State 
School,  cottage  for  inmates  and  heating  plant.  Oxford,  Womens' 
RelidF  Corps  Home,  manure  pit  and  slaughter-house,  garbage  and 
hosecart-house,  piggery,  ice-house  and  refrigerating  plant.  Craig 
Colony  for  Epileptics,  Sonyea,  dining  room  and  kitchen  building. 
West  Haverstraw,  heating  work  in  laundry,  elevator  in  hospital 
building  and  artesian  wells  for  water  supply. 
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is  a  pa3rroll  charge  of  $152,672.01  and  a  maintenance  and  operation 
charge  of  $26,546.34,  the  average  monthly  operating  cost  being 
$14,934.86. 

SUBIMARY  OF  CONTRACT  WORK 

Contracts  in  force  July  1,  1918 $5,120,901  76 

Contracts  and  orders  from  July  1,  1918,  to  June  30, 

1919 2,912,299  44 

Special  Fund  Estimates  July  1, 1918,  to  June  30, 1919    1 ,909 ,492  43 


Total  face  of  contracts,  special  orders  and  special 
fund  estimates  administered  from  July  1,  1918  to 
June  30,  1919 $9,942,693  63 

Face  of  contracts  concluded,  including  special  fund 
estimates  not  included  in  contracts 3,717,204  59 

Total  contracts  in  force  June  30,  1919 6,225,489  04 


The  expenses  of  the  depart,ment  during  this  period  was  $192,109.67, 
the  payroll  charges  being  $162,545.44,  maintenance  and  operation 
$29,564.23,  the  average  monthly  cost  being  $16,009.14. 

Summary  of  Work 

From  July  1,  1917,  to  June  30,  1918,  there  were  444  contracts  and 
special  orders  in  force  at  a  total  cost  of  $6,735,737.64.  From 
July  1,  1918,  to  June  30,  1910,  there  were  352  contracts  and  special 
orders  in  force  amounting  to  $7,967,643.66.  Face  of  contracts 
completed  during  1917  and  1918  was  $1,614,835.88,  leaving  a  balance 
of  contracts  in  force  at  the  close  of  the  fiscal  year  of  $5,120,901.76. 

Contracts  completed  during  1918-1919  was  $1,742,154.62,  leaving 
contracts  in  force  July  1,  1919,  of  $6,225,429.04.  From  July  1,  1917, 
to  June  30,  1918,  207  contracts  and  orders  were  executed  at  a  cost 
of  $3,380,728.74  and  the  contracts  in  force  July  1,  1917,  amounted 
to  $3,314,715.27.  The  net  additions  to  these  orders  and  contracts 
was  $40,293.63. 

From  July  1,  1918,  to  June  30,  1919,  161  contracts  and  orders 
were  executed  at  a  cost  of  $2,912,299.44. 

In  the  State  hospital  group  during  1917-18  new  contracts  amount- 
ing to  $870,405.90  were  awarded,  the  work  covering  the  construction 
of  a  chronic  hospital  and  a  storehouse  at  Brooklyn  State  Hospital; 
extension  of  laundry  and  power-house  at  Central  Islip  State  Hospital ; 
water  supply  system  at  Hudson  River  State  Hospital;  street 
lighting  system  at  Manhattan  State  Hospital;  building  for  tubercular 
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patients  at  Middletown  State  Hospital;  construction  of  Sunny- 
croft  building  at  Willard  State  Hospital;  power  plant  and  coal  shed 
at  St.  Lawrence  State  Hospital. 

From  July  1,  1918,  to  June  30,  1919,  new  contracts  amounting  to 
$798,717.50:  coal  trestle  at  Binghamton  State  Hospital;  sewage 
system  at  Brooklyn  State  Hospital,  also  sanitary  work  and  laundry 
equipment;  refrigerating  equipment  in  chronic  hospital;  Central 
Islip  State  Hospital  —  construction  of  quarters  for  acute  patients; 
Hudson  River  State  Hospital  —  water  supply;  Kings  Park  State 
Hospital  —  underground  heating  mains,  underground  service  and 
water  connections  and  sewage  disposal  plant.  At  Manhattan  State 
Hospital  dining  room  accommodations,  coal  and  ash  handling 
apparatus,  laundry  machinery.  Utica  State  Hospital,  central  heating 
plant,  mortuary  and  laboratory  building.  Willard  State  Hospital, 
pines  building  and  chlorinating  plant. 

Charitable  Institutions 

From  July  1,  1917  to  June  30,  1918,  new  contracts  amounted  to 
$745,438,  as  follows:  Albion,  $24,897  for  addition  to  boiler  house, 
new  boilers  and  connections.  Bath  Soldiers'  and  Sailors'  Home, 
steam  heating  plant.  Letchworth  Village,  $683,661.80  for  assembly 
hall,  heating  female  group,  attendants'  home  and  service  building, 
laundry  building  and  refrigerating  plant.  S3rracuse  Institute  for 
Feeble-Minded  Children,  reconstructing  heating  system  in  boys' 
building.  West  Haverstraw  Hospital  for  Crippled  and  Deformed 
Children,  laundry  building  and  equipment  for  same.  From  July  1, 
1918,  to  June  30,  1919,  for  charitable  institutions,  contracts  amounted 
to  $679,351.11,  as  follows:  Western  House  of  Refuge,  Albion,  new 
cottages  with  equipment.  Bath  Soldiers'  and  Sailors'  Home, 
construction  of  Barracks  H  and  I,  sewage  building  and  repairs  to 
heating  construction.  State  Reformatory,  Bedford,  laundry  equip- 
ment, remodeling  laundry  for  refrigerating  purposes.  Thomas  Indian 
School,  Iroquois,  refrigerating  equipment  in  cold  storage  building. 
Letchworth  Village,  Thiells,  contracts  amounted  to  $342,600.50  for 
th6  construction  of  attendants'  home  and  service  building,  sanitary 
work  of  eight  cottages,  underground  piping  for  female  group,  boiler 
and  stoker  equipment  and  construction  of  addition.  Newark  State 
School,  cottage  for  inmates  and  heating  plant.  Oxford,  Womens' 
Relief  Corps  Home,  manure  pit  and  slaughter-house,  garbage  and 
hosecart-house,  piggery,  ice-house  and  refrigerating  plant.  Craig 
Colony  for  Epileptics,  Sonyea,  dining  room  and  kitchen  building. 
West  Haverstraw,  heating  work  in  laundry,  elevator  in  hospital 
building  and  artesian  wells  for  water  supply. 
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Penal  Institutions 

The  contracts  for  prisons  for  1917-1918  amounted  to  $1,075,269.57. 
being  for  the  grading  work,  construction,  heating,  sanitary,  and 
electric  work  of  new  farm  and  industrial  prison,  and  for  sewage 
disposal  plant  at  Wingdale. 

During  1918-1919  contracts  for  prison  work  amounted  to 
$1,178,233.76,  being  for  the  construction,  plumbing,  electric,  heating 
work  and  new  boilers  for  mess  hall  and  kitchen  building  No.  4, 
detention  building  No.  5,  outside  cell  building  No.  7,  clinic  building 
No.  8,  pump-house  and  reservoir  at  Sing  Sing  Prison,  Ossining,  N.  Y. 

State  Armories 

Contracts  for  State  armories  amounted  to  $126,124.50,  being  for 
a  stable  at  Rochester  armory  and  for  the  construction,  heating, 
plumbing  and  electric  work  of  the  State  armory  at  Olean,  N.  Y. 

Normal  Schools 

During  1917-1918  contracts  amounting  to  $255,434.42  were 
awarded,  being  for  the  construction,  heating,  sanitary  and  electric 
work  of  a  new  building  at  New  Paltz  normal;  extension  of  new 
school  building  at  Potsdam  normal  school. 

At  Cornell  College  of  Agriculture  a  cattle  bam  was  contracted 
for  at  a  cost  of  $10,694.00.  Work  amounting  to  $113,814.94  was 
contracted  for  in  the  State  Capitol,  Albany,  covering  repair  work 
and  electric  elevator:  State  hall  equipment,  etc.,  $4,069.37;  agri- 
cultural hall,  $2,389.50,  Saratoga  reservation  drink  hall,  construction, 
$10,533.89;  Dunkirk  fish  hatchery,  $24,558.46;  laboratory  building, 
State  Department  of  Health,  Albany,  $225,762.19. 

During  1918  and  1919  the  following  work  was  contracted  for: 
agricultural  hall,  Albany,  $4,107.00;  State  Capitol,  $6,670.63; 
laboratory  building,  $29,674.95;  school  of  agriculture,  Cobleskill, 
$41,009.37;  quarantine  station,  Hoffman's  island,  $16,787.60. 

Special  Fund  Estimates 

Twelve  hundred  and  sixty-eight  special  fund  estimates  amounting 
to  $1,405,220.16  were  considered  by  me  during  the  year.  In  many 
cases  this  involved  the  preparation  of  plans,  working  sketches, 
details  and  specifications,  and  in  all  cases  careful  checking  over  of 
each  estimate  as  to  kind  and  quantity  of  materials,  etc. 

Of  these,  thirty-three,  totalling  $708,679.25,  were  for  contracts 
awarded  for  work  at  the  State  hospitals,  one  being  at  the  Binghamton 
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State  Hospital,  ten  at  the  Broddyn  State  Hospital,  six  at  the  Central 
Islip  State  Hospital,  three  at  the  Hudson  River  State  Hospital,  four 
at  the  Kings  Park  State  Hospital,  two  at  Manhattan  State  Hospital, 
four  at  the  Rochester  State  Hospital,  and  three  at  the  St.  Lawrence 
State  Hospital. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Estimates  Amount 

Binghamton  State  Hospital 155  $36,929  57 

Brooklyn  State  Hospital 187  585,228  74 

Buffalo  State  Hospital *  10  14,233  11 

Central  Islip  State  Hospital 93  204,638  43 

Gowanda  State  Hospital 74  18,784  05 

Hudson  River  State  Hospital 49  70,354  32 

Kings  Park  State  Hospital 74  22,304  29 

Manhattan  State  Hospital '. 162  84,467  20 

Middletown  State  Hospital 58  32 ,  105  92 

Rochester  State  Hospital 38  40,760  03 

St.  Lawrence  State  Hospital 58  27 ,775  86 

Utica  State  Hospital 34  14,252  88 

Willard  State  Hospital 24  14,034  58 


Charitable  InstituHons 

House  of  Refuge  for  Women,  Albion .... 

State  School  for  Blind,  Batavia 

Training  School  for  Girls,  Hudson 

State  Reformatory,  Napanoch 

Custodial  Asylum,  Newark 

Craig  Colony  for  Epileptics,  Sonyea 

Letchworth  Village,  Thiells 

Hospital  for  Crippled  Children,  West  Haver- 
straw 


1,016  $1 

,165,868  98 

ns 

Estimates 
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2 

$810  56 

1 

1,769  84 
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1,025  00 
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10,272  53 
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41,754  43 

3 
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21 

$84,249  29 
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Penal  Institutions 

The  contracts  for  prisons  for  1917-1918  amounted  to  $1,075,269.67, 
being  for  the  grading  work,  construction,  heating,  sanitary,  and 
electric  work  of  new  farm  and  industrial  prison,  and  for  sewage 
disposal  plant  at  Wingdale. 

During  1918-1919  contracts  for  prison  work  amounted  to 
$1,178,233.76,  being  for  the  construction,  plumbing,  electric,  heating 
work  and  new  boilers  for  mess  hall  and  kitchen  building  No.  4. 
detention  building  No.  5,  outside  cell  building  No.  7,  clinic  building 
No.  8,  pump-house  and  reservoir  at  Sing  Sing  Prison,  Ossining,  N.  Y. 

State  Armories 

Contracts  for  State  armories  amounted  to  $126,124.50,  being  for 
a  stable  at  Rochester  armory  and  for  the  construction,  heating, 
plumbing  and  electric  work  of  the  State  armory  at  Olean,  N.  Y. 

Normal  Schools 

During  1917-1918  contracts  amounting  to  $255,434.42  were 
awarded,  being  for  the  construction,  heating,  sanitary  and  electric 
work  of  a  new  building  at  New  Paltz  normal;  extension  of  new 
school  building  at  Potsdam  normal  school. 

At  Cornell  College  of  Agriculture  a  cattle  barn  was  contracted 
for  at  a  cost  of  $10,694.00.  Work  amounting  to  $113,814.94  was 
contracted  for  in  the  State  Capitol,  Albany,  covering  repair  work 
and  electric  elevator:  State  hall  equipment,  etc.,  $4,069.37;  agri- 
cultural hall,  $2,389.50,  Saratoga  reservation  drink  hall,  construction, 
$10,533.89;  Dunkirk  fish  hatchery,  $24,558.46;  laboratory  building. 
State  Department  of  Health,  Albany,  $225,762.19. 

During  1918  and  1919  the  following  work  was  contracted  for: 
agricultural  hall,  Albany,  $4,107.00;  State  Capitol,  $6,670.63; 
laboratory  building,  $29,674.95;  school  of  agriculture,  Cobleskill, 
$41,009.37;  quarantine  station,  Hoffman's  island,  $16,787.60. 

Special  Fund  Estimates 

Twelve  hundred  and  sixty-eight  special  fund  estimates  amounting 
to  $1,405,220.16  were  considered  by  me  during  the  year.  In  many 
cases  this  involved  the  preparation  of  plans,  working  sketches, 
details  and  specifications,  and  in  all  cases  careful  checking  over  of 
each  estimate  as  to  kind  and  quantity  of  materials,  etc. 

Of  these,  thirty-three,  totalling  $708,679.25,  were  for  contracts 
awarded  for  work  at  the  State  hospitals,  one  being  at  the  Binghamton 
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State  Hospital,  ten  at  the  Brooklyn  State  Hospital,  six  at  the  Central 
Islip  State  Hospital,  three  at  the  Hudson  River  State  Hospital,  four 
at  the  Kings  Park  State  Hospital,  two  at  Manhattan  State  Hospital, 
four  at  the  Rochester  State  Hospital,  and  three  at  the  St,  Lawrence 
State  Hospital. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Eatimfttes  Amount 

Binghamton  State  Hospital 155  $36,929  57 

Brooklyn  State  Hospital 187  585,228  74 

Buffalo  State  Hospital '  10  14,233  11 

Central  IsUp  State  Hospital 93  204,638  43 

Gowanda  State  Hospital 74  18,784  05 

Hudson  River  State  Hospital 49  70 ,354  32 

Kings  Park  State  Hospital 74  22,304  29 

Manhattan  State  Hospital '. 162  84 ,467  20 

Middletown  State  Hospital 58  32, 105  92 

Rochester  State  Hospital 38  40,760  03 

St.  Lawrence  State  Hospital 58  27,775  86 

Utica  State  Hospital 34  14,252  88 

Willard  State  Hospital 24  14,034  58 


Charitable  InstituHons 

House  of  Refuge  for  Women,  Albion .... 

State  School  for  Blind,  Batavia 

Training  School  for  Girls,  Hudson 

State  Reformatory,  Napanoch 

Custodial  Asylum,  Newark 

Craig  Colony  for  Epileptics,  Sonyea 

Letchworth  Village,  Thiells 

Hospital  for  Crippled  Children,  West  Haver- 
straw 


1,016  $1 

,165,868  98 

ns 

Estimates 

Amount 

2 

$810  56 

1 

1,769  84 

1 

1,025  00 

3 

24,489  40 

3 

1,005  14 

5 

10,272  53 

3 

41,754  43 

• 

3 

3,122  39 

21 

$84,249  29 

10  Annual  Rbpobt  of  the 

Penal  Institutions 

The  contracts  for  prisons  for  1917-1918  amounted  to  $1,075,269.57, 
being  for  the  grading  work,  construction,  heatings  sanitary,  and 
electric  work  of  new  farm  and  industrial  prison,  and  for  sewage 
disposal  plant  at  Wingdale. 

During  1918-1919  contracts  for  prison  work  amounted  to 
$1,178,233.76,  being  for  the  construction,  plumbing,  electric,  heating 
work  and  new  boilers  for  mess  hall  and  kitchen  building  No.  4. 
detention  building  No.  5,  outside  cell  building  No.  7,  clinic  building 
No.  8,  pump-house  and  reservoir  at  Sing  Sing  Prison,  Ossining,  N.  Y. 

State  Armories 

Contracts  for  State  armories  amounted  to  $126,124.50,  being  for 
a  stable  at  Rochester  armory  and  for  the  construction,  heating, 
plumbing  and  electric  work  of  the  State  armory  at  Olean,  N.  Y. 

Normal  Schools 

During  1917-1918  contracts  amounting  to  $255,434.42  were 
awarded,  being  for  the  construction,  heating,  sanitary  and  electric 
work  of  a  new  building  at  New  Paltz  normal;  extension  of  new 
school  building  at  Potsdam  normal  school. 

At  Cornell  College  of  Agriculture  a  cattle  barn  was  contracted 
for  at  a  cost  of  $10,694.00.  Work  amounting  to  $113,814.94  was 
contracted  for  in  the  State  Capitol,  Albany,  covering  repair  work 
and  electric  elevator:  State  hall  equipment,  etc.,  $4,069.37;  agri- 
cultural hall,  $2,389.50,  Saratoga  reservation  drink  hall,  construction, 
$10,533.89;  Dunkirk  fish  hatchery,  $24,558.46;  laboratory  building, 
State  Department  of  Health,  Albany,  $225,762.19. 

During  1918  and  1919  the  following  work  was  contracted  for: 
agricultural  hall,  Albany,  $4,107.00;  State  Capitol,  $6,670.63; 
laboratory  building,  $29,674.95;  school  of  agriculture,  Cobleskill, 
$41,009.37;  quarantine  station,  Hoffman's  island,  $16,787.60. 

Special  Fund  Estimates 

Twelve  hundred  and  sixty-eight  special  fund  estunates  amounting 
to  $1,405,220.16  were  considered  by  me  during  the  year.  In  many 
cases  this  involved  the  preparation  of  plans,  working  sketches, 
details  and  specifications,  and  in  all  cases  careful  checking  over  of 
each  estimate  as  to  kind  and  quantity  of  materials,  etc. 

Of  these,  thirty-three,  totalling  $708,679.25,  were  for  contracts 
awarded  for  work  at  the  State  hospitals,  one  being  at  the  Binghamton 
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State  Hospital,  ten  at  the  Brooklyn  State  Hospital,  six  at  the  Central 
Islip  State  Hospital,  three  at  the  Hudson  River  State  Hospital,  four 
at  the  Kings  Park  State  Hospital,  two  at  Manhattan  State  Hospital, 
four  at  the  Rochester  State  Hospital,  and  three  at  the  St.  Lawrence 
State  Hospital. 

The  following  is  the  number  and  amounts  of  all  special  fund 
estimates  passed  upon: 

State  Hospitals 

Estimates  Amount 

Binghamton  State  Hospital 155  $36,929  57 

Brooklyn  State  Hospital 187  585,228  74 

Buffalo  State  Hospital '  10  14,233  11 

Central  IsUp  State  Hospital 93  204,638  43 

Gowanda  State  Hospital 74  18,784  05 

Hudson  River  State  Hospital 49  70 ,354  32 

Kings  Park  State  Hospital 74  22,304  29 

Manhattan  State  Hospital '. 162  84,467  20 

Middletown  State  Hospital 58  32, 105  92 

Rochester  State  Hospital 38  40,760  03 

St.  Lawrence  State  Hospital 58  27,775  86 

Utica  State  Hospital 34  14,252  88 

Willard  State  Hospital 24  14,034  58 


Charitable  InstituHons 

House  of  Refuge  for  Women,  Albion .... 

State  School  for  Blind,  Batavia 

Training  School  for  Girls,  Hudson 

State  Reformatory,  Napanoch 

Custodial  Asylum,  Newark 

Craig  Colony  for  Epileptics,  Sonyea 

Letchworth  Village,  Thiells 

Hospital  for  Crippled  Children,  West  Haver- 
straw 


1,016  $1 
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ns 

Estimates 

Amount 
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$810  56 
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1,769  84 
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1,025  00 

3 

24,489  40 
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1,005  14 
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10,272  53 
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41,754  43 

3 

3,122  39 

21 

$84,249  29 

26  Annuai,  Report  of  the 

Charitable  Institutions 

Western  House  of  Refuge  for  Women,  AUnon 

On  account  of  the  advancing  cost  of  building  construction,  it  was 
found  necessary  to  make  revised  plans  and  specifications  for  the 
cottage  for  inmates  at  this  institution,  which  has  been  done  and 
the  work  put  under  contract  at  a  cost  within  the  amount  of  the 
appropriation. 

Plans  and  specifications  have  also  been  prepared  for  an  addition 
to  the  boiler-house;  sketches  made  for  alterations  in  old  cottages 
and  for  finishing  rooms  in  third  story  of  the  industrial  building. 

New  York  State  Soldiers*  and  Sailors*  Home,  Bath 
Plans  and  specifications  have  been  prepared  and  contracts  let  for 
a  new  building  to  replace  the  building  known  as  barracks  H  and  I, 
which  was  destroyed  by  fire.     Contracts  have  been  awarded  for 
this  work. 

New  York  State  Reformatory  for  Women,  Bedford  HiUs 

The  only  work  required  by  this  institution  during  the  past  year 
has  been  the  installation  of  window  guards  in  the  inmates'  cottage 
of  the  farm  group,  and  some  reconstruction  and  equipment  neces- 
sary to  convert  a  portion  of  the  old  laundry  building  into  a  cold 
storage  plant. 

Thomas  Indian  School,  Iroquois 

Plans  have  been  completed  for  a  dairy  and  cold  storage  building, 
and  plans  and  specifications  prepared  for  the  construction  of  a  shop 
building,  both  of  which  are  being  constructed  by  the  special  fund 
estimate  system,  utilizing  the  institution  help  as  far  as  possible. 

Letchworth  Village,  Thielis 

Plans  and  specifications  were  completed  and  work  advertised 
early  this  year  for  eight  cottages  to  comprise  the  adult  female  group, 
a  service  building  and  attendants'  home  for  this  group  and  under- 
ground tunnels  to  carry  the  heating  and  electrical  distributing  lines 
from  the  power-house  to  the  adult  female  group.  In  connection 
with  this  tunnel  there  has  been  designed  a  concrete  bridge  across 
the  creek  near  the  power-house  which  serves  both  for  traffic  crossing 
and  to  carry  the  tunnel  construction.  This  work  has  been  followed 
by  preparation  of  sketches,  plans  and  specifications  for  an  assembly 
hall  and  industrial  building  in  the  boys'  group,  extension  of  the 
tunnel  and  conduit  work  to  the  girls'  group  and  an  addition  to  the 
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central  heating  plant  to  provide  for  permanent  boiler  room  and  coal 
bunkers  and  a  second  addition  to  the  power  plant  for  additional 
apparatus,  together  with  plana  and  specifications  for  a  new  radial 
brick  chimney  of  a  capacity  to  serve  the  present  and  future  needs 
of  the  institution. 

Soon  after  the  above-mentioned  work  was  placed  under  contract, 
the  office  started  the  preparation  of  plans  and  specifications  for  eight 
additional  cottages  to  be  known  as  the  girls'  group,  a  service  building 
for  this  group  and  an  addition  to  the  industrial  building  in  the  boys' 
group.  These  buildings  were  of  the  same  size  and  type  of  those 
designed  for  the  adult  female  group,  for  which  contracts  have  been 
awarded;  but  upon  receipt  of  bids  for  the  same,  it  was  found  that 
the  cost  of  building  construction  had  advanced  to  such  an  extent 
that  the  State  was  unable  to  let  contracts  within  the  funds  available. 
After  conference  with  the  Board  of  Managers  and  at  the  request  of 
the  Board,  revised  plans  and  specifications  were  made  for  these 
cottages. 

Eastern  New  York  Reformatory,  Napanoch 

Plans  and  specifications  were  prepared  for  a  horse  and  carriage 
bam  and  wagon  sheds,  which  are  now  being  constructed  by  inmate 
labor  under  the  special  fund  estimate  system. 

State  School  for  Mental  Defectives,  Newark 

The  only  operation  at  this  institution  is  the  preparation  of  plans 
and  specifications  for  one  cottage  for  low-grade  inmates. 

Women^s  Relief  Corps  Homey  Oxford 
No  work  of  great  importance  has  been  undertaken  for  this  insti- 
tution.    The  Department  has  prepared  plans  and  specifications  for 
a  piggery,  manure  pit  and  slaughter-house. 

Reformatory  for  Juvenile  Delinquents,  RandalVs  Island 

Due  to  a  severe  local  storm  which  unroofed  the  north  wing  of  the 
main  building  at  this  institution,  it  was  necessary  to  quickly  make 
preparations  to  protect  these  buildings,  and  in  connection  with  this 
work  plans  and  specifications  were  prepared  for  rebuilding  the  roof. 

Armories 

Troy 

At  Troy  contracts  were  awarded  for  the  construction  of  an  armory 
to  accommodate  three  companies  of  infantry  and  headquarters  staff. 
The  administration  building  is  49  feet  by  129  feet,  and  the  dr»i' 
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Charitable  Institutions 

Western  House  of  Refuge  for  Women,  Albion 

On  account  of  the  advancing  cost  of  building  construction,  it  was 
found  necessary  to  make  revised  plans  and  specifications  for  the 
cottage  for  inmates  at  this  institution,  which  has  been  done  and 
the  work  put  under  contract  at  a  cost  within  the  amount  of  the 
appropriation. 

Plans  and  specifications  have  also  been  prepared  for  an  addition 
to  the  boiler-house;  sketchy  made  for  alterations  in  old  cottages 
and  for  finishing  rooms  in  third  story  of  the  industrial  building. 

New  York  State  Soldiers'  and  Sailors'  Home,  Bath 
Plans  and  specifications  have  been  prepared  and  contracts  let  for 
a  new  building  to  replace  the  building  known  as  barracks  H  and  I, 
which  was  destroyed  by  fire.     Contracts  have  been  awarded  for 
this  work. 

New  York  Stale  Reformaiory  for  Women,  Bedford  Hills 

The  only  work  required  by  this  institution  during  the  past  year 
has  been  the  installation  of  window  guards  in  the  inmates'  cottage 
of  the  farm  group,  and  some  reconstruction  and  equipment  neces- 
sary to  convert  a  portion  of  the  old  laundry  building  into  a  cold 
storage  plant. 

Thomas  Indian  School,  Iroquois 

Plans  have  been  completed  for  a  dairy  and  cold  storage  building, 
and  plans  and  specifications  prepared  for  the  construction  of  a  shop 
building,  both  of  which  are  being  constructed  by  the  special  fund 
estimate  system,  utilizing  the  institution  help  as  far  as  possible. 

Letchworth  Village,  Thiells 

Plans  and  specifications  were  completed  and  work  advertised 
early  this  year  for  eight  cottages  to  comprise  the  adult  female  group, 
a  service  building  and  attendants'  home  for  this  group  and  imder- 
ground  tunnels  to  carry  the  heating  and  electrical  distributing  lines 
from  the  power-house  to  the  adult  female  group.  In  connection 
with  this  tunnel  there  has  been  designed  a  concrete  bridge  across 
the  creek  near  the  power-house  which  serves  both  for  traffic  crossing 
and  to  carry  the  tunnel  construction.  This  work  has  been  followed 
by  preparation  of  sketches,  plans  and  specifications  for  an  assembly 
hall  and  industrial  building  in  the  boys'  group,  extension  of  the 
tunnel  and  conduit  work  to  the  girls'  group  and  an  addition  to  the 
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central  heating  plant  to  provide  for  permanent  boiler  room  and  coal 
bunkers  and  a  second  addition  to  the  power  plant  for  additional 
apparatus,  together  with  plans  and  specifications  for  a  new  radial 
brick  chimney  of  a  capacity  to  serve  the  present  and  future  needs 
of  the  institution. 

Soon  after  the  above-mentioned  work  was  placed  imder  contract, 
the  office  started  the  preparation  of  plans  and  specifications  for  eight 
additional  cottages  to  be  known  as  the  girls'  group,  a  service  building 
for  this  group  and  an  addition  to  the  industrial  building  in  the  boys' 
group.  These  buildings  were  of  the  same  size  and  type  of  those 
designed  for  the  adult  female  group,  for  which  contracts  have  been 
awarded;  but  upon  receipt  of  bids  for  the  same,  it  was  found  that 
the  cost  of  building  construction  had  advanced  to  such  an  extent 
that  the  State  was  unable  to  let  contracts  within  the  funds  avaUable. 
After  conference  with  the  Board  of  Managers  and  at  the  request  of 
the  Board,  revised  plans  and  specifications  were  made  for  these 
cottages. 

Eastern  New  York  Reformatory^  Napanoch 

Plans  and  specifications  were  prepared  for  a  horse  and  carriage 
bam  and  wagon  sheds,  which  are  now  being  constructed  by  inmate 
labor  imder  the  special  fund  estimate  system. 

State  School  for  Mental  Defectives,  Newark 

The  only  operation  at  this  institution  is  the  preparation  of  plans 
and  specifications  for  one  cottage  for  low-grade  inmates. 

Women^s  Relief  Corps  Home,  Oxford 
No  work  of  great  importance  has  been  undertaken  for  this  insti- 
tution.    The  Department  has  prepared  plans  and  specifications  for 
a  piggery,  manure  pit  and  slaughter-house. 

Reformatory  for  Juvenile  Delinquents,  RandalVs  Island 

Due  to  a  severe  local  storm  which  unroofed  the  north  wing  of  the 
main  building  at  this  institution,  it  was  necessary  to  quickly  make 
preparations  to  protect  these  buildings,  and  in  connection  with  this 
work  plans  and  specifications  were  prepared  for  rebuilding  the  roof. 

Armories 

Troy 

At  Troy  contracts  were  awarded  for  the  construction  of  an  armory 
to  accommodate  three  companies  of  infantry  and  headquarters  staff. 
The  administration  building  is  49  feet  by  129  feet,  and  the  drill 
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hall  192  feet  by  206  feet.  In  the  basement  are  located  the  mess 
hall  and  kitchen,  wagon  and  general  storage,  rifle  range,  etc.  The 
first  story  includes  the  armorer,  company  locker,  store  rooms,  toilets 
and  baths;  the  locker  rooms  are  designed  of  sufficient  height  to 
permit  of  the  introduction  of  a  mezzanine  story  on  which  are  located 
the  company  officers'  rooms. 

The  second  story  includes  the  squad  drill  hall  and  gynmasium, 
lounging  room  and  sanitary  officers'  quarters;  the  drawings  provide 
for  the  future  installation  of  a  gallery  in  the  drill  hall  with  entrances 
from  the  second  floor  level.  The  second  story  main  rooms  are  also 
designed  of  a  sufficient  height  to  permit  of  the  introduction  of  a 
second  mezzanine,  and  on  this  at  some  future  time  will  be  located 
the  headquarters  staff. 

Olean 

At  Olean  the  administration  building  was  completely  destroyed 
by  fire  and  the  drill  shed  badly  damaged. 

Here  contracts  have  been  awarded  for  a  new  admim'stration 
building  110  feet  by  52  feet,  and  the  repair  and  renovation  of  the 
drill  shed.  In  the  basement  are  located  the  mess  hall  and  kitchen, 
store  room,  etc.  The  first  story  includes  the  armorer,  company 
locker,  bath  and  toilet  rooms,  property  and  community  rooms. 
The  second  story,  company  parlor,  officers'  rooms,  sanitary  officers' 
and  non-commissioned  officers'  rooms,  bath  and  toilet  rooms,  also 
a  room  for  veterans.  In  the  third  story  of  the  tower  provision  is 
made  for  a  band  room.  Work  in  connection  with  the  drill  room 
includes  entire  new  roof  construction,  new  gallery,  floors  and  painting 
throughout. 

Mahme 

At  Malone  plans  and  specifications  were  prepared  and  contracts 
awarded  for  a  51  foot  by  75  foot  extension  to  the  drill  shed  with 
gallery  for  company  lockers. 

Yonkers-Rochester 

At  Yonkers  and  Rochester  drawings  and  specifications  were 
prepared  for  the  finished  grading,  laying  walks,  building  drives, 
seeding  and  sodding. 

Prisons 

Clinton  Prison 

An  examination  of  the  roof  of  the  power-house  at  this  institution 
revealed  the  fact  that  the  roof  and  roof  construction  were  in  bad 
condition  due  to   action   of  gases  from   the  boilers.    Plans  and 
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specifications  were  prepared  for  the  rebuilding  of  a  new  roof  on  the 
power-house  of  such  a  design  as  will  admit  in  the  future  of  installing 
larger  t3rpes  of  boilers  as  the  needs  for  replacement  become  apparent. 

Drawings  have  also  been  made  for  the  construction  of  a  new  prison 
wall  around  the  north  yard. 

The  work  in  connection  with  both  of  these  operations  is  being 
done  by  the  use  of  inmate  labor. 

Great  Meadow  Prison 

At  the  request  of  the  Superintendent  of  Prisons,  plans  and  specifica- 
tions have  been  prepared  for  a  dairy  bam  to  accommodate  fifty 
head  of  cattle,  and  for  a  milk  house  in  connection  with  this  bam. 
These  buildings  are  designed  to  be  constructed  of  concrete  foundations 
and  exterior  walls  above  grade  of  hollow  concrete  blocks,  roofed 
with  slate  roofs  on  wood  constmction. 

Drawings  have  also  been  made  for  enclosing  verandas  on  the 
warden's  residence.  All  of  this  work  is  being  carried  on  by  inmate 
labor. 

Sing  Sing  Prison 

As  indicated  in  my  last  annual  report,  the  Department  started 
preliminary  work  for  the  development  of  the  new  Sing  Sing  Prison. 
This  work  has  been  continued  with  the  result  that  a  great  deal  of 
the  grading  over  the  site  of  the  building;  has  been  accomplished  by 
the  use  of  inmate  labor. 

Drawings  and  specifications  have  been  prepared  and  contracts 
made  for  one  clinic  building,  which  is  designed  to  provide  quarters 
for  the  medical  staff  and  accommodations  for  inmates  who  are  sick 
or  under  observation:  one  cell  building  with  286  outside  cells,  one 
cell  building  with  eighty-two  outside  cells,  a  reservoir  and  pump 
house  for  the  storage  and  pumping  of  Croton  water,  and  a  mess 
hall  and  kitchen  building  with  capacity  for  the  immediate  and 
future  needs  of  the  institution.  The  mess  hall  building,  in  addition 
to  having  dining  halls  and  ample  capacity  for  kitchen  service,  con- 
tains the  institution  bakery  and  cold  storage  plant. 

Total  inmate  capacity  for  the  buildings  above  mentioned  will  be 
473. 

Drawings  and  specifications  have  also  been  prepared  for  concrete 
tunnels  for  the  underground  heating  and  lighting  mains;  one  building 
containing  celb  and  dormitories,  capacity  270;  one  outside  cell 
building  with  a  capacity  of  82;  one  inside  cell  building  with  a  capac- 
ity of  288;  one  outside  cell  building  with  a  capacity  of  286. 
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Potsdam 

The  reconstruction  of  the  main  building  of  this  school  made 
necessary  the  enlargement  of  the  heating  plant.  To  this  end  plans 
and  specifications  were  prepared  for  reconstructing  the  present 
power-house  to  provide  additional  space  for  boilers. and  storage 
capacity  for  about  1,200  tons  of  coal. 

Miscellaneous 

Schoharie  State  School  of  AgrieaUure^  CobleskiU 

Plans  and  specifications  have  been  prepared  and  contract  let  for 
the  construction  of  one  building  known  as  the  Home  Economics 
Building. 

Cornell  University 

The  only  work  at  this  institution  has  been  the  preparation  of 
plans  and  specifications  for  an  addition  to  the  sheep  bam  and  for 
the  construction  of  one  insectary. 

Quarantine  Station,  Rosebank 

Sketches  and  drawings  have  been  prepared  for  additions  to  the 
storehouse,  one  cottage  for  chief  medical  ofiicer,  and  alterations 
in  the  administration  building. 

State  Fair,  Syracuse 

Drawings  were  prepared  for  an  extension  to  the  race  horse  stables, 
and  for  the  construction  of  a  memorial  arch  at  the  entrance  to  the 
groimd  in  honor  of  the  soldiers  and  sailors  who  entered  the  world  war. 

Barge  Canal 

Cooperating  with  the  State  Engineer  and  Surveyor, '  this  depart- 
ment has  made  sketches  and  designs  for  several  of  the  structures 
required  for  the  barge  canal  work,  among  them  being  cottage  for 
lock  tenders;  sketches  and  designs  for  a  terminal  building  at  the 
Erie  basin;  headhouses  for  piers  93  and  53,  New  York. 

LfOboratory  Building,  Albany  Health  Department 

Drawings  and  specifications  were  prepared  for  new  horse  stables 
on  the  Health  Department  farm  and  for  repairs  to  foundations  to 
old  buildings  on  this  farm. 

Specifications  and  drawings  were  prepared  and  contracts  let  for 
sterile  rooms,  media  hood,  refrigerators  and  other  equipment  in 
the  new  laboratory  building  on  New  Scotland  avenue,  Albany. 
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Surveys  and  sketches  have  also  been  made  for  the  ultimate  grading 
of  the  grounds,  and  the  construction  of  a  prison  wall  around  the 
new  prison  yard. 

Wingdale  Prison 

In  order  to  prepare  the  site  for  the  buildings  which  it  had  been 
determined  to  erect  inunediately  at  this  institution,  surveys, 
specifications  and  drawings  were  prepared  for  grading  the  site  of 
four  buildings.  Contracts  for  this  work  were  let  as  early  as  possible 
and  drawings  and  specifications  were  prepared  for  the  construction 
and  finishing  of  one  interlocking  building  containing  cells  and 
dormitories,  capacity  of  272;  one  cell  building  containing  288  cells; 
mess  hall  and  kitchen  building  with  capacity  for  the  immediate 
needs  of  the  institution,  and  the  power-house  with  its  equipment, 
including  the  construction  of  underground  tunnels  for  the  steam 
and  electric  service.  All  of  this  work  has  been  placed  under  contract, 
and  construction  of  the  buildings  is  well  under  way. 

Normal  Schools 
Buffalo  Normal  School 

Drawings  have  been  prepared  for  the  erection  of  balustrades  on 
the  stairs  in  this  building,  which,  on  account  of  lack  of  funds,  were 
omitted  temporarily  when  the  building  was  constructed. 

Drawings  and  specifications  have  also  been  prepared  for  an  electric 
dumbwaiter  in  this  building. 

Fredonia 

The  only  work  in  connection  with  this  institution  has  been  the 
preparation  of  plans  for  fire  escape. 

Geneseo 

Drawings  and  specifications  have  been  prepared  for  alterations 
of  the  present  buildings,  consisting  of  remodeling  the  third  ston' 
of  the  main  building  for  the  household  arts  department,  alterations 
in  the  stage  and  gallery  of  the  chapel,  general  repairs  to  roofs,  and 
repairing  of  exterior  woodwork. 

Sketches,  plans  and  specifications  have  also  been  prepared  for  a 
new  addition  containing  class  rooms,  toilet  facilities  and  kindergarten 
work. 

New  Paltz 

Plans  and  specifications  have  been  made  and  contracts  let  for 
an  addition  to  this  school  building,  providing  a  large  auditorium, 
study  hall  and  additional  class  rooms. 
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Potsdam 

The  reconstruction  of  the  main  building  of  this  school  made 
necessary  the  enlargement  of  the  heating  plant.  To  this  end  plans 
and  specifications  were  prepared  for  reconstructing  the  present 
power-house  to  provide  additional  space  for  boilers. and  storage 
capacity  for  about  1,200  tons  of  coal. 

Miscellaneous 

Schoharie  State  School  of  Agriculture,  Cobleakill 

Plans  and  specifications  have  been  prepared  and  contract  let  for 
the  construction  of  one  building  known  as  the  Home  Economics 
Building. 

Cornell  University 

The  only  work  at  this  institution  has  been  the  preparation  of 
plans  and  specifications  for  an  addition  to  the  sheep  barn  and  for 
the  construction  of  one  insectary. 

Quarantine  Station,  Roaebank 

Sketches  and  drawings  have  been  prepared  for  additions  to  the 
storehouse,  one  cottage  for  chief  medical  officer,  and  alterations 
in  the  administration  building. 

State  Fair,  Syracuse 

Drawings  were  prepared  for  an  extension  to  the  race  horse  stables, 
and  for  the  construction  of  a  memorial  arch  at  the  entrance  to  the 
ground  in  honor  of  the  soldiers  and  sailors  who  entered  the  world  war. 

Barge  Canal 

Cooperating  with  the  State  Engineer  and  Surveyor, '  this  depart- 
ment has  made  sketches  and  designs  for  several  of  the  structures 
required  for  the  barge  canal  work,  among  them  being  cottage  for 
lock  tenders;  sketches  and  designs  for  a  terminal  building  at  the 
Erie  basin;  headhouses  for  piers  93  and  53,  New  York. 

Laboratory  Building,  Albany  HeaUh  Department 

Drawings  and  specifications  were  prepared  for  new  horse  stables 
on  the  Health  Department  farm  and  for  repairs  to  foundations  to 
old  buildings  on  this  farm. 

Specifications  and  drawings  were  prepared  and  contracts  let  for 
sterile  rooms,  media  hood,  refrigerators  and  other  equipment  in 
the  new  laboratory  building  on  New  Scotland  avenue,  Albany. 
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Surveys  and  sketches  have  also  been  made  for  the  ultimate  grading 
of  the  grounds,  and  the  construction  of  a  prison  wall  around  the 
new  prison  yard. 

Wingdale  Prison 

In  order  to  prepare  the  site  for  the  buildings  which  it  had  been 
determined  to  erect  immediately  at  this  institution,  surveys, 
specifications  and  drawings  were  prepared  for  grading  the  site  of 
four  buildings.  Contracts  for  this  work  were  let  ds  early  as  possible 
and  drawings  and  specifications  were  prepared  for  the  construction 
and  finishing  of  one  interlocking  building  containing  cells  and 
dormitories,  capacity  of  272;  one  cell  building  containing  288  cells; 
mess  hall  and  kitchen  building  with  capacity  for  the  immediate 
needs  of  the  institution,  and  the  power-house  with  its  equipment, 
including  the  construction  of  underground  tunnels  for  the  steam 
and  electric  service.  All  of  this  work  has  been  placed  under  contract, 
and  construction  of  the  buildings  is  well  under  way. 

Normal  Schools 
Buffalo  Normal  School 

Drawings  have  been  prepared  for  the  erection  of  balustrades  on 
the  stairs  in  this  building,  which,  on  account  of  lack  of  funds,  were 
omitted  temporarily  when  the  building  was  constructed. 

Drawings  and  specifications  have  also  been  prepared  for  an  electric 
dumbwaiter  in  this  building. 

Fredania 

The  only  work  in  connection  with  this  institution  has  been  the 
preparation  of  plans  for  fire  escape. 

Geneseo 

Drawings  and  specifications  have  been  prepared  for  alterations 
of  the  present  buildings,  consisting  of  remodeling  the  third  stor}' 
of  the  main  building  for  the  household  arts  department,  alterations 
in  the  stage  and  gallery  of  the  chapel,  general  repairs  to  roofs,  and 
repairing  of  exterior  woodwork. 

Sketches,  plans  and  specifications  have  also  been  prepared  for  a 
new  addition  containing  class  rooms,  toilet  facilities  and  kindergarten 
work. 

New  Paltz 

Plans  and  specifications  have  been  made  and  contracts  let  for 
an  addition  to  this  school  building,  providing  a  large  auditorium, 
study  hall  and  additional  class  rooms. 
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PaUdam 

The  reconstruction  of  the  main  building  of  this  school  made 
necessary  the  enlargement  of  the  heating  plant.  To  this  end  plans 
and  specifications  were  prepared  for  reconstructing  the  present 
power-house  to  provide  additional  space  for  boilers. and  storage 
capacity  for  about  1,200  tons  of  coal. 

Miscellaneous 

Schoharie  State  School  of  Agriculture^  Cobleskill 

Plans  and  specifications  have  been  prepared  and  contract  let  for 
the  construction  of  one  building  known  as  the  Home  fksonomics 
Building. 

Cornell  University 

The  only  work  at  this  institution  has  been  the  preparation  of 
plans  and  specifications  for  an  addition  to  the  sheep  bam  and  for 
the  construction  of  one  insectary. 

Quarantine  Station,  Rosebank 

Sketches  and  drawings  have  been  prepared  for  additions  to  the 
storehouse,  one  cottage  for  chief  medical  officer,  and  alterations 
in  the  administration  building. 

State  Fair,  Syracuse 

Drawings  were  prepared  for  an  extension  to  the  race  horse  stables, 
and  for  the  construction  of  a  memorial  arch  at  the  entrance  to  the 
ground  in  honor  of  the  soldiers  and  sailors  who  entered  the  world  war. 

Barge  Canal 

Cooperating  with  the  State  Engineer  and  Surveyor,  this  depart- 
ment has  made  sketches  and  designs  for  several  of  the  structures 
required  for  the  barge  canal  work,  among  them  being  cottage  for 
lock  tenders;  sketches  and  designs  for  a  terminal  building  at  the 
Erie  basin;  headhouses  for  piers  93  and  53,  New  York. 

Laboratory  Building,  Albany  Health  Department 

Drawings  and  specifications  were  prepared  for  new  horse  stables 
on  the  Health  Department  farm  and  for  repairs  to  foundations  to 
old  buildings  on  this  farm. 

Specifications  and  drawings  were  prepared  and  contracts  let  for 
sterile  rooms,  media  hood,  refrigerators  and  other  equipment  in 
the  new  laboratory  building  on  New  Scotland  avenue,  Albany. 
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PuBuc  Bttildinos 

CapUdf  Albany 
The  work  done  by  this  Department  has  been  in  the  natiire  of 
small  operations,  consisting  of  plans  and  specifications  for  metal 
filing  cases  in  several  of  the  departments;  alterations  and  additions 
to  partition  work,  including  the  enclosing  partitions  of  the  Senate 
Post-office,  storm  sash  for  windows  in  the  various  rooms  and 
construction  of  additional  oak  cases  for  the  standards  and  fiags  in 
the  flag  corridor. 

State  Office  Building 

Plans  and  specifications  were  prepared  and  contracts  let  for 
removing  old  buildings  and  clearing  the  site  for  the  proposed  State 
office  building  in  Albany,  and  for  the  erection  of  a  tight  board  fence 
around  this  site. 

Education  Building 

Plans  and  specifications  have  been  made  for  grading,  sidewalks 
and  paving  of  that  portion  of  the  State  property  between  the  educa- 
tion building  and  All  Saints  cathedral,  and  drawings  have  been 
prepared  for  metal  filing  cases  for  the  library  division. 

Agricultural  Hall 

The  fourth  floor  of  this  building,  originally  used  as  a  museum, 
has  been  renovated  and  repaired  for  the  use  of  the  Department 
of  Farms  and  Markets.  Alterations  of  partitions,  repainting  and 
other  work  has  been  done  in  other  parts  of  the  building,  for  all  of 
which  this  department  has  prepared  plans  and  specifications. 

Saratoga  Reservation 

In  addition  to  the  work  done  by  this  office  in  connection  with 
the  new  bath  house,  drawings  have  been  made  for  pavilions  over 
several  springs  and  for  reinforcing  the  walls  and  floors  of  the  Phila 
street  bath  house. 

The  State  has  owned  at  Saratoga  Springs,  a  plot  of  land  under 
the  control  of  the  Conservation  Commission,  which  includes  a  large 
frame  structure  known  as  the  "  Woodcraftsman  Building,"  and 
which  has  been  leased  for  a  number  of  years  to  a  private  company 
for  the  manufacture  of  furniture. 

The  scheme  for  the  development  of  the  "  Spa "  facilities  at 
Saratoga  includes  the  erection  of  a  large  bathhouse  and  recreation 
paviUon,  and  this  site  was  deemed  well  adapted  for  the  purpose. 

Plans  and  specifications  were  prepared  by  me  for  the  Washington 
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bath  house,  a  large  one  story  "  H  "  shaped  building  of  frame  and 
stucco  and  with  slate  roof,  and  utilizes  as  far  as  practicable  all 
available  portions  of  the  existing  Woodcraftsman  Building  as  a 
nucleus  for  the  completed  bath  house. 

The  building  includes  a  spacious  entrance  lobby  with  adjacent 
offices,  toilets  and  waiting-rooms;  together  with  a  wing  on  either 
side,  which  has  dressing  rooms,  bathrooms  and  comfortable  rest 
rooms  for  men  and  women,  respectively. 

Provision  having  been  made  by  the  Legislature  of  1919  for  the 
use  of  necessary  portions  of  the  capital  fund  of  the  Saratoga 
reservation  for  this  purpose,  a  special  fund  estimate  in  the  amount 
of  SI  10,912.80  covering  the  cost  of  labor  and  material  required  was 
prepared  and  approved  by  this  department  and  by  the  State 
Comptroller. 

With  the  assistance  of  a  superintendent  of  construction  detailed 
by  me  to  be  constantly  at  the  work,  the  superintendent  of  Saratoga 
Springs  Reservation  was  authorized  to  build  this  bath  house  by 
day  labor,  and  the  purchase  of  the  materials  in  the  open  market. 
The  payrolls  and  orders  for  material  have  been  subject  to  my 
approval  and  supplemental  special  fund  estimates,  due  to  variation 
in  quantities  or  prices,  have  been  considered  and  acted  upon. 

The  bath  house  is  now  well  advanced  and  it  .is  presumed  will  l^e 
thrown  open  to  the  pubUc  at  an  early  date,  although  it  may  not  be 
completed  for  several  months. 

Plans  and  specifications  were  also  prepared  for  a  power-house 
adjacent  to  the  Washington  bath  house  for  use  in  connection  both 
with  that  building  and  for  the  Lincoln  bath  house,  and  a  special 
fund  estimate  has  been  approved  in  the  amount  of  $38,910.60.  This 
work  is  progressing  conjointly  with  the  main  building. 

Historic  Monuments 

Among  the  operations  for  the  historical  monuments  for  the  State, 
sketches  have  been  prepared  for  entrance  portals  of  the  Newtown 
battlefield;  drawings  for  reinforced  concrete  steps  approaching  the 
monument  on  this  battlefield;  bronze  tablet  and  new  iron  fence 
for  the  Schuyler  mansion;  and  repairs  to  the  administration  building 
of  the  John  Boyd  Thatcher  park. 


32  Annual.  Rbpobt  of  the 

Public  Buildings 

Capitolj  Albany 
The  work  done  by  this  Department  has  been  in  the  nature  of 
small  operations,  consisting  of  plans  and  specifications  for  metal 
filing  cases  in  several  of  the  departments;  alterations  and  additions 
to  partition  work,  including  the  enclosing  partitions  of  the  Senate 
Post-office,  storm  sash  for  windows  in  the  various  rooms  and 
construction  of  additional  oak  cases  for  the  standards  and  flags  in 
the  flag  corridor. 

State  Office  Building 

Plans  and  specifications  were  prepared  and  contracts  let  for 
removing  old  buildings  and  clearing  the  site  for  the  proposed  State 
office  building  in  Albany,  and  for  the  erection  of  a  tight  board  fence 
around  this  site. 

Education  Building 

Plans  and  specifications  have  been  made  for  grading,  sidewalks 
and  paving  of  that  portion  of  the  State  property  between  the  educa- 
tion building  and  All  Saints  cathedral,  and  drawings  have  been 
prepared  for  metal  filing  cases  for  the  library  division. 

Agricultural  HaJl 

The  fourth  floor  of  this  building,  originally  used  as  a  museum, 
has  been  renovated  and  repaired  for  the  use  of  the  Department 
of  Farms  and  Markets.  Alterations  of  partitions,  repainting  and 
other  work  has  been  done  in  other  parts  of  the  building,  for  all  of 
which  this  department  has  prepared  plans  and  specifications. 

Saratoga  Reservation 

In  addition  to  the  work  done  by  this  office  in  connection  with 
the  new  bath  house,  drawings  have  been  made  for  pavilions  over 
several  springs  and  for  reinforcing  the  walls  and  floors  of  the  Phila 
street  bath  house. 

The  State  has  owned  at  Saratoga  Springs,  a  plot  of  land  under 
the  control  of  the  Conservation  Commission,  which  includes  a  large 
frame  structure  known  as  the  "  Woodcraftsman  Building,"  and 
which  has  been  leased  for  a  number  of  years  to  a  private  company 
for  the  manufacture  of  furniture. 

The  scheme  for  the  development  of  the  "  Spa "  facilities  at 
Saratoga  includes  the  erection  of  a  large  bathhouse  and  recreation 
pavilion,  and  this  site  was  deemed  well  adapted  for  the  purpose. 

Plans  and  specifications  were  prepared  by  me  for  the  Washington 
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bath  house,  a  large  one  story  "  H  *'  shaped  building  of  frame  and 
stucco  and  with  slate  roof,  and  utilizes  as  far  as  practicable  all 
available  portions  of  the  existing  Woodcraftsman  Building  as  a 
nucleus  for  the  completed  bath  house. 

The  building  includes  a  spacious  entrance  lobby  with  adjacent 
offices,  toilets  and  waiting-rooms;  together  with  a  wing  on  either 
side,  which  has  dressing  rooms,  bathrooms  and  comfortable  rest 
rooms  for  men  and  women,  respectively. 

Provision  having  been  made  by  the  Legislature  of  1919  for  the 
use  of  necessary  portions  of  the  capital  fund  of  the  Saratoga 
reservation  for  this  purpose,  a  special  fund  estimate  in  the  amount 
of  SI  10,912.80  covering  the  cost  of  labor  and  material  required  was 
prepared  and  approved  by  this  department  and  by  the  State 
Comptroller. 

With  the  assistance  of  a  superintendent  of  construction  detailed 
by  me  to  be  constantly  at  the  work,  the  superintendent  of  Saratoga 
Springs  Reservation  was  authorized  to  build  this  bath  house  by 
day  labor,  and  the  purchase  of  the  materials  in  the  open  market. 
The  payrolls  and  orders  for  material  have  been  subject  to  my 
approval  and  supplemental  special  fund  estimates,  due  to  variation 
in  quantities  or  prices,  have  been  considered  and  acted  upon. 

The  bath  house  is  now  well  advanced  and  it  .is  presumed  will  l>e 
thrown  open  to  the  public  at  an  early  date,  although  it  may  not  be 
completed  for  several  months. 

Plans  and  specifications  were  also  prepared  for  a  power-house 
adjacent  to  the  Washington  bath  house  for  use  in  connection  both 
with  that  building  and  for  the  Lincoln  bath  house,  and  a  special 
fund  estimate  has  been  approved  in  the  amount  of  $38,910.60.  This 
work  is  progressing  conjointly  with  the  main  building. 

Historic  Monuments 

Among  the  operations  for  the  historical  monuments  for  the  State, 
sketches  have  been  prepared  for  entrance  portals  of  the  Newtown 
battlefield;  drawings  for  reinforced  concrete  steps  approaching  the 
monument  on  this  battlefield;  bronze  tablet  and  new  iron  fence 
for  the  Schuyler  mansion ;  and  repairs  to  the  administration  building 
of  the  John  Boyd  Thatcher  park. 
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tory,   and  the  institutional   authorities  are  constructing  this  by 
special  fund  estimate. 

King8  Park  State  Hospital 

For  this  hospital  sketches  were  also  made  for  a  new  group  to 
provide  acconunodations  for  acute  patients  and  contracts  let  for  a 
building  (similar  to  that  at  Central  Islip)  for  192  patients. 

Sketches  have  been  made  for  two  buildings,  each  to  house  100 
tubercular  patients.  Work  on  these  has  been  deferred  through  lack 
of  funds. 

Middletown  State  Hospital 

At  this  hospital  plans  and  specifications  were  also  prepared  for 
a  one-story'  building  to  house  forty-four  tubercular  patients;  for  a 
three-story  building  to  house  300  chronic  patients;  for  a  two-story 
cottage  to  house  thirty  farm  patients;  a  two-story  laboratory  and 
mortuary  building  and  a  one-story  cow  bam. 

The  tubercular  patients'  building  and  the  cow  bam  are  of  frame 
construction.  The  chronic  patients'  building  and  the  laboratory 
and  mortuary  are  of  brick  with  fireproof  interior  partitions  and 
floor  construction. 

Manhaitan  State  Hospital 

Plans  and  specifications  were  prepared  and  contract  awarded 
for  a  three-story  brick  addition  to  the  main  building  to  provide 
dining-room  accommodations  for  690  patients. 

Plans  and  specifications  were  also  prepared  for  an  addition  to  the 
Verplanck  building  kitchen  and  for  additional  dining-room  accom- 
modations. Bids  were  received  and  the  work  set  aside  because  of 
the  excessive  cost.  The  dining-room  addition  would  have  provided 
acconunodations  for  285  attendants  and  570  patients. 

Psychiatric  Hospital — New  York  City 

Sketches  have  been  developed  in  anticipation  of  an  appropriation 
for  the  building  of  a-  psychiatric  hospital  for  the  scientific  study  of 
mental  diseases,  this  building  to  be  located  in  New  York  city. 

Utica  State  Hospital 

Plans  and  specifications  were  prepared  and  contracts  awarded  for 
the  rebuilding  of  the  power-house  and  for  installing  water  tube 
boilers,  also  for  a  two-«tory  laboratory  and  mortuary  building. 

The  mortuary  and  laboratory  building,  forty-three  feet  by  sixty 
feet,  contains  autopsy,  embalming  room  with  cold  vaults  for  bodies. 
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photography  and  dark  room,  museum  for  specimens  and  chapel  in 
first  story,  and  a  library,  four  lavatories  and  toilet  in  second  story. 

Utica  State  Hospital  —  Marcy  Division 

Here  has  been  begun  the  building  of  a  new  hospital  unit  to  provide 
accommodations,  when  completed,  for  3,000  patients. 

Two  buildings,  each  to  house  300  chronic  patients,  and  one  build- 
ing for  192  acute  patients,  have  been  placed  under  contract.  These 
buildings  are  three  stories  high,  brick  with  slate  roofs,  interior 
partitions  and  floors  of  fireproof  construction. 

The  chronic  patients'  buildings  each  contain  six  forty-six-patient 
dormitories,  six  large  day  rooms,  twenty-four  single  rooms  for 
patients,  three  dining-rooms,  three  serving  rooms  together  with  all 
necessary  accessory  rooms,  such  as  bath,  linen,  toilet,  utility,  nurses' 
record  rooms,  administrative  offices  and  reception  room.  Apart- 
ments for  attending  physicians  are  also  included. 

The  acute  patients'  building  contains  twelve  fourteen-patient 
dormitories,  six  day  rooms,  twenty-four  single  rooms  for  patierts, 
together  wHh  all  necessary  accessory  rooms,  baths,  linens,  toilets, 
utility  and  niu'ses'  record  rooms.  In  the  center  of  the  building  on 
the  first  floor  is  located  the  administrative  office  and  patients'  and 
nurses'  dining  and  serving  rooms;  on  second  floor,  attending 
physicians'  living  quarters,  prolonged  baths  and  pack  rooms;  and 
on  the  third  floor  rooms  for  nurses. 

Drawings  and  specifications  are  approaching  completion  for  a 
central  power-house  with  equipment;  for  underground  tunnels  and 
conduits,  with  necessary  piping  for  heating  the  various  buildings; 
for  a  superintendent's  residence;  for  a  laboratory  and  mortuary 
building  and  for  a  building  to  provide  accommodations  for  100 
tubercular  patients. 

Willard  State  Hospital 

As  at  Kings  Park,  drawings  were  developed  here  for  a  one-story 
frame  building  to  house  forty-four  tubercular  patients,  but  as  the 
estimate  exceeded  the  funds  available  the  work  was  set  aside. 

Plans  and  specifications  were  prepared  for  new  floor  construction 
and  tile  floors  in  the  dining-rooms  for  Sunnycroft  and  the  Pines 
buildings.  The  work  is  being  installed  by  the  institutional  authori- 
ties by  special  fund  estimate. 
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tory,   and  the  institutional  authorities  are  constructing  this  by 
special  fund  estimate. 

Kings  Park  State  Hospital 

For  this  hospital  sketches  were  also  made  for  a  new  group  to 
provide  accommodations  for  acute  patients  and  contracts  let  for  a 
building  (similar  to  that  at  Central  Islip)  for  192  patients. 

Sketches  have  been  made  for  two  buildings,  each  to  house  100 
tubercular  patients.  Work  on  these  has  been  deferred  through  lack 
of  funds. 

Middletown  State  Hospital 

At  this  hospital  plans  and  specifications  were  also  prepared  for 
a  one-story'  building  to  house  forty-four  tubercular  patients;  for  a 
three-story  building  to  house  300  chronic  patients;  for  a  two-stor>' 
cottage  to  house  thirty  farm  patients;  a  two-story  laboratory  and 
mortuary  building  and  a  one-story  cow  bam. 

The  tubercular  patients'  building  and  the  cow  bam  are  of  frame 
construction.  The  chronic  patients'  building  and  the  laboratory 
and  mortuary  are  of  brick  with  fireproof  interior  partitions  and 
floor  construction. 

Manhattan  State  Hospital 

Plans  and  specifications  were  prepared  and  contract  awarded 
for  a  three-story  brick  addition  to  the  main  building  to  provide 
dining-room  accommodations  for  690  patients. 

Plans  and  specifications  were  also  prepared  for  an  addition  to  the 
Verplanck  building  kitchen  and  for  additional  dining-room  accom- 
modations. Bids  were  received  and  the  work  set  aside  because  of 
the  excessive  cost.  The  dining-room  addition  would  have  provided 
accommodations  for  285  attendants  and  570  patients. 

Psychiatric  Hospital  — New  York  City 

Sketches  have  been  developed  in  anticipation  of  an  appropriation 
for  the  building  of  a  psychiatric  hospital  for  the  scientific  study  of 
mental  diseases,  this  building  to  be  located  in  New  York  city. 

Utica  State  Hospital 

Plans  and  specifications  were  prepared  and  contracts  awarded  for 
the  rebuilding  of  the  power-house  and  for  installing  water  tube 
boilers,  also  for  a  twoHstory  laboratory  and  mortuary  building. 

The  mortuary  and  laboratory  building,  forty-three  feet  by  sixty 
feet,  contains  autopsy,  embalming  room  with  cold  vaults  for  bodies, 
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photography  and  dark  room,  museum  for  specimens  and  chapel  in 
first  story,  and  a  library,  four  lavatories  and  toilet  in  second  story. 

Uticxi  State  Hospital  —  Marcy  Division 

Here  has  been  begun  the  building  of  a  new  hospital  unit  to  provide 
acconmiodations,  when  completed,  for  3,000  patients. 

Two  buildings,  each  to  house  300  chronic  patients,  and  one  build- 
ing for  192  acute  patients,  have  been  placed  under  contract.  These 
buildings  are  three  stories  high,  brick  with  slate  roofs,  interior 
partitions  and  floors  of  fireproof  construction. 

The  chronic  patients'  buildings  each  contain  six  forty-six-patient 
dormitories,  six  large  day  rooms,  twenty-four  single  rooms  for 
patients,  three  dining-rooms,  three  serving  rooms  together  with  all 
necessary  accessory  rooms,  such  as  bath,  linen,  toilet,  utility,  nurses' 
record  rooms,  administrative  offices  and  reception  room.  Apart- 
ments for  attending  physicians  are  also  included. 

The  acute  patients'  building  contains  twelve  fourteen-patient 
dormitories,  six  day  room.%  twenty-four  single  rooms  for  patieLts, 
together  wHh  all  necessary  accessory  rooms,  baths,  linens,  toilets, 
utility  and  nurses'  record  rooms.  In  the  center  of  the  building  on 
the  first  floor  is  located  the  administrative  office  and  patients'  and 
nurses'  dining  and  serving  rooms;  on  second  floor,  attending 
physicians'  living  quarters,  prolonged  baths  and  pack  rooms;  and 
on  the  third  floor  rooms  for  nurses. 

Drawings  and  specifications  are  approaching  completion  for  a 
central  power-house  with  equipment;  for  underground  tunnels  and 
conduits,  with  necessary  piping  for  heating  the  various  buildings; 
for  a  superintendent's  residence;  for  a  laboratory  and  mortuary 
building  and  for  a  building  to  provide  accommodations  for  100 
tubercular  patients. 

Willard  State  Hospital 

As  at  Kings  Park,  drawings  were  developed  here  for  a  one-story 
frame  building  to  house  forty-four  tubercular  patients,  but  as  the 
estimate  exceeded  the  funds  available  the  work  was  set  aside. 

Plans  and  specifications  were  prepared  for  new  floor  construction 
and  tile  floors  in  the  dining-rooms  for  Sunnycroft  and  the  Pines 
buildings.  The  work  is  being  installed  by  the  institutional  authori- 
ties by  special  fund  estimate. 
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Western  House  of  Reficge  for  Women,  Albion 

On  account  of  the  advancing  cost  of  building  construction,  it  was 
found  necessary  to  make  revised  plans  and  specifications  for  the 
cottage  for  inmates  at  this  institution,  which  has  been  done  and 
the  work  put  under  contract  at  a  cost  within  the  amount  of  the 
appropriation. 

Plans  and  specifications  have  also  been  prepared  for  an  addition 
to  the  boiler-house;  sketches  made  for  alterations  in  old  cottages 
and  for  finishing  rooms  in  third  story  of  the  industrial  building. 

New  York  State  Soldiers*  and  Sailors*  Home,  Bath 
Plans  and  specifications  have  been  prepared  and  contracts  let  for 
a  new  building  to  replace  the  building  known  as  barracks  H  and  I, 
which  was  destroyed  by  fire.     Contracts  have  been  awarded  for 
this  work. 

New  York  State  Reformatory  for  Women,  Bedford  Hills 

The  only  work  required  by  this  institution  during  the  past  year 
has  been  the  installation  of  window  guards  in  the  inmates'  cottage 
of  the  farm  group,  and  some  reconstruction  and  equipment  neces- 
sary to  convert  a  portion  of  the  old  laundry  building  into  a  cold 
storage  plant. 

Thomas  Indian  Schooly  Iroquois 

Plans  have  been  completed  for  a  dairy  and  cold  storage  building, 
and  plans  and  specifications  prepared  for  the  construction  of  a  shop 
building,  both  of  which  are  being  constructed  by  the  special  fund 
estimate  system,  utilizing  the  institution  help  as  far  as  possible. 

Letchworth  Village,  Thiells 

Plans  and  specifications  were  completed  and  work  advertised 
early  this  year  for  eight  cottages  to  comprise  the  adult  female  group, 
a  service  building  and  attendants'  home  for  this  group  and  under- 
ground tunnels  to  carry  the  heating  and  electrical  distributing  lines 
from  the  power-house  to  the  adult  female  group.  In  connection 
with  this  tunnel  there  has  been  designed  a  concrete  bridge  across 
the  creek  near  the  power-house  which  serves  both  for  traffic  crossing 
and  to  carry  the  tunnel  construction.  This  work  has  been  followed 
by  preparation  of  sketches,  plans  and  specifications  for  an  assembly 
haU  and  industrial  building  in  the  boys'  group,  extension  of  the 
tunnel  and  conduit  work  to  the  girls'  group  and  an  addition  to  the 
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central  heating  plant  to  provide  for  permanent  boiler  room  and  coal 
bunkers  and  a  second  addition  to  the  power  plant  for  additional 
apparatus,  together  with  plans  and  specifications  for  a  new  radial 
brick  chimney  of  a  capacity  to  serve  the  present  and  future  needs 
of  the  institution. 

Soon  after  the  above-mentioned  work  was  placed  under  contract, 
the  office  started  the  preparation  of  plans  and  specifications  for  eight 
additional  cottages  to  be  known  as  the  girls'  group,  a  service  building 
for  this  group  and  an  addition  to  the  industrial  building  in  the  boys' 
group.  These  buildings  were  of  the  same  size  and  type  of  those 
designed  for  the  adult  female  group,  for  which  contracts  have  been 
awarded;  but  upon  receipt  of  bids  for  the  same,  it  was  found  that 
the  cost  of  building  construction  had  advanced  to  such  an  extent 
that  the  State  was  unable  to  let  contracts  within  the  funds  available. 
After  conference  with  the  Board  of  Managers  and  at  the  request  of 
the  Board,  revised  plans  and  specifications  were  made  for  these 
cottages. 

Eastern  New  York  Reformatory ,  Napanoch 

Plans  and  specifications  were  prepared  for  a  horse  and  carriage 
bam  and  wagon  sheds,  which  are  now  being  constructed  by  inmate 
labor  under  the  special  fund  estimate  system. 

State  School  for  Menial  Defedivea,  Newark 

The  only  operation  at  this  institution  is  the  preparation  of  plans 
and  specifications  for  one  cottage  for  low-grade  inmates. 

Women^a  Relief  Corps  Homey  Oxford 
No  work  of  great  impoi1;ance  has  been  undertaken  for  this  insti- 
tution.    The  Department  has  prepared  plans  and  specifications  for 
a  piggery,  manure  pit  and  slaughter-house. 

Reformalary  for  Juvenile  Delinqrienis,  RandalVs  Island 

Due  to  a  severe  local  storm  which  unroofed  the  north  wing  of  the 
main  building  at  this  institution,  it  was  necessary  to  quickly  make 
preparations  to  protect  these  buildings,  and  in  connection  with  this 
work  plans  and  specifications  were  prepared  for  rebuilding  the  roof. 

Armories 

Troy 

At  Troy  contracts  were  awarded  for  the  construction  of  an  armory 
to  accommodate  three  companies  of  infantry  and  headquarters  staff. 
The  administration  building  is  49  feet  by  129  feet,  and  the  drill 
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Western  House  of  Refuge  for  Women,  Albion 

On  account  of  the  advancing  cost  of  building  construction,  it  was 
found  necessary  to  make  revised  plans  and  specifications  for  the 
cottage  for  inmates  at  this  institution,  which  has  been  done  and 
the  work  put  under  contract  at  a  cost  within  the  amount  of  the 
appropriation. 

Plans  and  specifications  have  also  been  prepared  for  an  addition 
to  the  boiler-house;  sketches  made  for  alterations  in  old  cottages 
and  for  finishing  rooms  in  third  story  of  the  industrial  building. 

New  York  State  Soldiers*  and  Sailors'  Home,  Bath 
Plans  and  specificatioas  have  been  prepared  and  contracts  let  for 
a  new  building  to  replace  the  building  known  as  barracks  H  and  I, 
which  was  destroyed  by  fire.     Contracts  have  been  awarded  for 
this  work. 

New  York  State  Reformatory  for  Women,  Bedford  Hills 

The  only  work  required  by  this  institution  during  the  past  year 
has  been  the  installation  of  window  guards  in  the  inmates'  cottage 
of  the  farm  group,  and  some  reconstruction  and  equipment  neces- 
sary to  convert  a  portion  of  the  old  laundry  building  into  a  cold 
storage  plant. 

Thomas  Indian  School,  Iroquois 

Plans  have  been  completed  for  a  dairy  and  cold  storage  building, 
and  plans  and  specifications  prepared  for  the  construction  of  a  shop 
building,  both  of  which  are  being  constructed  by  the  special  fund 
estimate  syst-em,  utilizing  the  institution  help  as  far  as  possible. 

Letchworth  Village,  ThieUs 

Plans  and  specifications  were  completed  and  work  advertised 
early  this  year  for  eight  cottages  to  comprise  the  adult  female  group, 
a  service  building  and  attendants'  home  for  this  group  and  under- 
ground tunnels  to  carry  the  heating  and  electrical  distributing  lines 
from  the  power-house  to  the  adult  female  group.  In  connection 
with  this  tunnel  there  has  been  designed  a  concrete  bridge  across 
the  creek  near  the  power-house  which  serves  both  for  traffic  crossing 
and  to  carry  the  tunnel  construction.  This  work  has  been  followed 
by  preparation  of  sketches,  plans  and  specifications  for  an  assembly 
haU  and  industrial  building  in  the  boys'  group,  extension  of  the 
tunnel  and  conduit  work  to  the  girls'  group  and  an  addition  to  the 
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central  heating  plant  to  provide  for  permanent  boiler  room  and  coal 
bunkers  and  a  second  addition  to  the  power  plant  for  additional 
apparatus,  together  with  plans  and  specifications  for  a  new  radial 
brick  chimney  of  a  capacity  to  serve  the  present  and  future  needs 
of  the  institution. 

Soon  after  the  above-mentioned  work  was  placed  under  contract, 
the  office  started  the  preparation  of  plans  and  specifications  for  eight 
additional  cottages  to  be  known  as  the  girls'  group,  a  service  building 
for  this  group  and  an  addition  to  the  industrial  building  in  the  boys' 
group.  These  buildings  were  of  the  same  size  and  type  of  those 
designed  for  the  adult  female  group,  for  which  contracts  have  been 
awarded;  but  upon  receipt  of  bids  for  the  same,  it  was  found  that 
the  cost  of  building  construction  had  advanced  to  such  an  extent 
that  the  State  was  unable  to  let  contracts  within  the  funds  available. 
After  conference  with  the  Board  of  Managers  and  at  the  request  of 
the  Board,  revised  plans  and  specifications  were  made  for  these 
cottages. 

Eastern  New  York  Reformatory y  Napanoch 

Plans  and  specifications  were  prepared  for  a  horse  and  carriage 
bam  and  wagon  sheds,  which  are  now  being  constructed  by  inmate 
labor  under  the  special  fund  estimate  system. 

State  School  for  Mental  Defectives,  Newark 

The  only  operation  at  this  institution  is  the  preparation  of  plans 
and  specifications  for  one  cottage  for  low-grade  inmates. 

Women^s  Relief  Corps  Home,  Oxford 
No  work  of  great  importance  has  been  undertaken  for  this  insti- 
tution.    The  Department  has  prepared  plans  and  specifications  for 
a  piggery,  manure  pit  and  slaughter-house. 

Reformaiory  for  Juvenile  Delinqtients,  RandaWs  Island 

Due  to  a  severe  local  storm  which  unroofed  the  north  wing  of  the 
main  building  at  this  institution,  it  was  necessary  to  quickly  make 
preparations  to  protect  these  buildings,  and  in  connection  with  this 
work  plans  and  specifications  were  prepared  for  rebuilding  the  roof. 

Armories 

Troy 

At  Troy  contracts  were  awarded  for  the  construction  of  an  armory 
to  accommodate  three  companies  of  infantry  and  headquarters  staff. 
The  administration  building  is  49  feet  by  129  feet,  and  the  drill 


Financial  Statement  for  the  Fiscal  Year  Ending  June  30, 1918 

Office  Maintenance 

Payrolls  from  July  1,  1917  to  June  30,  1918 

July,  1917 $12,607  17 

August,  1917 12,948  31 

September,  1917 12,522  10 

October,  1917 12,781  08 

November,  1917 12,421  50 

December,  1917 12,322  63 

January,  1918 12,528  40 

February,  1918 12,619  01 

March,  1918 12,619  01 

April,  1918 13,013  19 

May,  1918 13,304  74 

June,  1918 12,984  87 

Total $152,672  01 

Appropriated  by  chap.  181,  Laws  of  1917 $173, 190  00 

Payrolls  from  July  1,  1917  to  June  30,  1918 152,672  01 

Balance  June  30,  1918 $20,517  99 

Maintenance  and  Operation 

From  July  1,  1917  to  June  30,  1918 

July,  1917 $2,002  24 

August,  1917 2,731  10 

September,  1917 2,032  59 

October,  1917 2,708  60 

November,  1917 2,155  46 

December,  1917 2,135  73 

January,  1918 2,569  79 

February,  1918 2,106  99 

March,  1918 1 ,605  49 

AprU,  1918 2,056  93 

May,  1918 2,227  21 

June,  1918 2,214  21 

$26,546  34 

145) 
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Appropriated  by  chap.  ISl,  Laws  1917,  Pt.  I ^7,700  00 

Appropriated  by  chap.  181,  Laws  1917,  Pt.  II 2,000  00 

Appropriated  by  chap.  646,  Laws  1916,  balance 993  68 


$30,693  68 
Paid  from  July  1,  1917  to  June  30,  1918 28,546  34 


¥ 


/     Balance  June  30,  1918 $4, 147  34 


Re  capitulation 

Office  maintenance $152,672  01 

Maintenance  and  operation 26,546  34 

Total $179,218  35 


\ 
\ 

\ 

\ 


Financial  Stat^nent  for  the  Fiscal  Year  Jtoding  Jiitie  SO,  1919 

PayroDs  from  July  1,  1918  to  June  30,  1919: 

July,  1918 $13,393  68 

August,  1918 13,396  71 

September,  1918 12,898  33 

October,  1918 13,145  05 

November,  1918 12,732  71 

December,  1918 12,991  05 

January,  1919 13,894  09 

February,  1919 14,066  08 

March,  1919 14,066  07 

April,  1919 13,941  91 

May,  1919 14,032  76 

June,  1919 .....,:..*  13,987  10 

Total $162,545  44 

Appropriated  by  chap.  151,  Laws  of  1918,  Pt.  I $174,095  00 

Paid  from  July  1,  1918,  to  June  30,  1919 162,545  44 

Balance  June  30,  1919 $11 ,549  56 


Maintenance  and  Operation 

July,  1918 $2, 182  09 

August,  1918 1 ,898  35 

September,  1918 2,597  91 

October,  1918 1,819  37 

November,  1918 1,349  48 

December,  1918 2,675  71 

January,  1919 1 ,693  63 

February,  1919 3,164  90 

March,  1919 2,088  31 

April,  1919 2,104  28 

May,  1919 2,858  78 

June,  1919 5,131  42 

Total $29,564  23 
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Appropriated  by  chap.  151,  Laws  1918,  Pt.  I $30,900  00 

Appropriated  by  chap.  151,  Laws  1918,  Pt.  II 3,200  00 

Appropriated  by  chap.  181,  Laws  1917,  Pt.  I,  balance..  1,068  49 

Appropriated  by  chap.  181,  Laws  1917,  Pt.  II,  balance  181  02 

$35,349  51 
Paid  from  July  1,  1918  to  June  30,  1919 29,564  23 

Balance  June  30,  1919 $5,785  28 

Re  c  APrruiiATioN 

Office  maintsnance $162,545  44 

Maintenance  and  operation 29,564  23 

Total $  1 92 ,  109  67 


Statement  of  Gdntracts  in  Force,  Gdntracts  Completed,  and 
Certificates  Issued  on  Contracts  During  the  Fiscal  Year 
July  1,  1917,  to  June  30,  1918,  Inclusive 

State  Hospitals 
Binghamtan  State  Hospitaij  BinghanUon^  N.  Y. 

CertiGcates 
Buildjxig  Work  Contractor  Contract  iasued 

Chronic Heating R.  T.  Ford  Co $19,737  00 

Deduct  164  00 


S19,573  00  $3,835  25 

^Chronic Bumpers  for  toilets Peter   Keeler   Building 

Co 60  00 

Chronic Lock  kesrs Lockwood  Co 6  26              6  26 

*Botler   idant  addi- 
tion   Construction Benedict  Beck 9.847  00 

Addition  219  23 


S10.066  23 
Deduct  384  55 


89.681  68   4.312  25 


*Boiler   plant   addi- 
tion    Heating . 


Gaylord  Engineering  4e 

Construction  Co 17,893  00 

Deduct  63  19 


817.829  81   4.602  75 

^Laundry Construction A.  E.  Badgley 15,937  00 

Addition  393  20 


816.330  20 
Deduct  348  00 


^Laundry Heating . 


816,982  20     13,282  10 

R.  T.  Ford  Co 2,990  00 

Addition  41  00 


83,031  00 
Deduct  4  00 


82.927  00      2,155  70 

^Laundry Equipment American  Laundry  Ma- 
chinery Co 7,919  00 

Laundry Plumbing  and  drainage. . .  R.  T.  Ford  Co 1 ,800  00      1 .800  00 

^Laundry Hardware Lockwood  Co 224  00 

Boiler  plant Insurance Rose  4e  Kiernan 12  55 

Boiler  plant Insurance Rose  &  Kiernan 63  19 


6,343  55 


12  55 
63  19 


Buffalo  State  Hospital,  Buffalo,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Water  softening 

plant Construction International  Filter  Co.     85,969  00 

Deduct  37  20 


85.931  80    8858  15 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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CeftiScates 

BuiMing                             Work                             Oootraetor               Contraet  teued 

Boiler  plant Heatiqg JehBSton  Hesti«c  Co...  Sll.363  00  6.710  00 

Water  Boftening 

plant Inauranoe BoM  A  Klenian 1  20  1  20 

Water         Bofteung 

plant Ixtttxranoe Raoe  4e  Kienuux 18  00  18  00 


Brooklyn  State  HospiUdy  Brooklyn,  N.  Y. 

Certificates 
BtnkiinK  Work  Contractor  Contract         iasued 

^Chronic Construction W.  F.  Plaas  4e  Bro..  Inc.f  172.000  00 

Addition      3.188  61 


S176.088  61 
Deduct      2,785  00 


^Chronic Heating. 


S173.303  61  S100.973  1& 
Johnston  Heating  Co . . .     34 .  931  00 
Addition  160  00 


$35,091  00 
Deduct  40  00 


S35.051  00    15.161  8S 

^Chronic Plumbing  and  drainage. . .  Peter   Keeler   Building 

Co 19.422  00 

Addition       1.315  00 


820,737  00    11.611  84 
♦Chronic Electric United    Electric    Con- 
struction Co 7,490  00 

Addition  525  00 


♦Chronic Hardware. 


$8,015  00      2.911  2c 

LockwoodCo 3.296  00 

Addition  15  50 


$3,311  50 
Deduct  6  87 


$3,306  63 

♦Reception Making  core Phillips  4e  Worthington      1.065  60 

Addition  14  67 


$1.090  27      1,090  27 

♦Reception Plumbing  and  drainage. . .  John  J.  Kenney  Co 17,232  00 

Addition  280  00 


$17,512  00      5,372  00 

♦Reception Construction P.  F.  Kenny  Co 138.800  00 

Addition     11,147  90 


$149,947  90 
Deduct      2,100  00 


$147,847  90      8.742  25 


Balance  $53,602.11  cancelled. 


♦  An  asterisk  indicates  that  the  Contract  was  in  force  July  1,  1918. 


Depabtmsnt  of  Abchitibcture 


51 


Buildinc                               Work 
^Reception Eleothc 


Certificate* 
Contractor  Contraot         issued 

United    Electric     Con- 
struction Co $3,645  00 

Addition  372  00 


$4,017  00  $1,678  75 

♦Reception Heating Edward  Joy  Co 16,485  00 

Deduct  213  80 


ion. 


Hardware Lockwood  Co , 


$16,271  20   8.443  45^ 

2,469  00 

Dwiuot  6  16 


$2,462  84 

•Power-house Boiler  equipment,  etc ... .   A.  Winternits 66.000  00 

Addition  77  68 


$66,077  68 
Deduct       l.SeO  33 


$64,517  35     15.385  31 

^Powcr-liouse Removing  ashes James  Finnimore 60  00 

*Power-hou8e Heating W.  B.  Armstrong  Co. . .     19.948  00 

Addition  221  00 


*Chronic . 


$20,169  00 

Saaitcry Altman  Plumbing  Co. .       3, 685  00 

•Lathing  and  plastering.  .   George  A.  Amos 5,604  80 

Deduct  250  00 


1.020  00 


$5,354  80       4,340  00 

♦Chronic Construction P.  J.  Brennan  &  Sons.. .   234,800  00 

Deduct  800  00 


$284,000  00 
Addition  132  21 


$234,132  21  39.865  00 

Wire  work Wm.  O.  Chapman  Co., 

Inc 6,000  00 

Deduct  423  00 


^Reception . 


$5,577  00      5.577  00 

Flreproofing  doors Empire  Fir^roof  Door 

Co 1,025  00 

Linoleum A.  Fischer 6,720  00 

Addition  294  00 


$7,014  00 
Deduct  22  96 


$6,991  01       6,991  04 
Interior  marble saddks.. .  Charles  M.  Gray  Mar- 
ble &  filate  Co 608  00 

Addition  142  00 


$750  00  750  00 

Reoeptson OmameBtaliron  work.. . .  Sexauer  ALemke 2,100  00      2.100  00 

♦Chronic  (west) Electric T.  Fred'k  Jaekson 2.437  00 

♦Chronic  (east) Electric Jandous    Elec.    Equip. 

Co.,  Inc 12,790  00 

♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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CertiBeatei 
Biiildin«  Work  Contractor  Contract 

^Composite  floors The    linotol    Flooring 

Co 9914  45 

^Storehouse Construction Modern  Const.  Co 29.338  00 

Addition  26  52 


S29.414  52 
Deduct  250  00 


924.031  64 

Storehouse Hardware Lockwood  Co 205  00        $305  00 

♦Storehouse Refrigeration Karl  Vesterdahl  Co 16.340  00 

Addition  55  50 


916,305  50 
Deduct  25  00 


916.370  50    12.465  67 

♦Chronic  (east) 8anitary Thomas  E.  O'Brien 30,500  00 

Addition  42  83 


930,542  83      3.2S6  S5 
♦Interior  trim H.  W.  Palen's  Sons,  as- 
signed to  Commercial 
Trust    Co.    of    New 

York 10,087  35 

♦Reception Glass Pittsburgh  Plate  Glass 

Co 488  00 

♦Chronic Construction Rangeley   Construction 

Co 53,647  00 

Addition  50  00 


953.607  00      5,270  00 
♦Administration 

building Hardware Albany     Hardware     4e 

Iron  Co 675  00 

Reception TUe  work Wm.  H.  Jackson  Co. . .       4 .770  00 

Addition  258  34 


95,028  34      5,028  34 

♦Chronic Electric  elevators Otis  Elevator  Company.  19,650  00 

Power-house Insurance I.  Seideman 62  16           62  16 

Power-house Insurance Rose  4e  Kieman 18  10            18  10 

♦StOTage  bldg Refrigeration  equipment..  K.  Vesterdahl  4e Co 29,855  00 

♦Reception Three  dumbwaiters A.  J.  Rosell 560  00 

♦Chronic  (west) Heating E.  Rutsler  Co 4.479  00 

♦Chronic  (east) Heating E.  Rutsler  Co 40,342  00 

♦Reception Linoleum Standard  Carpet  Co. . .  837  25 

Reception Insurance J.  L.  Nolan  Agency. . . .  215  14          215  14 

♦Laundry Construction P.  J.  Brennan  &  Sons.. .  34,870  (X) 

♦Laundjy Sanitary T.  E.  O'Brien.  Inc 1,598  00 

♦Laundry Heating W.  B.  Armstrong  Co. . .  6,658  00 

♦Laundry Electric J.  J.  Gallagher  Co.,  Ino.  1,585  00 

♦Laundry Underground  service  con-^ 

nections W.  B.  Armstrong  Co. . .  9,230  00 

Power-house Insurance I.  Seidemann 18  11            18  U 


♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Central  Islip  State  Ho&piial,  Central  Islip,  N.  Y. 

Certificates 
Building  Work  Contractor  Contraot  lasued 

Conduit  and  steam  pipe 

line W.  B.  Armatrong  Co. . .  $19,940  00 

Deduct  75  00 


Water  supply New  wells. 


$19,865  00    $3,375  00 

A.  J.  Connolly 4.800  00 

Deduct  30  00 


$4,770  00 
Addition  392  00 


$5.162  00      5.102  00 

^Laundry  eztennon.  Construction John  D.  Coegrove 23.734  00 

Addition  110  00 


$23,844  00 
Deduct  185  00 


$23,659  00     19,303  48 

^Laundry Equipment American  Laundry  Ma^ 

chine  Co 9.188  00 

"^Laundry  extension.  Hardware The  Lookwood  Co 134  00 

^Heating  plant Sanitary Christopher  Nally 3.297  00      1 ,232  50 

^Power  house Construction Benjamin  Raynor 89  660  00 

Addition  667  20 


$90,327  20    42.338  50 

^Heating  and  light- 
ing plant Boilers Babcock  A  Wilcox  Co.     66.933  00 

^Heating  and  light- 
ing idant Heating W.  B.  Armstrong  Co. .     26.588  00 


Gowanda  State  Hospital,  Gowanda,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract  issued 

Water  supply New  well Artesian  Well  ft  Suiq;>ly 

Co $1,800  00 

Addition      1 .  178  00 


$2.978  00    $2,978  00 


Building 


Hudson  River  State  Hospital 

Work  Contractor 


Certificates 
Contract         issued 


^Water  supply . 


Sanitary  work Hembdt,      Helling      ft 

Bishop $38,500  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Kings  Park  State  Hoepiialy  Kings  Park^  JV.  Y. 

Certificfitci 
Building  Work  Contractor  Contract  awued 

^Employees'  home. .  Construction McKeown  Conat.   Co., 

Inc $71,379  00 

Addition  25  CO 


$71,404  00 
Deduct      1,275  00 


^Employees' home. .  Hardware. 


$70,129  00  $46,480  55 

LockwoodCo 1.115  00 

Addition  7  40 


$1,122  40 

*£mployo<>ii'  home. .  Heating W.  B.  ArnM^trong  Go. .  6,767  00      3,460  00 

^Employees*  home. .   Electric Commercial    Construe* 

tionCo 2.662  00      1,02000 

^Refrigerating plant.  Refrigerating  machine....  H.   W.   Johns-Manville 

Co 3,695  00 

■^Employees'  home. .  Plumbing  and  drrinage. . .  Thoe.  E.  O'Brien,  Inc. .  10,003  00 

AddiUon  174  51 


Cottages  1,  3  <&  4 . . .   Construction. 


$10,267  51       3,513  05 

Maurice  Mtad 72.000  00 

Addiftkm      5.109  06 


$77,109  05 
Deduct  865  94 


Water  supply New  wells , 


$76,243  11     13.260  SI 

A.  J.  Connolly 3,995  00 

Addition  166  00 


$4,160  00 
Deduct  30  15 


$4,129  85      1,307  98 


i 


Building 
200-patient  bidg 


Manhattan  State  Hospital,  Ward^s  Island,  N.  Y, 

Certificates 
Work  Contractor  Contract  isBued 

.   Hrating Walker  A  Chambera. .  $16,200  00 

Addition  25  00 


$16,225  00 
Deduct  218  00 


♦Power  plant Heating  work, 


$16,007  00    $2,470  75 
W.  B.  ArnMtrong  Co. .     41,200  00 
Addition  312  11 


$41,512  11 
Deduct  160  00 


641.862  11      6.928  U 

Power  plant Plumbing  and  drainage. . .  R.  T.  Ford  Co 2. 793  00 

Addition  544  87 


$3,337  87       1,601  4J 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1018. 
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*l    1* 


img  Work  Contraetor 

^Power  plant Repairing  fire  alarm Qamewell  Co S7d  06 

Power  plaat EUectric Jandou»  Electric  Equip- 
ment Co 2.250  00 

Deduct  22  00 


Certificates 
Contract  iamied 


$2,228  00     $1,446  00 

^15Q-p«tient  bldg. . .  Heating Walker  &  Chambers. .     1 1 . 425  00 

Deduct  142  00 


$U,2S3  00       1.678  00 

♦Power  plant Heating Walker  &  Chambera ...     89,720  00 

Addition  200  00 


989,920  00 
Deduct  712  28 


♦Street  lighting Blectrio. 


$89,207  72   8,912  25 

Isidor  Fajana 12.345  00 

Deduct  72  00 


S12.273  00   6,362  68 


MiddleUywn  Stale  Hospital^  Middleiown,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract  issued 

Power  house Heating R.  T.  Ford  Co $74 ,393  00 

Addition  117  00 


$74,510  00 
Deduct  230  00 


$74,280  00  $14,528  40 

Power  house Electric Buffak)  Electric  Co 3,972  00 

Deduct  30  00 


$3,942  00  629  55 

Power  hou^*« Heating GUlis  A  Geoghegan 9,985  00       1 ,565  75 

♦Tubercular  patients  Construction Giles,  Giles  &  Co 21 ,331  00 

Deduct  700  00 


$20,631  00      9,007  45 

♦Tubercular  patients  Heating George  E.  Gibson  Co. . .       2 ,  790  00 

•Tubercular  patients  Plumbing  and  drainage. . .   George  E.  Gibson  Co. . .       1 ,  648  00 

♦Tubercular  patients  Electric Devoe  Electrical  Co 895  00 

♦Tubercular  patients  Hardware P.  4  F.  Corbin  Division.  450  00 


♦Tubercular  patiento  Construction Giles.  Giles  &  Co $21 ,  331  00 

Rochester  State  Hospital,  Rochester^  N,  Y, 

Building                              Work  Contractor  Contract 

♦livingstoo  building 
addition Construction W.  F.  Martens  &  Co . .  $21  100  00 

Addition  302  47 


Certificates 
issued 


821,402  47 
Deduct  275  00 


$21,137  47  817,462  40 


♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Certificate* 

Building                             Work                               Contractor  Contract  ianed 

^Livingston  building 

addition Heating P.  T.  Ford  Co t3  778  64  2.  .125  00 

^Livingston  building 

addition Electric O'Connell  Electric  Co. .          748  00  483  00 

Nurses  home Fire  escapes Youngs'  Wrought  Iron 

Works 820  00  820  00 

Disturbed  patients. .  Hardware Mathews  A  Boucher. . .          320  00  620  00 


Willard  State  Hospital,  WiUard,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract 

Fire  escapee Wander  Iron  Works. . .     $5,600  00 

Deduct  17  27 


85.682  73    $1,067  53 
•Sunnycroft  bldg . . .  Construction Gerstner  A  Statt 4.400  00      2.443  75 


St.  Lawrence  State  Hospital 

Certificates 
Building  Work  Contractor  Contract         issued 

*Power  plant Construction  of  chimney..  Wm.    Summerhasm    h 

Sons $0.778  00 

Addition  85  00 


$0,863  00 
Deduct  160  00 


$0.703  00  $1.062  50 

Coal  shed Construction Proctor  Mfg.  Co 8.480  00  8.480  00 

Western  House  of  Refuge y  Album 

Certificates 

Building                              Work                               Contractor              Contract  isBued 

Sprague  Cottage. . . .  Changes H.  C.  Belson $460  00  $460  00 

Boyd  Cottage Repairs H.  C.  Belson 470  00  470  00 

Hart  Cottage Repairs H.  C.  Belson 470  00  470  00 

*Boiler  house Construction  of  addition. .  H.  C.  Belson 1 ,000  00 

*Boiler  house Two  new  boilers Wm.   F.   Devendorf  ft 

Co 11,950  00  179  25 

^Boiler  house Connection  for  2  boilers. .  M.  J.  Hawkins 11 .947  00 


Soldiers^  and  Sailors'  Home,  Bath 

Certificates 
Building  Work  Contractor  Contract  issued 

•Steam  plant Heating Murtagh  ft  Reddington.  $10,500  00    $7,896  50 


School  for  the  Blind,  BaJtama 

Certificates 
Building  Work  Contractor  Contract  issued 

School Additional    toilets,     etc., 

construction John  Lennon  Son  Co.. .     $1,535  00        $006  00 

School Additional     toilets,     etc., 

plumbing Vols  Secord  Co..  Inc. . .  924  50  924  50 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Stale  Reformatory  for  Women,  Bedford 

Certificates 
Building  Work  Contractor  Contract         iseued 

^Laundry Elquipment American  Laundry  Ma- 
chinery Co $7,642  00 

Addition  350  00 


Rewiring  buildings. .  Electric. 


$7,992  00    $4.2£0  00 
T.    Frederick   Jackson. 

Ine 4,065  00 

Addition  50  00 


$4,115  00   4.115  00 


Stale  Training  School  for  Girls,  Hudson 

Certificate 
Building  Work  ContraotcMr  Contract         iMued 

ContagiouB  hospital.  Heating J.  J.  Horan  ft  Co $4,912  00 

Addition  950  00 


$5,862  00 
Deduct      1,051  00 


Heating. 


$4,811  00    $4,811  00 
Underfeed  Stoker  Co. .       2,749  00 
Deduct  50  00 


$2,699  00      2.699  00 
Stokers  for  boilers. .  Heating Underfeed  Stoker  Co. . .       2.300  00      2.800  00 


Letchworth  Village,  Thiells 


Work 


Contractor 


Building 

'Cottages  £.  F.  O 

and  H Construction Kelly  ft  Kelly,  inc $112,500  00 

Addition       8,920  86 


Certificates 
Contract  issued 


$121,420  86  $57,687  80 
•Cottages  E.  F.  Q 

and  H Plumbing  and  drainage. . .  R.  T.  Ford  Co 17,366  00 

Addition  160  00 


$17,526  00 
Deduct  107  44 


$17,418  56 
Adams,  Brits  ft  Co...  25,841  00 


•Cottages  E.  F.  G 
and  H Heating 

•Cottages  E,  F.  G 
and  H Electric W.  H.  Straut  Co 

•Cottages  E.  F,  G 
and  H Electric Mack  ft  Mack. . 

•Cottages  E,  F,  Q 
and  H  and  store- 
house  Expert  services Werner  Nygren Percentage 

6  per  cent 


340  00 
3.825  00 


3.730  00      1.423  75 
2.498  00 


700  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Annual  Rbpo&t  of  the 


BuUding  Work 

^Laundry Coxwtniction. . . , 


Contractor  Contract 

Harriman        Industrial 

Corp $22,315  00 

AdditlOB  702  00 


Certificates 
uBued 


$23.C17  00 
Deduct  122  50 


^Laundry Heating. . 


$22,884  50 

J.  J.  HoranftCo 4.482  00 

Addition  122  00 


♦Laundry. 


$4,604  00     $1,445  21 
Plumbing  and  drainage.. .  Peter  Keeler  Bldg.  Co.       2,415  00 

Addition  107  50 


$2,522  50 
98  69 


Laundry Hardware Sargent  A  Company . . . 

^Laundry Equipment Troy  lAundry  MachittF- 

ery  Co 3,278  00 

^Laundry Conduit  and  firing W.  H.  Straut  Co 45  00 

Addition  30  00 


Atteadaota'  home.. .  Conatruction. 


$75  00 

H.  H.  Vought  ft  Co. . .     35.619  00 

Additum  525  00 


$36,144  00 
Deduct  662  50 


$35,481  50 
Attendants'  home.. .  Plumbing  and  drainage. . .  John  J.  Kenney  Co. . . .       5.500  00 

Attendants'  home. . .  Heating J.J.  Horan  ft  Co 6, 134  00 

Addition  277  99 


Attendants'  home. . .  Hardware . 


Service  building. . . .  Construction. 


$782  03 
. .  H.  H.  Vought  ft  Co. .     36,973  00 

Deduct  232  55 


$7,473  00 
Deduct  63  53 


Service  building. . . .  Heating 


87.409  47 

J.  J.  Horan  ft  Co 7.482  00 

Addition  69  24 


Service  building ....  Electric , 


Service  building , 


Hardware Sargent  ft  Company 


*  An  asterisk  indicates  that  the  contract  waa  in  force  July  1,  1918. 


98  69 
471  75 


5.905  80 
868  90 


$6,411  99      2»416  99 

Sargent  ft  Co 768  54 

Addition  13  49 


782  03 


$36,740  45       5.000  00 

♦Service  building. . .  Plumbing,  drainage,  etc. .  John  J.  Kenney  Co 7,433  00 

Addition  40  00 


$7,551  24       2.506  49 

W.  H.  Straut  Co 517  00 

Addition  105  UO 


$C22  00  418  00 

309  30  300  30 


Defabtmsnt  of  Abchitbcture  59 


Certificates 
Building  Work  Contractor  Contract         iasued 

*8torehoiise,  bakery, 

ete Construction George  T.  Kelly $48,888  00 

Dsdust  1  20      • 


$48,886  80  $24,070  30 
^Storehouse,  bakery, 

ete Plumbing  and  drainage. . .  John  J.  Kenney  Co. . . .  4,014  00      2,592  50 

^Storehouse,  bakery, 

etc Electric Mack  &  Mack 1 ,865  00 

Alterationa  to  dam, 

ooosiroction Construction Jacob  W.  Holler 4.645  00      4,645  00 

^Sewer  systeaa Sanitary  work Charles  Dykias,  Jr 5,700  00 

Addition  406  50 


$6,106  50   1,770  23 

Two  bridges Construction Erie  R.  R.  Co 11 ,000  00     11 ,000  00 

^Underground    eon- 

nections eanitary R.  T.  Ford  Co 8,745  00      7,082  45 

^Expert  services Werner  Nygren percentage 

6  per  cent        4,650  87 

*BqMrt  services Nygren,      Tenney      A 

Ohmes Percentage 

6  per  cent  347  62 

^Attendants'  home. .  Beits Irving  Hill 63  30 

^Assembly  faaU,  etc..  Construction Peter  Keeler  Bldg.  Co. .  346,222  00 

Deduct  562  10 


$345,659  90  35.024  25 

^Assembly  hall,  etc,.  Electric G.  E.  Engineering  Co.. .  6.888  00 

*A9aembly  hall,  etc..  Plumbing  and  drainage. . .   Wells,   Newton   Co.   of 

New  York 37,952  00 

♦Female  group Heating John  C.  Williams.  Inc. .  52,674  00 

♦Aaeembly  hall,  etc. .  Heating John  C.  Williams.  Inc . .  76, 767  00 

♦Attendants'     home 

and  service  bldg .  .  Heating Miller  &  Brady,  Inc. . . .  8,668  00 

♦Female  group Electric    service    connec- 
tions    Mack  ft  Mack 8,467  lO 

♦Bridge Peter  Keeler  Bldg.  Co. .  13,797  00          680  00 

♦Attendants'     home 

servioe  bldg. .  Construction Peter  Keeler  Bldg.  Co. .  81 ,822  00 

Addition  11  00 


$81,833  00 
Deduct  45  00 


$81,788  00 
♦Attendants'     home 

and  servioe  bklg. .  Electric W.  H.  Straut  Co 2,400  00 

♦Attendants'     home 

and  service  bldg . .  Plumbing  aad  draiaing . . .  Wells  db  Newton  Co. ...     11 ,  700  00 
Laundry  bnikling. . .  Composite  metal  lath ... .  Composite  Metal  Lath 

Co 2,337  50      2,337  50 

♦Refrigerating  plant.  Equipment The    Carbondale    Ma- 
chine Co 27.000  00 

♦Services Consulting  engineer Werner  Nygren 7.500  00 


♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Eastern  New  York  Reformatory 


Buildinc  Work  Contractor  Contract 

^Hospital Steel  and  iron  itain Montour  Steel  Co SO.Ml  00 

Deduct  48  00 


•9.413  00 


State  Custodial  Asylum,  Newark 


Building  Work  Contractor  Contract 

Boiler  houae Construction E.  J.  Forbes  A  Son $34,204  00 

Addition  330  25 


$34,624  25 
Deduet  41  60 


Boiler  house  add. . . .  Heating. 


$34,583  65    $5.804  84 
W.  B.  Armstrong  Co. . .     26.945  00 
Addition  272  75 


$27,217  75 
Deduct  0  60 


$27,208  15     10.934  20 

Power-house Engine  dynamo T.    Frederick   Jackson, 

Inc 3,44100      2.634  15 

*BoiIer^house New  boilers W.  B.  Armstrong  Co . . .  14.378  00     11 ,560  00 

Boiler-house Repairs  to  old  boilers Wm.  F.  Devendorf  Co. .  5,508  00      5.59S  00 

*Boiler-house Heating  stokers  and  piinng  Wm.  F.  Devendorf  Co. .  13,808  00 

Addition  126  00 


$14,024  00 
Deduct  40  00 


$13,984  00     10.654  75 

92-inmate  cottage. . .  Heating R.  T.  Ford  Co 6.637  00 

Deduct  84  00 


$6,553  00       1.301  80 
Water      purification 

plant filter Norwood     Engineering 

Co 12.980  00 

Deduct  127  50 


$12,852  50 
Addition  30  00 


Water  tower Sanitary. 


$12,882  50    12.882  50 
Pittsburgh    DesMoineB 

SteelCo 7.083  00 

Addition  175  00 


$7,258  00      2,478  45 
*H08piUl building. .  Construction O.  E.  Schuman 4 .500  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Woman's  Relief  Corps  Home,  Oxford 

Certifieatei 
Building  Work  Contractor  Contraet         ittued 

*Sews2e disp.  plant.  Caoiitrttction Nash  A  Griffin $4,505  00 

AddiUon  277  00 


Water  supply Construction . 


$4,842  00        $579  70 
Suburban    EngLneering 

Co 3,396  00 

Deduct  10  00 


$3,386  00      1,983  60 


Rome  Custodial  Asylum,  Rome 

Certificates 
Building  Work  Contractor  Contract         issued 

Dormitory  bldg. . . .  Construction George  Baker  Long $88,500  00 

Addition     14.166  32 


$102,656  32 
Deduct      1.377  44 


$201,278  88  $24,345  50 

Dormitory  bldg Plumbing  and  drainage.. .   R.  T.  Ford  Co 9,973  00 

Addition  937  51 


Dormitory  bldg Heating. 


$110,910  51   1,970  29 

R.  T.  PordCo 18.767  00 

Addition  942  00 


^Dormitory  bldg. 
Dormitory  bldg . . 


$19,709  00 

Electric Langdon      ft     Hughes 

Electric  Co..  Inc 3.663  00 

Hardware Wardwell  Hardware  Co.       1.790  00 

Addition  23  00 


3.635  50 


Dormitory  bldg. 


Water     for    construction 

work Rome       City 

Works 


Water 


$1.813  00      1,813  00 


152  44  152  44 


Craig  Colony  for  Epileptics,  Sonyea 

Certificates 
BnUding  Work  Contractor  Contract  issued 

Dormitories  2  and  3  Construction Curran  ft  Swartout $52,500  00 

Addition  761  20 


$51,738  80  $37,696  15 

Dormitories  2  and  3  Plumbing  and  drainage. . .  R.  T.  Ford  Co 8, 739  00 

Addition  207  00 


$8,946  00 
Deduct  38  40 


$8,907  60      8.907  60 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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AinniAL  Repobt  of  ths 


BuUding                              Work 
Dormitories  2  and  3  Heating 


Certificate! 
Contractor  Contract         issued 

R.  T.  Ford  Co $7,261  00 

Deduct  4  00 


$7,257  00    $7,257  00 

Dormitories  2  and  3  Electric Alfred  J.  Beuerlein. 2.475  00 

Deduct  12  00 


Cold    storage   plant 

alterations,  etc —  Construction. 


$2,463  00      2.463  00 


Leo  J.  Held 10.889  00 

Addition  474  77 


$11,363  77 
Deduct  22  00 


$11,341  77      5.846  97 

Cold  storaae  plant. .  Plumbing  and  drainage.. .  R.  T.  Ford  Co 2.027  00      1,206  75 

*Cold  storage  plant.  Refrigeration  equipment..  Karl  Vesterdahl  Co. . . .  13.510  00    11.096  75 

Cold  storage  plant. .  Electric Alfred  J.  Beuerlein 1,048  00      1 .048  00 

Cold  storage  plant. .  Refrigeration  equipment..  Karl  Vesterdahl  Co 1.85000      1.85000 

*Water  supply  add>* 

tion,  etc Construction Clarence  A.  Foote 20,683  00 

Addition  1.868  00 


*Water  suiH>ly  addi- 
tion, etc Heating C.  A.  Foote 

Water  supply  addi- 
tion, etc Electric Alfred  J.  Beuerlein 

Dormitories  2  and  3  Hardware Buffalo  Wholesale  Hard- 
ware Co 430  00 

Addition  7  50 


$22,551  00     16.557  5S 
1.962  00       1.228  25 
178  00  178  00 


$437  50 


437  50 


Syracuse  Institution,  Syracuse 

Certifiratea 
Building  Work  Contractor  Contract  issued 

*Boy8'  building ....   Reconstruction  of  heating 

syutem R.  Gildea $4,000  00 


Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw 

Certificstet 
Building  Work  Contractor  Contract         issued 

^Hospital Plumbing  and  drainage. . .  Joseph  F.  Egan $2. 799  00 

Addition  245  17 


Hosintal Hot  water  boiler. 

^Completing  hosp. . .   Constructioa. . . . 


$8,044  17 

Ethelbert  Benson 124  00        $1?4  00 

Wm.  H.  Egan 41,923  00 

Deduct  794  45 


$41,128  55 
Addition  400  00 


$41,528  55    30.367  95 


*  An  asterii*k  indicates  that  the  contract  was  in  force  July  1,  1918. 
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BoUdixig  Work  Contractor  Contract     Certificates 

^Completins  hoq>.. .  Plumbing  and  drainage. . .  Joeeph  F.  Egan $5.4A5  00 

Addition  405  17 


•Completing  hoep. . .  Heatiag. ConkJing,     Kerber     A 

Hanlon 4,625  00 


$5,870  17     •2,227  18 

4,625  00 
Addition  146  45 


$4,771  45       3,626  95 

^Completing  heap.. .  Electric W.  H.  Straat  Co 794  00  195  50 

*CooipiatiB8  bosp.. .  Hardware Lockwood  Co 909  00 

Addition  8  85 


9917  85 

Laundry  building. . .  Conatniction N.  B.  Valkenburgh ....       3 ,  387  00 

Addition  40  41 


$3,927  41       3.927  41 
Laundry  building. . .  Equq;>ment Troy      Laundry      Ma- 
chinery Co 3, 756  00 

Brick  laundry Plumbing  and  drainage. . .  Christopher  Nally 697  00  697  00 


Clinton  Prison 

Certificates 
Building  Work  Comtiaoior  Contract 

Tuberculoeis  hosp.. .  PlumbiiV nd  drainage. . .  The  G.  8.  Blodgett  Co.     $7,298  00 

Deduct  240  00 


$7,059  00  $7,058  00 

n'ubwiraloeis  hoap..  Heating Nash  ft  Mead 8.565  00 

Dedtwt  600  00 


S7.965  00 

Tttbereolosis  hosp.. .  Hardware Lockwood  Co 1 ,709  00 

Addition  45  00 


$1,754  00   1.754  00 


Wingdale  Prison 

Certificates 
Building                             Work                               Contractor  Contract  iasued 
*Xew  farm  and  in- 
dustrial prison. . .  Constnictk>n  and  grading.  Fallkill  Const.  Co..  Inc.  $40,000  00  $17,153  00 
*New  farm  and  in- 
dustrial prisan. . .  Heating EdwacdJoyCo 165.000  00 

*New  farm  and  in- 
dustrial prison Sanitary John  J.  Kenney  Co 111 . 500  00 

Addition  100  00 


$111.600  00     11,492  00 
*New  farm  and  in- 
dustrial prison. . .  Sewage  disposal N.  Y.  Sewage  Disposal 

Co 37,659  00 

Addition      1,316  00 


$38,975  00 
Deduct  79  43 


$38,805  57  24,137  68 


*  An  asterisk  indicates  that  Urn  oootrciet  was  in  fbree  July  1,  1018. 
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Contractor 


Building                             Work 
*New  farm  and  in- 
dustrial prison . . .  Electric Wheeler-Green  Electric 

Co S23.774  00 

*New  farm  and  in- 
dustrial prison Construction Feeney  A  8h«ehan  Bide* 

Co 706.000  00 


Certificate 
Contract  issued 


Building 
Armory 


Armories 
Rochester  Armory 

Certificates 
Work  Contracted'  Contract  issued 

Service  lines Rochester    Railway    A 

Light  Co $270  00 

Deduct  27  SQ 


$241  £0         $241  50 

•Armory Construction R.  T.  Ford  Co 86,330  00 

Addition  245  86 


$86,575  86 
Deduct  800  00 


Armory. 


$85,775  86     49.944  2S 

Plumbing  and  drainage. . .  F.  S.  Conkling 6.925  00 

Addition  285  00 


♦Armory , 


$7,210  00  4.8C8  75 

Heating Wm.   F.   Devendorf  ft 

Co 4.993  00  3.495  2(^ 

♦Armory Electric Wheeler-Green  Electric 

Co 2.387  00  1,46370 

Armory Hardware Lockwood  Co 779  00  779  00 


Yonkera  Armory 


Work 


Contractor 


Building 

Armory Construction Kelly  Construction  Co .  $74 ,  707  00 

Addition      5.166  37 


Certifieates 
Contract  isaued 


$79,873  37 
Deduct      5.157  00 


Armory . 


$74,716  37  $15,170  IP 

Plumbing  and  drainage. . .  P.  F.  Kenny  Co 5,800  00 

Addition  597  45 


$6,397  45 
Deduct  30  02 


•Armory Heating . 


$6,367  43      3,955  W 

A.  B.  BarrftCo 5.100  00 

Addition  10  00 


$5,110  00 
Deduct  17  00 


$5,093  00      1,47ST5 


•  An  asterisk  indicates  that  the  contract  vas  in  force  July  1,  1918. 
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Bidkiiiig                            Work 
Electric 


Certificstei 
CoDtracUn*  Contract  issued 


.Armory. 


Hardware. 


Armory iDSorance 


— -— —•  "  — *— — — 

Addition 

137  00 

Deduct 

12,617  00 
70  60 

Lockwood  Co 

S2.546  40 

560  00 

10  93 

$1,692  15 

Addition 

J.  L.  Nolan  Agency 

$570  93 
17  02 

570  93 
17  02 

Albany  Armory 

Certificates 
Building  Work  Contractor  Contract  issued 

Armory Grading,  drainage,  etc.. . .  George  Holler $5,450  00 

Addition       1,305  00 


$6,755  00  $1,886  87 


Normal  Schools 
Buffalo  Normal  School 

Certificates 
Btiilding                              Work  Contractor  Contract  issued 

«Fater Sanitary Roberts  Filter  Mfg.  Co.    $1,172  00 


New  PaUz  Nannal  School 

Certificates 
Building  Work  Contractor  Contract  issued 

^School Electric Jandous  Electric  Equip- 

mentCo $4.590  00 

^School Construction Feeney  ft  Sheehan  Bldg. 

Co 89.991  00 

Deduct  106  00 


^School. 
•School. 


$89,885  00  $8,058  00 

Sanitary John  J.  Kenney  Co 7.650  00 

Heating H.    C.    Petersen    Co., 

Inc 17,560  00 


Potsdam  Normal  School 

Certificates 
Building  Work  Contractor  Contract  issued 

♦New  building Construction Bradley  ft  Weed,  Inc .  .  $237,400  00 

Addition  571  25 


$237,971  25 
Deduct     16,887  00 


$221,084  25$138.461  58 


•An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Certificatei 


Building                               Work 
*New  building Bxtension 


Contractor  Contract 

Bradley  &  Weed.  Inc..     86.900  00 


Addition 


246  42 


$87,236  42  $55,891  13 

*Newbuilding Heatang R.  Gildea 30.000  00 

Addition      1.700  00 


$81.700  00     13,60  80 

*New  building Electric JandotiB  Electric  Equip- 
ment Co 6.775  00 

Addition  185  00 


$6.960  00      3,060  00 

*New  building Plumbing  and  drainage. . .  John  J.  Kenney  Co 13.442  00 

Addition      5.627  00 


$19,069  00    10,194  92 

*New  building HeaUng R.  Gildea 5.50000    22.04000 

*New  building Electric Jandous  Electric  Equip- 
ment Co..  Inc 1.650  00 

*New  building Hardware Lockwood  Co 1.531  00 


CaUaraugua  Reservation  Normal  School 

Certificates 
Building  Work  Contractor  Contract  ianied 

*New  building Construction Kennedy      ft     ScuUen 

ConstructxmCo..Inc.    $2.700  00    $1,075  25 


Educational 
Schoharie  School  of  Agriculture,  CobleskiU 


Building  Wotk 

Dairy     and     horse 
barn Conatructioo. . . , 


Contractor 


Contract 


Edgar  Jokaaton ^3,490  00 

Addition  315  17 


$13,805  17 
Deduct  151  75 


Dairy     and      horse 
bam Hardware . 


Lockwood  Co. 


•13,653  42    $2,4«  0 

97  00 

Addition  6  10 


$103  10  103  10 

Dairy     and     faone 

bam Plumbing  and  drainage. . .  Conkling.     Kerber     dc 

Hanlon 1,695  00 

Addition  180  00 


Dairy     and     hocse 
ban Eiactric Finch  A  Hahn. 


$1,875  00  289  75 

574  00  574  00 


*  An  asterisk  indicates  that  the  contract 


in  font  Juir  U  1918. 
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Buijdinc                            Work 
*Duiy  building ....  Constmctkni 


Certificates 
Contractor  Contract  iaeaed 

BameftCarddl 25,342  00 

Addition       1.040  48 


$26,382  48 
Deduct  350  00 


Duiy  building Heating 

*Dairy  building. . . .  Plumbing  and 


$26,032  48  $20,519  18 

. .  R.  T.  Ford  Co 1,881  27      1,881  27 

e.. .  R.  T.  Fofd  Co 3,472  00 

Addition  40  00 


$3,512  00 
Deduct  80  00 


*Dairy  buildiag Electric . . 

Dairy  building Hardware. 


Finch  AHahn. 
Lockwood  Co . 


Addition 


$3,432  00 

1,845  00 

313  00 

17  92 


2.799  20 
454  75 


$330  92        $330  92 


Morrisville 

Certificates 
Building  Work  Contractor  Contract  issued 

Usboratory Construction Wm.  L.  Field $51,800  00 

Addition  685  00 


$52.485  00    $3.196  00 

'Laboratory Heating H.  J.  Brandelee  ft  Co. .       8,676  95 

'Laboratory £lectrio J.  &  M.  Electric  Co. . . .       2,335  00 

'Laboratory Plnmhing  and  draining . . .  Murtagh    ft    Redding 

ton 6,400  00 


Cornell  University 


Building 
Greenhouses. . 


Work                              Contractor  Contract 

. . .  Elsotrio DaviB-Brown     Electric 

Co.,  Inc $98  50 

Addition  to  forestry 

building Construction Edward  Sprigg 1 ,  297  52 

Deduct  16  90 


Certifieatfls 

issued 

$98  50 


$1,280  62       1.280  62 
Alterations  and  ad- 
ditions   to    stock 

judging  pavilion. .  Construction W.  D.  McElwee 3,098  00      2,814  10 

Drill  hall Heating John  W.  Danforth  Co. .     21,927  00 

Addition  241  00 


$22,168  00 
Deduct  150  79 


$22,017  21   7.237  66 


*  An  asteriak  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Building  Work 

Drill  hall Construction. . . . 


Certificatei 


Contractor  Contract 

Eastern  Concrete  Sted 

Co $199,750  00 

Addition      7,051  38 


$206,801  38 
Deduct       1,566  72 


DriUhall. 


$205,234  66  $41,239  55 

Plumbing  and  drainage. . .  R.  T.  Ford  Co 12,537  00 

AddiUon  264  00 


$12,801  00 
Deduct  18  80 


Drill  hall Electric I.  Fajans. 


$12,782  20      3.666  80 

9.698  00 

Deduct  16  00 


$9,682  00      2,367  75 


Palm  and  decorative 
plant  house Construction. 


Lord  A  Burnham  Co. . .       2.640  00 
Addition  98  81 


$2,738  81 
Deduct  11  21 


Palm  and  decorative 

plant  house Heating  and  plumbing Lord  A  Burnham  Co. . . 

Addition 


$2,727  60      1.698  68 

848  00 
175  00 


$1,023  00 
Deduct  43  32 


$979  68 
Underground      con- 

duito Heating John  W.  Danforth  Co. .  24.000  00 

^Plant  bldgs Architect's  services Green  ft  Wicks 7.600  00 

Cattle  barn Construction Kenney  ft  Scullen  Con- 
struction Co 7.498  80 

Addition  21  00 


979  6S 

6,285  95 
3.000  00 


$7,519  80      7,519  80 

^Cattle  barn Heating Forest   City   Plumbing 

Co 580  00  374  00 

Cattle  barn Plumbing  and  drainage. . .  Forest   City  Plumbing 

Co 2  462  00 

Addition  132  50 


$2,594  50       1.474  75 
^Piggery Construction G.  M.  Van  Alstyne 6,999  00      5.530  95 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1, 1918. 
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State  School  of  Agriculture  and  Domestic  Science,  Delhi 

Certificates 
Building  Work  Contractor  Contract  issued 

Diiry  barn Construction B.  Beck $17,443  00 

Addition  927  50 


$18,370  50 
Deduct  461  80 


$17,908  70  $4,486  98 

Dairy  barn Plumbing  and  drainage. . .  H.  S.  Graham  &  Sons. .  2.885  00       1 .363  50 

Dairy  barn Electric Edward  Joy  Co .  .  » 626  00           626  00 

♦Dairy  barn Construction R.  H.  Hume 490  00 

Dairy  bam Hardware Albany     Hardware     & 

Iron  Co 40  00 

Addition  4  20 


$44  20  44  20 


State  School  of  Agriculture  on  Long  Island,  Farmingdale 

Certificates 
Building  Work  Contractor  Contract  issued 

Hog  houses Construction Smith  A  Bcierling $1 ,475  00        $905  50 

Horse  barn Construction Smith  A  BeieiUng 3,868  00 

Addition  32  69 


$3,900  69 
Deduct  100  00 


Eoiler  plant Insurance I.  Siedemann 

Insurance Kronoff  &  Brunck. .  . . 

Insurance Rose  &  Kicrnan 

•Boiler  plant Boiler   plant    piping    and 

conduit A.  Wintcrnitz $103,000  00 

Addition  206  53 


$3,800  69 

3.800  00 

165  12 

165  12 

65  50 

65  50 

64  18 

64  18 

$103,206  63 
Deduct       1.386  58 


$101,819  95 


Syracuse  College  of  Forestry ^  Syracuse  University 

Certificates 
Work  Contractor  Contract  issued 

•Forestry  bldg Heating WUlard  E.  Lape $14,597  00 

Addition  561  00 


$15,148  00 
Deduct  10  00 


$16,138  00  $2,670  36 

Forestry  bldg Electric Ed.  Joy  Co 5,418  00 

Addition       1,662  86 


$7,080  86  100  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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BnUdinc                             Work 
Heatins  plant Heating 


Oertifieates 

Contractor 

Contract 

issued 

Leaveiy  Heatrng  A 

Ventilating  Co 

. .   $12,968  00 

Addition          275  00 

$13,243  00 
Deduct  34  00 


$13,209  00    $5,725  20 


Onondaga  Indian  Reservation 


Biulding  Work  Contractor  Contract 

Teacher's  cottage. . .  Plumbing Kelsey  Heating  Co..  Inc.        $425  00 

Deduct  9  76 


Teaefaer'a  cottage. . .  Heating. 


$415  25 

Leavery     Heating     & 

Ventilating  Co 

538  00 

Deduct 

5  00 

$234  20 


$533  00 


1M95 


New  York  State  Institute  for  Deaf  MiUes,  Maione 

Certifiestes 
Building  Work  Contractor  Contract  issued 

Kindergarten  bldg. .  Construction B.  Beck $18,994  00 

Addition      1.941  00 


$20,935  00 
Deduct  387  50 


$20,547  50     $0,902  88 
Kindergarten  bldg. .  Plumbing  and  drainage. .  Frank  H.  Monaghan.. .       1,530  00 

Deduct  10  00 


$1.520  00  780  50 

Kindergarten  bklg. .  Heating Frank  H.  Monagfaan. . .       1.583  00 

Addition  124  61 


$1,707  61  409  06 

Kindergarten  bldg. .  Electric E.  Joy  Co 594  00 

Addition  196  00 


$790  00  790  00 

Kindergarten  bldg. .  Hardware Lockwood  Co 344  00 

Addition  26  57 


$370  57  370  57 


Building                            Work 
Shop  buikiing Construction 


St.  Lawrence  University 

Certificattf 
Contractor  Contract  issued 

J.  D.  Flack $2,484  00 

Addition  85  00 


$2,569  00 
Deduct  100  00 


—  building . 


$2,469  00        $298  10 
Heating Barnes  &  Smithers 225  00  225  00 


sterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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CertifieatM 
RiriMing  Work  Contnctor  Contract         iMned 

Shop  buildiiis Changing  switchboard . . .  Qurton  Eleetne  Liglrt  4t 

FtowerCo $154  15 

AddhioB  86  07 


$240  22        $840  22 


Public  Buildings 
State  Capitol  J  Albany  j  N.  Y. 

Certaficatet 

Building                             Work                               Omtractor  Contract         iMOcd 

Cniitol Electric.  Room  309 Alpha    Electric    Covt. 

Co $223  00        $223  00 

Capitol Electric,  Supt.  of  Prisons.  Alpha    Electric    Const. 

Co 1,783  00 

Addition  70  50 


$1,853  50 
Deduct  93  00 


$1,760  50  787  25 

Capital CoBstTuctioo.  Toilet  Rm. 

eOOA John  H.  Harrigan 2.200  00  90S  00 

Capitol Repain,    Attorney    Gen- 
eral's office RusseU  A  Boyd 4,237  00 

Addition  658  06 


$4,895  08       1,744  58 

Capitol Reconstruction  of  former 

court  room  315 Fred  V.  Russell 5.572  00      3,574  50 

Capitol Electric,  room  315 T.  Frederick  Jackson. .       3.489  00 

Addition  312  00 


$3,801  CO       1.229  75 

Capitol Heating,  room  315 M.  J.  Hawkins 397  00          397  00 

K^pitol Converting  room  238  into 

storeroom A.  Gander  ft  Sons 493  00 

Capitol Electric,  rooms  414,  415 

and  416 Edward  Joy  Co 1,746  00 

Addition  142  00 


$1,888  00 

Capitol Partition,  Room  135 Feeney      ft      Sheehan 

Building  Co 182  00           182  00 

Capitol Book  shelving,  rooms  337A 

and  337B Watson  Mfg.  Co 1 .776  00      1 ,776  00 

C&pitol Filing  cases,  room  345. . .  Watson  Mfg.  Co 428  50 

Deduct  6  00 


422  50  422  60 

*Capkio\ Clock  for  reporter's  room .  Western  Union  Tel.  Co.  12  00 

Capitol Eleetric    fixtures,    rooms 

122  to  127  inclusive Alpha     Electric     Con- 
struction Co 545  00  545  00 

Capitol Electric,  room  256 Alpha     Electric     Con- 
struction Co 127  00  127  00 

*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Certific&tai 
Building  Work  Contractor  Contract  tisued 

Capitol Electric,    rooms    310-312 

including  328A   Senate 

Chamber Alpha     Electric     Con- 

BtniGtion  Co 81 .483  00 

Addition  105  50 


81.588  50    81.5SS  50 

Capitol Storm  windows,  room  409.  Bame  &  Cardell 326  00  326  00 

Capitol Removing  cases,  room  308 

and  309 Bame  A  Cardell 

Capitol Plate  glass  for  Governor's 

desk Wm.  Dey  Ermand  Co , 

Capitol Plate  glass  for  top  of  desk 

in  Governor's  oflSce. . . .  Wm.  Dey  Ermand  Co.. 

Addition 


Capitol 18    eondulets,    etc.,    Sec- 
retary of  State Finch  ft  Hahn 

Capitol 4  rugs,  Executive  Chamber  Thomas  O.  Jones. . . , 

Capitol 1  chime  clock.  Executive 

Chamber John  Fuhrman 

Capitol Lamps  and  shades.  Exec- 
utive Chamber Morton  Havens.  Jr.  Inc. 

Capitol Floor     lamp.     Executive 

Chamber Havens    Electric    Co., 

Inc 15  00  15  00 

Ca^it >1 Heating,      Attorney-Gan- 

eral's  o'Hce M.  J.  Hawkins 

Deduct 


379  91 

379  91 

47  50 

47  50 

40  00 

I              7  50 

847  50 

47  50 

55  00 

55  00 

224  00 

224  00 

34  00 

3t  00 

242  50 

242  50 

997  00    • 
3  02 

8993  98 
256  50 

993  93 
256  50 

Capitol Desk,  chairs,  etc..  Exec- 
utive Chamber Helmes  Bros 

Capitol Andirons,  etc..  Senate  Fi- 
nance Committee  room.  Edwin    A.    Jackson    ft 

Bro 93  60  93  60 

Capitol Construction  and  altera- 
tion, rooms  311-314. . .  Peter  Keeler  Bldg.  Co. .       5,987  00 

AddiUon  196  00 


86.183  00 
Deduct       1.088  94 


Capitol Construction  and   altera- 
tion, room  132 Peter  Keeler  Bldg.  Co 

Addition 


85.094  06      5.094  06 


1.786  00 
I            51  00 

81,837  00 
47  50 

130  03 
100  00 

1,837  00 
47  50 

IX  OO 

100  oo 

Capitol 1  No.  101  radiant  fire Munidpal  Gas  Co. . 

Capitol 2  directory  boards.  Indus- 
trial Commission Geo.  Spalt  ft  Son.  Inc.. 

Oapitol Double  flat  desk Stetaon-Fiak,  Inc 

Capitol Andirons,  etc.,  legislative 

library VanHeosen CharlesCo.  225  00  225  00 

Capitol New  floors  in  rooms  211, 

213  and  214.  Attorney- 
General James  H.  White  ft  Son.  970  00  97D  OD 

*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Certificates 
Building  Wotk  Contractor  Contract         iseued 

Capitol Rego  Wilton  carpet,  room 

310 Wm.  M.  Whitney  ft  Co.        $305  00        S305  09 

Capitol Carpet,  rooma  414,  415, 

416 Wm.  M.  Whitney  ft  Co.  924  95  924  95 

K^apitol Heating,  4th  floor.  Senate 

corridor W.  B.  Armstrong  Co...       1,880  00      1,58100 

Capitol Conatniotion,  alterations, 

room  414A Bame  ft  Cardell 268  00 

♦Capitol Construction,  new  metal 

partitions,   rooms   430, 

431 BameftCaidell 1,545  00 

Deduct  15  00 


$1,530  00 
Capitol Construction,       enclosing 

partitions.  Senate  pos^ 

office Bame  ft  Cardell 262  00  262  00 

♦Capitol Construction,        storm 

windows  and  vestibules.  Bame  ft  CardeU 1 ,  165  00 

♦Capitol Construction,      partition, 

minority  leader's  room. .  Bame  ft  Cardell 148  00 

♦Capitol Construction,      partition, 

minority  leader's  room. .  Bame  ft  Cardell 148  00 

♦Capitol Bookcase  in  private  office. 

Department    of    Archi- 
tecture   Bame  ft  CardeU 295  00 

♦Capitol Repairs  to  corridors Feeney  ft  Sheehan  Bldg. 

Co 4,150  00 

Addition  187  20 


$4,337  20   3.576  12 

♦Capitol Waterproofing  and  tiling 

roofs James  J.  Gorman 4,200  00 

Deduct  200  00 


$4,000  00   2,103  75 

♦Capitol 1  No.  112  grade  B  desk. 

Governor's  office Helmes  Bros 115  00 

Capitol 1  carpet  for  room  346 John  O.  Myers  Co 249  50          249  50 

Capitol Overtime  night  work, 

rooms  133  and  134 Peter  Keeler  Bldg.  Co. .  43  10            43  10 

♦Capitol Electric  work,  electric  wir- 
ing, east  wing Finch  ft  Hahn 5,874  00 

Addition  133  00 


$6,007  00      6.867  85 

♦Capitol Electric,    corridors,    east 

wing Finch  ft  Hahn 999  50  680  00 

Capitol Service   on   night    watch 

and  fire  alarm  system. .  National  Dist.  Tel.  Co.  582  00  582  00 

^Capitol Rearrangement  of  existing 

partitions  in  room  435, 

Tax  Department James  H.  White  ft  Son.      3,000  00 

Deduct  95  00 


$2,905  00      2.190  45 

♦Capitol Electric,    elevators,    east 

end Otis  Elevator  Co 62,430  00 

♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Certaficatn 


Contracts 


Contract 


Building  Work 

*Cspito1 Changing  4th  floor.  Senate 

corridor,  into  rooms James  H.  Wlrite  &  Son.  $12,785  00 

Oapitoi Painting Wm.  H.  Stone 1S9  64 


00 
159  54 


Building 


Assembly  Chamber 

Work  Contractor 


^Capitol New    partition    back    of 

Speaker's  lobby Feenoy  A  Skeehan  BMg. 

Co 

Capitol 2   steel   desks.    Clerk   of 

Assembly The  General  fireproof 

Co 

Capitol 14    gooseneck    xKnrtables. 

Assembly  chamber HaTeas    Electrie    Co., 

Ino 

K?apitol Alterations,   converting 

room  238 A.  Gander  A  Sons 

Capitol 2   mahogany   chairs,   A»- 

sembly  chamber Hdhnes  Bros 

Capitol 4  cast  iron  wheels.  Assem- 
bly doeitment  room. . . .  Jas.  MoKinney  ft  Son. . 

Capitol Screen Bame  A  CbrdeD 


Contract     Certifkmteft 


49  00 

493  00 

94  00 

8  00 
428  00 


$193  00 


387  00        $387  00 


49  00 


94  00 

8  00 
OO 


EducaJtUm  Building 


Building                             Work                              Contractor  Contract 

Education  building..  Pipe  fittings Hoy  ft  Co $174  26  $174  2$ 

Education  building..  Repairs  to  sidewalks PatrMc  Mnlderry 110  50  110  50 

♦Education building.  Mural  decoration Will  H.  Low 30,000  00  3.630  15 


State  Hall 


Certificates 


Building                             Work 
SUte  Hall Heating 


Contractor  Contract 

.  J.  R.  Sheehan  Co $13,911  00 

Addition      1,633  31 


$15,444  31 
Deduct  14  00 


•SUte  Hall Electric 


$23,156  02 
Deduct  4  71 


$15,430  31        $200  00 

E.Joy  Co 19.753  00 

Addition      3,403  02 


$23,151  31       3,856  28 

•State  Hall Development  of  grounds. .   M.  L.  Ryder  Bldg.  Co. .       1 ,  086  00 

State  Hall Electric  elevators Wheeler-McDowell  Ele- 

vatorCo 5,900  00  885  00 

•State  Hall Screens Chamberlain         Metal 

Weather  Strips  Co. . .       1.912  65      1,190  00 


•  An  asterisk  indicates  that  the  ooniraet  was  in  force  July  1,  1918. 
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CertificatM 
Buildinc  Work  Contraotor  Contract         iMued 

«State  HaU Materials  for  Jud«e  Hia- 

ooek'ftrooitt Art  Metal  Cooatniotkm 

Co U  80 

AddiUoD  1  00 


$5  80 

•State  HaU 4  steel  casM F.  D.  Sargent 206  00 

Bute  Hall Additional    metal    equip- 
ment  Art  Melal  Construction 

Co 3.060  00    S3. 060  00 

State  Hall FUinc  cabinM  for  Judge  Art  M<lal  Cbnstnietioa 

McLaughlin Co 00  25  90  25 

Sute  Hall Filing    case    for     Judge 

Andrews Art  Metal  Construction 

Co 00  25  09  25 

State  Hall Alterations  to  lockers Art  Metal  Construction 

Co 

sute  HaH Chair  and  Uble Helmee  Bros 

State  Hall 5  mahogany  chairs Helmes  Bros 

State  Hall Rental  of  furniture Helmes  Bros. . . .' 

Addition 


Sute  Hall Chair Helmes  Bros 

•SuteHall Storm  sash,  room  306 Walliaa  H.  Marsh. . 

Sute  Hall 12  brass  poles John  O.  Myers  Co. . 

Addition 


143  73 

143  73 

45  75 

45  75 

137  50 

137  50 

60  00 

I     15  00 

$75  00 

76  00 

38  00 

38  00 

44  00 

307  00 

i            40  00 

$347  00  347  00 


Sute  Hall Typewriter  Uble Underwood  Typewriter 

Co 40  00 

Deduct  4  00 


$36  00  36  00 

sute  Han Furniture John  Wanamaker 6.507  SO 

Addition  125  00 


$6,632  50  6.632  60 

Sute  HaU Stenographer's  ehairs W.  M.  Whitney  A  Co. .  25  50  26  60 

sute  HaU 6  brass  signs Annesksy  ft  Co 48  00  48  00 

sute  HaU Telephone  operator's  en- 
closure   Bame  ft  Cardell 337  00  337  00 

State  HaU Removing     paint,      etc., 

Court  of  Appeals Finefa  ft  Hahn 48  45  48  46 

State  HaU Additional electrk:  work. .  Fleming  ft  Shannon. . .  150  00  160  00 

sute  HaU 3  nameplates  for  portraits  Herts  Bros.  Co 16  80  16  80 

SUU  HaU Bronse  plate Herts  Bros.  Co 6  75  6  75 

sute  HaU 9  tray  cabinet Library  Bureau 32  56  32  56 


Capitol  Power  House 

Certificatea 
Building  Work  Contractor  Contract         issued 

Power  house Fencing,  grading  and  sod-  Franken      Ornamental 

ding Ironworks $4,487  00    $3.552  00 

^Power  house Changes  in  construction  of 

gate  posts Franken       Ornamental 

Iron  Works 148  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1018. 


76 


Annuai/  Repoet  of  the 


Building 
^Building 

•Building 

Building 


Agricultural  Hall 

Certificates 
Work                              Contractor  Contract          ianied 
Electric iOrtland  Electric  Con- 
struction Co $44«  00 

Construction A.  Gander  ft  Sons 1 ,943  60 

Fire  Escapea E.  H.  Titchener  ft  Co. .  1 .463  00    >1.463  00 


Regulative 
Stale  Institution  for  the  Study  of  MaUgnant  Diseasej  Buffalo 

Certificates 
Building  Work  Contraetor  Contract  issued 

Qratwick  building. .  Heating  and  ventilating. .  Republic  Engineering  ft 

Construction  Co $8,567  00 

Addition  180  09 


$8,747  99 
Deduct  19  00 


$8,728  99    $2,382  25 


Building 


General 
Letchworth  Park 

Work  Contractor  Contract 

Electric  plant Salisbury  Wheel  ft  Mfg. 

Co $415  00 


Certificates 


Schuyler  Mansion 


Certificate 
Contract  issued 


$226  20 
26  25 

179  00 

14  00 

6  00 


$226  20 


Building  Work  Contractor 

Mansion Erection  of  50  ft.  flag  pole.  M.  Q.  Stonem&n  ft  Son. 

•Mansion Latches  and  handles D^liiam  F.  Winter 

^Mansion Iron  railing,  etc N.    C.    CUusen   Arch. 

Iron  Co 

Mansion Bronse  tablet Bame  ft  Cardell 

Addition 


Mansion Driveway,  catch  basin,  etc.  George  Holler 

Mansion Iron  on  conductor  heads.  James  J.  Gorman. . . 

Mansion Construction,  grounds  and 

approaches M.    Kantrowiti .... 

Addition 


$8,626  00    $8.636  00 

Mansion Test  holes R.  P.  Sewell  ft  Sons.  .  .  28  85  28  85 

Mansion Electric Morton  Havens,  Jr.  Inc.  28  67  28  67 

Mansion Bronse  tablet Gorham  Mfg.  Co 140  00 

Addition  85  00 


$20  00 

$20  00 

485  00 

485  00 

65  00 

65  00 

4,532  00 

4.004  00 

$225  00 


225  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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Building 
Maoaon Sodding. 


Work 


Contractor 
George  Holler... . 


Certificates 
Contract  issued 

$425  00 

Addition  320  00 


Clinton  House 


Building                               Work 
House Ceiling 


Contract 
Adam  Reid .... 


$745  00        $745  00 


Certificates 
Contract  issued 

$30  00  $30  00 


Sir  WiUiam  Johnson  Mansion 

Certificates 
Building  Work  Contractor  Contract  issued 

^Caretaker's  cottage  Construction Eli  J.  Miller $3,000  47 

Deduct  141  00 


$2,949  47 

Caretaker's  cottage.  Plumbing  and  drainage. . .  W.  Lynes  &  Son 1,160  00 

Deduct  30  85 


Caretaker's  cottage.  Heating. 


$1,120  15        $495  90 

W.  Lynes  A  Son 325  00 

Deduct  15  00 


Caretaker's  cottage.  Electric Herman  W.  Jansen. . . . 

Caretaker's  cottage.  Hardware The  Lockwood  Co 

Addition 


$310  00 

310  00 

172  63 

172  53 

07  00 

2  50 

$99  50 


99  50 


Building 
♦Drink  HaU.. 


Saratoga  Reservation 

Certificates 
Work  Contractor  Contract  issued 

Construction Jas.  P.  Fitsgerald $7,259  00 

Addition      3.274  80 


Lincoln  bath  bouse. .  Dressing  rooms. 


$10,533  80 
Wm.  J.  Case  A  Son 698  00        $698  00 


State  Fair  Grounds,  Syra>cuse 

Work  Contractor 


Building 
Borie         exhibition 

building Structural  steel Syracuse      Engineering 

Co $25.46000 

AddiUon      3.939  00 


Certificates 
Contract  issued 


$29.399  00    $29,399  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1018. 
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Ais^KUAi.  Repoet  ov  the 


Building  Work 

Horse        exMbition 
buildiog Coastraetioii. . . , 


CoQtractor 


Certifieatofl 
Contract         iaraad 


Feeney  ft  Sheehan  Bldg. 

Co $74.800  00 

Addition      3.721  41 


$7S.521  41 
Deduct      3.221  00 


$75.300  41    $ft5.0I8Sl 
Horse         exhibition 

building H  jrae  stalls  construction.  A.  E.  Stephens  Co 62,600  00 

Addition  569  74 


$63,169  74 
Deduct  770  00 


$62,399  74      62.399  74 
Horse        exhibition 

building Hardware Albany     Hardnrare     ft 

Iron  Co 1.291  55 

Addition  38  34 


$1,329  89  1.329  89 
Horse         exhibition 

building Plumbing  and  drainage. . .  E.  Joy  Co 9.999  00      6.259  00 

Horse         exhibitioa 

building Electric Frank  J.  Flood 817  17  817  17 

Horse        exhibition 

building Electric  service  connection  Frank  J.  Flood 27  74  27  71 


Agricultural  Expenment  Station ,  Geneva 

Certificates 
Building  Work  Contractor  Contract  issued 

^Administration.  lib- 
rary  and  demon* 

stration  building. .  Construction P.  Q.  Hauck $64,260  00 

Addition  558  93 


964.818  93 
Deduct  553  81 


$64.265  12    $45.125  73 


^Administration.  Kb- 
TBTj  and  demon- 
stration building. .   Heating . 


R.  T.  Ford  Co 9.745  00 

Deduct  4  00 


$9,741  00      6.579  00 
^Administration,  lib- 
rary  and   demon- 
stration building. .   Plumbing  and  drainage. . .  R.  T.  Ford  Co 5.372  00 

AddiUon  215  00 


$5,587  00 
Deduct  90  00 


$5,497  00       3.60R  50 


*  An  adteriak  indicates  that  the  contract  was  in  force  July  1.  1918. 
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Building 
Administration,  lib- 
rary and    demon- 
stration building. .   EHectric, 


Work 


AdminisUation.  lib- 
rary and  demon- 
stration building. .   Hardware . 


i 

Certificates 

Contractor 

Contract 

issued 

induit-Miller  Co 

$3,354  00 

Addition 

86  90 

$850  00 

$:^440  90 

bany     Hardware     & 

Iron  Co 

675  00 
29  30 

Deduct 

$645  70 


Administration,  lib- 
rary a^nd  demon- 
stration building. .  Extension     storm     water 

sewer Emig  &  Hatmaker. 


240  00 


240  00 


Dunkirk  Fish  Hatchery 

Certificates 

Building  Work  Contractor  Contract  issued 

•Hatchery Electric Thomas  B.  Donovan  & 

Sons $615  00 

•Hatchery Sanitary Hodgkins   Fidds  Hdw. 

Co..  Inc 6.182  96     $3,153  50 

•Hatcbery Heating Hodgkins  Fields  Hdw. 

Co.,  Inc 1.400  00  238  00 

•Hatchery Construction J.  A.  Taylor 17.265  00 

AddiUon  104  50 


$17,369  50 
Deduct  9  00 


$17.360  50      6.664  00 


Building  Work 

•Water  supply Painting  pump  house 


Crown  Point  Reservation 

Certificates 
Contractor  Contract  iasoed 

..  W.  P.  Oldruff $14  58 

Deduct  2  25 


•Maintenance 80  bags  of  cement W,  P.  Oldruff. 

•Maintenance Painting  comfort  station..  W.  P.  Oklruff. 

•Maintenance 20  loads  of  sand J.  F.  Nadeau . 


$12  33 

80  00 

100  00 

120  00 


Department  of  Health 

Certifieatea 
Building  Work  Contractor  Contract  issued 

•Laboratory Heating The  Merrill  Co $48,082  00 

♦Laboratory Construction A.  E.  Stephens  Co 111,000  00 

Addition  096  19 


$111.696  19     $6.545  00 

♦laboratory Sanitary A.  J.  Eckert  Co 65, 500  GO 

•Laboratory Electric Gagen  &  Butler,  Inc. .  .      10,484  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1918. 
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SUMMARY 

CONTRACTS  IN  FORCE  JULY  1,  1918 

State  Hospitals 

Binghamton $54,623  69 

BufiFalo 

Brooklyn 916,450  54 

Central  IsUp 220,126  20 

Gowanda 

Hudson  River 38,500  00 

Kings  Park 94,642  91 

Manhattan 154,191  88 

Middletown 26,414  00 

Rochester 25,714  11 

Willard 4,400  00 

St.  Lawrence 9,703  00 

Total $1,544,766  33 


Charitable  Institutions 

Western  House  of  Refuge,  Albion $24,897  00 

State  School  for  the  Blind,  Batavia 

Soldiers'  and  Sailors'  Home,  Bath 10,500  00 

State  Reformatory  for  Women,  Bedford 7,992  00 

Training  School  for  Girls,  Hudson 

Letchworth  Village,  Thiells 963,533  49 

Eastern  New  York  Reformatory,  Napanoch. . : . . .  9,413  00 

State  Custodial  Asylum,  Newark 32,862  00 

Women's  Relief  Corps  Home,  Oxford 4,842  00 

.State  Custodial  Asylum,  Rome 3 ,663  00 

Craig  Colony  for  Epileptics,  Sonyea 38,023  00 

Institution  for  Feeble  Minded  Children,  Syracuse.  4,000  00 
Hospital  for   Crippled   and   Deformed   Children, 

West  Haverstraw 56,926  19 

Total $1,156,651  68 
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Prisons 

Clinton  Prison $7,965  00 

Wingdale 1,075,269  57 

Total $1,083,234  57 

Armories 

Rochester $93,155  86 

Yonkera 5,093  00 

Total $98,248  86 

Normal  Schools 

BuJBfalo $1 ,  172  00 

New  PaJtz 119,685  00 

Potsdam 374,730  67 

Total $495,587  67 

Educational 

Cattaraugus  Indian  Reservation. $2,700  00 

Cornell  University 15,079  00 

Schoharie  School  of  Agriculture 31 ,309  48 

Delhi  School  of  Agriculture 490  00 

Farmingdale  School  of  Agriculture 101 ,819  95 

Syracuse  College  of  Forestry 15,138  00 

Onondaga  Indian  Reservation 

Malone  Institute  for  Deaf  Mutes 

St.  Lawrence  University 

Morrisville  School  of  Agriculture 68,896  95 

Total $235,433  38 

Public  Buildings 

Capitol $99,517  70 

Assembly  Chamber 193  00 

Education  Building 30,000  00 


82       Annual  REroirr  of  Depabtment  of  Abohitecture 

State  Hall $26,404  76 

Agricultural  Hall 2,389  50 

Capitol  Power  House 148  00 

Total $158,652  96 

General 

Letchworth  Park $415  00 

Schuyler  Mansion 205  25 

Sir  William  Johnson  Mansion 2,949  47 

Saratoga  Reservation 10,533  89 

Geneva  Experiment  Station 83,589  72 

Dunkirk  Fish  Hatchery 24,558  46 

Crown  Point  Reservation 312  33 

Laboratory  Bldg.,  Health  Dept 225,762  19 

Total $348,326  31 

Summary 

State  Hospitals $1 ,544,766  33 

Charitable  Institutions 1,156,651  68 

Prisons 1,083,234  57 

Armories 98,248  86 

Normal  Schools 495,587  67 

Educational 235,433  38 

Public  Buildings 158,652  96 

General 348,326  31 

Grand  total $5,120,901  76 


Statement  of  Contracts  in  Force,  Contracts  Completed 
and  Certificates  Issued  on  Contracts  During  the  Fiscal 
Year  July  1,  1918  to  June  30,  1919,  Inclusive. 

Hospitals 
BinghamUm  State  Hospital,  Binghamton,  N.  Y. 

Certificat«8 
Building  Work  Contractor  Contract  iasued 

Laandry  bnildins. . .  Construction A.  E.  Badgeley S15.937  00 

Addition  393  20 


$16,330  20 
Deduct  348  00 


Laundry  building. . .  Heating. 


$15,928  20     $2,700  10 

R.  T.  Ford  Co 2,990  00 

Addition  41  00 


$3,031  00 
Deduct  4  00 


Laundry  building. 
Laundry  building. 


Hardware Lockwood  Co 

Equipment American  Laundry 

Machinery  Co.,  Inc. 
Deduct 


$3,027  00 

871  30 

224  00 

224  00 

7.919  00 

35  00 

♦ Coal  trestle. 


$7,884  00       1.540  45 
Lehigh  Structural  Steel 

Co 24,284  00 

Addition  222  80 


^Boiler  plant Heating. 


$24,506  80 
Gaylord  Engineering  & 

Construction  Co 17. 893  00 

Deduct  63  19 


•Boiler  plant Construction. 


$17,829  81 

Benedict  Beck 9,847  00 

Addition  219  23 


$10,066  23 
Deduct  384  55 


*ChioDic  building.. .  Bumpers. 


$9,681  68       1.698  28 
Peter  Keeler  Bldg,  Co. .  60  00 


Brooklyn  State  Hospital,  Brooklyn,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract  issued 

^Chronic  hoapital. . .  Construction P.  J.  Brennan  A  Sons.  $234,800  00 

(East)  Addition  257  21 


$235,057  21 
Deduct      4.742  6o 


$230,314  56$144,512  75 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Buildins  Work 

*Chronio  hospital. . .  Sanitary 

(East) 


Contractor  Contract 

Thomas  E.  O'Brien. . . .  130,500  00 
Addition  42  83 


$30,642  83 
Deduct  02  40 


$30,450  43  $16,905  80 

*ChroniohospiUl...  Heating E.  Rutsler  Co 40.342  00    30,736  85 

(East) 

Kl^ironio  hospital. . .  Electric Jandous  Electric  Equip- 

(East)  mentCo 12.790  00 

Deduct  11  50 


$12,778  50      9.052  50 

*Chronio  hospital. . .  Hardware Lockwood  Company . . .       3.225  00 

(East)  Addition  232  00 


•Dining  room Construction. 

(West) 


$3,457  00 
Rangeley   Construction 

Company 53.647  00 

Addition  111  50 


$53,758  50 
Deduct  762  00 


Heating E.  Rutsler  Co. 


•Dining  room .... 

(West) 
•Dining  room Sanitary Altman  Plumbing  Co. .       3.685  00 

(West)  Deduct  44  86 


$52,006  50    37.686  53 
4.470  00      3.643  10 


$3,640  14      3.018  75 

•Dining  room Electric T.    Frederick    Jackson 

(West)  Inc 2.437  00      1.704  25 

•Additional  ac- 
commodations for 

patients Hardware Lockwood  Company. . .  148  (X) 

Reception  hospital. .  Plumbing  and  drainage. . .  John  J.  Kenney  Co 17.232  00 

Addition  280  00 


$17,512  00 
Deduct  150  00 


Reception  hospital..  Heating. 


$17,362  00 

E.Joy  Company 16.485  00 

Deduct  213  80 


3,345  35 


$16,271  20      2,727  75 
Reception  hospital. .  Electric United    Electric    Con- 
struction Co 3.645  00 

372  00  645  OS 


$4,017  00 

•Reception  hospital.  Laying  linoleum Standard  Carpet  Co. . .  837  25 

Reception  hospital. .  3  dumbwaiters A.  J.  Roseli 560  00 

Reception  hospital. .  Fireproofing  doors Empire  Fireproof  Door 

Co 1.025  00       1.02500 


680  00 
560  00 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Buildinc                             Work 
Reception  hoq;)it«1. .  Hardware 


CertifieatM 
Contractor  Contract         iasued 

Loekwood  Co t2.460  00 

Addition  21  50 


$2,490  fiO 
Deduct  6  16 


$2.4«4  34     $2.4M  34 

Reception  hoepital. .  Glaee PittBburch  Plate  Olaee 

Co 488  00  488  00 

Chronic  buikiing. . .  Heating Johnston  Heating  Co. .  34.931  00 

Addition  160  00 


$35,091  00 
Deduct  63  79      5.709  86 


$35,027  21 

H^ronic  buikiing. .  Plumbing  and  drainage. . .  Ptoter  Keeler  BUg.  Co. .     19.422  00 

Addition       1.315  00 


$20,737  00 
Deduct  2  00 


Chronic  building Electric , 


$20,735  00      3.136  06 
United    Electric    Con- 

BtrucUon  Co 7.490  00 

Addition  523  00 


$8,015  00      1,380  75 

Chronic  buikiing.. . .  Hardware Loekwood  Co 3.296  00 

Addition  15  50 


$3,311  50 
Deduct  4  87 


$3,306  63      3.306  63 

♦ Sewage  syBtem,  Creedmore  Murphy  Bros 22.483  00    10,058  05 

CoM  storage  bldg. . .  Refrigerating  equipment .  Karl  Veeterdahl  d:  Co . .     16 .  340  00 

Addition  55  50 


$16,394  50 
Deduct  25  00 


Cold  atorage  build- 
ing   Conatruction . 


$16,360  50      3,904  83 

Modem     Construction 

Co 29.888  00 

Addition  26  52      5,182  88 


$29,414  52 
Deduct  250  00 


$29,164  52 

•Chronic  hospital..  ConstrucUon W.  F.  Plass  A  Bro 172.900  00 

(Thomas  SUrett  Co.,  construction)    Addition      3,212  40 

Assigned  to  Fidelity  &  Deposit  Co.,  bondsman  $176,112  40 

Deduct      2,785  00 


$173,327  40    80,049  68 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Annual.  Repoet  of  the 


Building                             Work 
*Diniiig  room  bldg..  Hardware 


Certificmtes 
Contractor  Contract  laeued 

LockwoodCo $475  00 

Addition  8S  09 


%5eo  00 

^Laundry  bldg Construction P.  J.  Brennan  &  Sona.. .     34 ,870  00 

Addition  150  00 


$35,020  00 
Dediwt  15  0* 


Laundry  bldg Heating W.  B.  Armstrong  Co . . . 

Laundry  bldg Heating      work,      under- 
ground service  conneo- 

taooB W.  B.  Armstrong  Co. . . 

^Laundry  bldg Sanitary Thos.  £.  O'Brien,  Inc. . 

•Laundry  bklg Sanitary     work,     under- 
ground service  eonsee* 

tiona W.  B.  Armstrong  Co. . . 

*Laundry  bldg Electric John     Jay     Gallagher 

Co.,  Inc 

^Laundry  bldg Laudry  equipment American  Laundry  Ma- 
chinery Co 9, 141  50 

Deduct  56  00 


$85,004  M  $28,988  5$ 
6,658  00       6.658  00 


9,230  00      9.230  00 
1.598  00       1.285  37 


1.808  00       1.898  00 
1.585  00       1.24100 


$9,086  50      7,271  71 

^Laundry  bldg Intotior  trim H.  W.  Palen's  Sons 10.087  35     10.087  35 

Hi^hronic  hospital. . .  Refrigerating  equipment. .  Karl  Vesterdahl  &  Co. .  3,470  00      2,082  50 
(East  and  w«st) 

^Chronic  hospital. . .  Composition  floors TheLinotolFloQrix«Co.  914  45          914  45 

Cold  storage  bldg . . .  AfMititial  refrigerating 

equipment Karl  Vesterdahl  &  Co. .  29.855  00    29.855  00 

•Power  house Heating W.  B.  Armstrong  Co. . .  19.948  00 

Addition  221  00 


$20,169  00 
Deduct  10  00 


$20.159  00     15.963  00 
Chronic  hospital  and 

dining  room Electric  elevators Otis  Elevator  Co 19.650  00     14.469  67 

Chronic  hospital  and 

dining  room Lathing  and  plastering. . .  George  A.  Amos 5,604  80 

Deduct  250  00 


$5.354  80       1.014  80 


Centred  IsKp  State  Hospital,  Central  Islip,  N,  Y. 

Certificates 

Building                             Work                              Contractor  Contract         issued 
•Central  heating  and 

lighting  plant. .  . .   SaniUry Christopher  NaUy $3,297  00    $1,127  95 

•Central  heating  and 

lighting  plant Heating W.  B.  AniMitrong  Co. . .  26,588  00      1.445  00 

•Central  heating  and 

lighting  plant. . . .  New  boilers Babcock  k  Wilcox  Co. .  66,933  00 

Addition  1.867  00 


$68.800  00     57.202  45 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1919. 
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Contractor 


Building  Work 

*Acut6  patients' 

quarten Construction Wm.  L.  Crow  Construc- 
tion Co $289, goo  00 

*Acute  patients' 

quarten Sanitary Jaroho  Bros.  Inc 24,000  00 

*Aeute  patients' 

quartets Heating W.  B.  Armstrong  Co. . .     22,842  00 

*Acute  patients' 

quarters Electric Q.  E.  Engineering  Co. .       6,586  00 

Laundry  building. . .  Hardware Lookwood  Co 134  00 

*Power  faouae Construction  work Benjamin  T.  Raynor . . .     89 ,  660  00 

AddiUon  667  20 


Certificates 
Contract  issued 


$134  00 


$90,327  20 
Deduct  632  50 


Ezteoaion  to  laundry  Construction. 


$89,694  70  31.233  25 

John  D.  Cosgrove 23 ,  734  00 

Addition  110  00 


$23,844  00 
Deduct  201  15 


$23,642  85      4,330  37 
^Extension  to  laun- 
dry    Laundry  equipment American  Laundry  Ma- 

ohiaeryCo 0.18B  00 

Deduct  18  00 


$9,170  00      6.766  00 


Building 


Gowctnda  Stale  Hospitaly  Gowanda,  N.  Y. 

Work  Contractor  Contract 

Wells Artesian  Well  &  Supply 

Co $6200 


$62  00 


Hudson  River  State  Hospital,  Poughkeepsie,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

*Water  supply Sanitary The  Bake  r-D  unbar- 

AUenCo $52,000  00 


Kings  Park  State  Hospital,  Kings  Park,  N.  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

Employees  home. . .   Construction McKeown  Construction 

Co $71,379  00 

Addition  25  00 


$71,404  00 
Deduct       1.275  00 


$70,129  00  $21,587  20 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1919. 
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Annual  Report  of  the 


Certificatea 


Buildinc                             Work 
Employees*  home. . .  Heating 


Contractor  Contract 

W.  B.  Armstrong  Co. . .     f6.7d7  00 
Deduct  4  00 


$6,763  00    $3,363  00 

Refrigerating  machine H.  W.  Johna-Mansville 

Co 3,005  00      3.605  00 

Employees'  home. . .   Heating,  underground 

heating  mains W.  B.  Armstrong  Co..  12.088  00    12.088  00 

Employees*  home. . .   Plumbing  and  drainage. . .  Thos.  E.  O'Brien,  Inc. .  10,093  00 

Addition  174  51 


$10,267  51       6,754  46 
^Employees'  home. .  Electric Commercial    Construc- 
tion Co 2,662  00       1.642  00 

Employees'  home. . .  Hardware Lockwood  Co 1 .  115  00 

Addition  7  40 


$1,122  40       1,122  40 
Employees'  home. . .  Sanitary     work,     under- 
ground aewer  and  water 

connections W.  B.  Armstrong  Co .. .       1,088  00       1,988  00 

Sewafe   disposal 

I^nt Extension,  sewage  disposal 

plant N.  Y.  Sewage  Disposal 

Co 15.037  00     15.037  00 


Manhattan  State  Hospital,  WartTs  Islandy  N.  Y. 

Certificates 
Building  Work  Contractor  Contract  issued 

Dining     room     ac- 

eommodations Construction White^Johnson  Co.,  Inc.  $79,800  00 

*Dining    room    ao- 

oonunodations Heating G.  E.  Engineering  Co. .       3,740  00 

*Dining    room    ac- 
commodations  Sanitary Q.  E.  Engineering  Co.       2,395  00 

^Dining    room    ac- 
commodations. . . .  Electric Charles  H.  Darmstadt, 

Inc 2,079  00 

^Water  line Water  main F.  N.  Lewis  Co..  Inc. . .       2.800  00 

Addition  328  00 


*Power  plant . 


$3,128  00 

W.  B.  Armstrong  Co. . .     41 ,  200  00 

Addition  312  11 


$41,612  11 
Deduct  160  00 


$41,352  11 
*Coal    and    ash    handling 

apparatus QifTord-Wood  Co 45.950  00 

Addition  760  00 


$46,710  00 

*Power  plant Heating Walker  A  Chambers. . .     89,720  00 

Addition  200  00 


$89,920  00 
Deduct         917  33 


$89,002  67  $13,483  17 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  19 19. 
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Certificates 
Building  Work  Contractor  Contract  *      issued 

jaandry Machinery J.    Livingston    &    Co., 

Ine $11,950  00 

Po'wer  l&oiise Repairing  fire  alarm Qamewell  Co 76  06 

leetrie  sywtem Electric Isidor  Fajans.  Inc 12,345  00 

Deduct  72  00 


S12.273  00    S5,910  32 
Ibthofie  eburch....  Painting Qeo.  8.  HaU  Co 250  00  250  00 


Middletown  Stale  Hospital,  Middleiowrif  N.  Y, 

Certificates 
Building  Work  Contractor  Contract         issued 

raberculosis  bosp. . .  Construction Giles,  Giles  A  Co S21 ,331  00 

Addition  555  00 


t21.886  00 
Deduct      1,255  00 


120,631  00    $B.005  78 
ruberculosis  hosp. . .  Plumbing  and  drainage. . .  George  E.  Gibson  Co. . .       1 ,648  00      1 ,648  00 

Tuberculosis  hosp.. .  Heating George  E.  Gibson  Co.. .      2,790  00 

Deduct  20  18 


$2,769  82  2,760  82 

Tuberculoais  hosp.. .  Electric Devoe  Electrical  Co.. . .          896  00  895  00 

Txibcreoloeis  hosp.. .  Hardware P.  A  F.  Corbin  Division          460  00  450  00 

Tubcreoloais  hosp.. .  Hardware  and  eash Giles  Construction  Co., 

Inc 623  60  623  50 


Rochester  State  Hospital,  Rochester,  N.  Y. 

Certificates 
Biailding  Work  Contractor  Contract  issued 

^livincston  bldg. . .  Construction W.  F.  Martens  Co $21 .  100  00 

Addition  362  47 


$21,462  47 
Deduct         275  00 


$21,187  47    $3,726  07 

livingston  bldg Heating R.  T.  Ford  Co 3.778  64 

Deduct  23  20 


$3,755  44       1,630  44 
livingston  bldg Electric O'Connell  Electric  Co. .  748  00  255  00 


St.  Lawrence  Stale  Hospital,  Ogdenshurg,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Power  plant Construction Wm.    Summerhays    A 

Sons $0.778  00 

Addition  86  00 


$0,863  00 
Deduct  160  00 


$9,703  00  $8,640  50 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Annual  Repoet  of  the 


Utica  State  Hospital,  Utica,  N.  Y. 


Work 


Contractor 


Contract 


Buildinc 
^Central        heating 

plant Construction  aad  ploaob- 

ioc R.  G.  Uayd  Co S27.832  00 

*Central        heating 

plaat Heating W.  B.  Armstrong  Co. . .     39,640  00    S2,210  00 

^Central        heating 

plant Heating,  new  boilers McNauU  Boiler  Manu- 

factiuingCo 58.120  00 

^Mortuary  and 

laboratory Construction Joseph  A.  Laporte 23.900  00      4.391  95 

^Mortuary  And 

laboratory Heating Mohawk  Valley  Heating 

Co 2.517  00 

^Mortuary  and 

laboratory «.  Phunbing  and  drainage. . .  Wicks.  Hughes  &  Co .. .       2,210  00 

Deduct  30  00 


$2,180  00 


*  Mortuary          and 
laboratory Electric , 


Langdon      &     HughfSB 
Electric  Co 


853  00 


Willard  State  Hospital,  Willard,  N.  Y. 

Building  Work  Contractor  Contract 

Sunoyeroft  bMg Construction  work Gerstner  A  SUtt $4,400  00    $1,956  25 

opines  building Construction  tile  floors  . . .  Eugene  G-  Sachett  Co. .       1 ,  750  00 

^Chlorinating  plant.  Sanitary Wallace  &  Tiernan  Co.. 

lac 1.845  00 


Charitable  Institutions 
Western  House  of  Refuge  for  Women,  Albion,  N.  Y. 


Work 


Contractor 


Building 
*New  cottages  with 

equipment Construction Leo  J.  Held $29, 119  00 

♦ Electric  work Edward  Joy  Co 1 ,373  00 

* Plumbing  and  drainage.. .  James  J.  Bresnahan 5,085  00 

♦ Heating  work Areiismeyer,    Warnock, 

Zahrndt,  Inc 4, 121  00 


Certificatea 
Contract  issued 


Boiler  house Construction  work  of  addi- 
tion to  boiler  house. ...  Heniy  C.  Belson $1,000  00    $1.00000 

• . Two  new  boilers Wm.    F.    Devcndorf   & 

Co 11,950  00      5,525  00 

* Connections M.  J.  Hawkins 11.947  00       1,939  TO 

Four  cottages Electric  work Walden,  Clark  &  Chap- 
lin, Inc 1.700  00       1,700  00 


New  York  State  Soldiers  and  Sailors^  Home ,  Bath ,  N.  Y. 

Certificates 
Buikling  Work  Contractor  Contract  issued 

♦Bariacks  H  and  L.  Construction T.  H.  McHale  &  Son. .  $71 .500  00    $5,270  00 

♦ Electric  work H.  E.  Rising 2,208  50 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1910. 
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Certificates 

BoOdiDC                             Work                              Contractor  Contract         iBBued 

^  Sanitary  work Jac.   Abrama    A   Bro., 

Inc S5.431  SO 

*  Heatinswock Austin  Heating  Corpor-* 

ation 7,575  00 

•SewBce  building. . .  Sanitary  work Hogg-Lynn  Co..  Inc. . .  1,002  00 

Additioa  198  00 


$1,285  00        1882  15 

Pipe  ooreiiBg Hogg-Lynn  0».,  Inc. . .       1.362  09      1,862  00 

Repairs  to  heating   con- 

stnieliea Hogg^Lynn  Co,  Ine. . .     12,779  11 

Deduct  98  00 


$12,681  11     10.416  29 
Heating  work Murtagh  A  Reddington.     10,500  00      2,603  50 


State  Reformatory  for  Women,  Bedford,  N.  Y, 

Certificatee 
Building  Work  Contractor  Contract         isued 

Laundry Laundry  equipment American  Laundry  Ma- 
chinery Co $7.642  00 

AddiUon  350  00 


$7,992  00 
Deduct  20  00 


$7,972  00    $3,722  00 
Kk>ki  storage  build- 
ing    Remodeling    laundry    for 

refrigeration  purposes. .  Karl  Vesterdahl  Co. . . .       9,940  00 

Deduct  30  00 


$9,910  00      5.435  75 
*Two  cottagesi  farm 
group Screens  and  guards C.  L.  Dooley.  Inc 913  00 


New  York  State  Reformatory,  Elmira,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         iaeued 

*Tk«da  school Fireproof   metal   covsscd 

door United  Metal  Covered 

DoorASashCo $666  00 


State  Training  School  for  Girls,  Hudson,  N.  F. 

Certificates 
Building  Work  Contractor  Contract  issued 

*Cottages  5.  7  and 

10 Additional  lights Mack  &  Mack $989  00        $403  75 

Additional  lights Hudson  Electric  Engi- 
neering Co 956  00  956  00 


*  Ab  asterisk  indicates  that  the  contract  waa  in  force  July  1, 1919. 
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Annual  Report  of  the 


Thomas  Indian  School,  Iroquois,  N.  Y. 


Certificates 


Work 


Contractor 


Contract 


Building 
•Cold  storage  build- 
ing   Refrigeration  equipment. .  MoUenberg-Beti      Ma- 
chine Co S7.325  00 


Letdiwarth  ViUage,  ThieOs,  N.  Y. 


Building  Work 

Bridge  aoroaa  oreek. 

boys'  group Construction 


Contractor 


Contract 


Peter    Keeler    BuUding 

Co $13,797  00 

Addition  150  56 


$I3.M7  69  $13,267  56 

•Eight  cottages ....   Finishing  hardware Albany     Hardware     A 

Iron  Co 6,800  00 

Addition  0  01 


$6,809  91 


•Cottages  E,  F.  Q 
and  H Construction. 


Kelly  A  Kelly.  Inc. . .  $112,500  00 
Addition      9.710  86 


$122,210  86 
Deduct      2.000  00 


$120,210  86    43.494  50 
•Plumbing    and    drainage 

work The  R.  T.  Ford  Co 17.366  00 

Addition  342  80 


$17,708  80 
Deduct  107  44 


Finishing  hardware. 


$17,601  36     13,626  78 

The  Lockwood  Co 948  00 

Addition  75  00 


$1,023  00      1.023  00 

•Electric  work Mack  &  Mack 2.498  00      1.916  75 

•Electric  service  connection  W.  H.  Straut  Co 3.73000      1. 168  75 

Underground    sewer    and 

water  connection The  R.  T.  Ford  Co 8.745  00      1,662  55 

•Heating  work Adams,  BriU  Co 25.841  00    15.266  85 

Arch,  services W.  Nygren 7.500  00      5.500  00 

•Laundry     building 

and  equipment . . .  Construction The    Harriman    Indus- 
trial Corporation 22,315  00 

AddiUon  702  00 


$23,017  00 
Deduct  122  50 


$22,894  50 
•Plumbing  and  drainage. . .  Peter    Keeler   Building 

Co 2.415  00 

Addition  107  50 


$2,522  50         561  IS 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1919. 
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Certificates 
Building  Work  Contractor  Contract  iamied 

Wiring,  etc.,  for  fan  motor.  W.  H.  Straut  Co t45  00 

Addition  30  00 


$75  00        $275  00 

*Heating  work J.  J.  Horan  St  Co 4,482  00 

Addition  122  00 


$4,604  00 
^Laundry   building  equip- 
ment   Troy  Laundry  Machin- 
ery Co 3.278  00       1,269  05 

Attendanta'  home  & 
eervice  buUding. . .  Construction  work — aerv- 

ice  building H.  H.  Vought  A  Co.. . .     36,973  00 

Deduct  241  05 


$36,731  95   1,935  10 


Labor  and  material Irving  Hill 63  30  63  30 

Plumbing,    drainage    and 

refrigeration John  J.  Kenney  Co 7,433  00 

Addition  40  00 


$7,473  00 
Deduct  63  53 


$7,409  47       1.429  65 


*FHniflhing  hardware Albany     Hardware     A 

Iron  Co 1,575  00 

Deduct  90  16 


$1,484  84 

♦Electric  work W.  H.  Straut  Co 2,000  00          255  00 

♦Electric  work W.  H.  Straut  Co 2.400  00          297  60 

♦Heating  work Miller  &  Brady 8.668  00      4,505  00 

♦Heating  work Miller  &  Brady 4,477  00 

♦Heating  work John  C.  Williams,  Inc. .  2. 797  00      1 .000  45 

Attendants'      home 

and  senrice  bklg. .  Plumbing  and  drainage.. .  WeUs  A  Newton  Co.. . .  11 ,700  00      4.077  60 

♦Construction Peter    Keeler   Building 

Co 68.850  00    20.196  00 

♦Plumbing  and  drainage. . .  A.  J.  Eckert  Co 16 ,  990  00 

♦Construction Peter   Keeler   Building 

Co 81.822  00 

AddiUon  747  03 


$82,569  03    39.229  22 
Deduct       1.366  50 


$81,202  53 
♦Storehouse  bakery.  Refrigerating    plant    and 

cold    storage    building 

construction George  T.  Kelly 48,888  00 

Addition  140  00 


$49,028  00     11,716  75 
Deduct  326  20 


$48,701  80 


♦  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Annual  Repo&t  of  thb 


BttUding  Work 

^Storehouse  b*keiy .  Finishiog  hardwan . 


Contiactor 
The  Lockvood  Co. 


Certificate 
Contract        .  i«oed 
$187  00 
8  00 


S195  00  $105  00 

Plumbins  aad  dtmiaatfi.. .  John  J.  Kennev  Co. . . .      4.014  00  2,321  60 

^Electziework Mack  A  Mack 1.865  00  1.419  SO 

•Safrigeration  equipment. .  The  Carbondale  Mach. 

Co 27.000  00  10.028  50 


•Aasembly   hall  in- 
dustrial   building. 


central  heating 
plant  and  equip- 
ment   ConstruotiQa Pettf   Eeder  Buildinc 

Co 846.222  00  100.746  99 

Additk>n      6.116  22 


$852,388  22 
Deduct      8.861  30 


$343,476  02 
.  Percentage 
6per  cent. 


Expert  Mivioa Werner  Nygrea Percentage 

412  74 

^Eight  cottages Electric  work Q.  E.  Engineering  Co.. 

Inc..  Assigned  to  W. 

H.8trautCo. $6.888  00      2.335  80 

•Plumbing  and  drainage.. .  Wells  A  Newton  Co.. . .     37.052  00 

Addition  206  00 


$38,157  00 
Deduct  75  00 


$38,062  00    10.200  00 

•Heating  work John  C.  ^PHIlians.  Inc. .     76.767  00 

Addiliaa  50  00 


$76,817  00    87.323  50 

•Sanitaiy  work Christopher  Nally 85.700  00 

AddiUon      2»061  50 


$$8,661  50     17.065  00 
•Central       healing 
plant  and  eqvap- 

ment UndeigrouBd    piping   for 

female  group John  C.  Williams,  Ina.     52,674  00 

50  50 


$62,624  00    28.245  50 
•Underground  distributing 

piping Ahnirall  A  Co.,  Inc. . . .  20,242  00 

•Equipment The  Merrill  Co 46.084  00 

•Chimney Pvter   Keekr  Building 

Co. 18.75000  85000 

•Boiltf  and  stoker  equip- 
ment   HeineSafety BoilerCo.  67,500  00 

•Construction  of  addition..  George  B.  Wright  Co. .  82.200  00      2.032  50 

•Electric  work W.  H.  Straut  Co 860  00 

•Plumbing  and  drainage. . .  Q.  E.  Engineering  Co., 

Inc 8,780  00 


•  An  asterisk  indicates  that  the  contract  was  in  force  July  1. 1010. 
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Btdfciinc  Wodc  Contmctn 

building, 

group UndergrottDd  •laetiio  mt- 

-vioe  OQiuiactioiia Mack  A  Mack . . . 


Certificatea 
Contract         iMued 


S8.467  10    $6,064  70 


Stale  Befarmatcryf  Napanoch,  N.  Y. 


Contractor 


Work 
*Hoqntal  buikUng. .  Structural  steel  and  iron 

and  stair  work Montour  8t«el  Co $9,461  00 

Dedwst  48  00 


Certificatea 
Contract         issued 


$9,413  00 


BuiUing 


State  School  for  Mental  Defectivea,  Newark,  N.  Y. 

Certificate* 
Work  Contrae^tM*  Contract         issued 

...  Replacing  defective  plaster 

work O.  E.  Schuman $4,500  00 

AdditioB      1*041  00 


Boiler  house. 


$5,541  08    $5,641  08 

Two  new  boilers W.  B.  Armstrong  Co. . .     14.378  00      2,818  00 

HeatXBg  work,  stoker,  etc.  Wm.  F.   Derendorf  A 

Co 13,898  00 

Addition  126  00 


$14,034  00 
Doduet  40  00 


$13,984  00      3.320  25 

^Cottage  for  inmates  Construction T.  H.  McHale  A  Son.. .  41 .375  00      5,078  76 

♦Sanitary  work Jamieson-McK  i  n  n  e  y 

Co.,  Ino 3.095  00 

♦HeatiBg  woric Jamssson-McK  i  n  a  e  y 

Co.,  Inc 3,900  00 

•Electric  work Edward  Joy  Co 1,529  00 

♦Heating  plant Additions  and  alterations.  Wm.  F.   Devendorf  A 

Co 31.600  00    21.042  60 


Woman^s  Relief  Corps  Home,  Oxford,  N.  Y. 

Certificates 
Building  Work  Contractor  Ccxitract         issued 

Manure     pit     and 

slaughter  house .  .  Construction Fred  F.  Tracy  A  Son. .        $800  00 

Deduct  8-60 

$791  60        $791  60 

Garbage    and    hose 

cart  house Construction Fred  P.  Tracy  A  Son.. .  747  60 

Deduct  20  75 

$726  75  726  76 

pjggery Construction Fred  F.  Tracy  k  Son.. .       2,467  00      2,467  00 

•  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Certificatei 

BuikUng  Work  Contractor  Contract  iMued 

*BewBge  and  disposal 

plant Construction Nash  &  Griffin $4,565  00 

Addition  282  40 

$4,847  40        $579  70 
*Ice  house  and  re- 
frigeration plant. .  Construction Shipley  Construction  A 

Supply  Co 3,870  00      3,226  6o 

Rome  State  Custodial  Asylum,  Rome,  N,  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Dormitory  building.  Electric  work Langdon      &     Hughes 

Electric  Co.,  Inc $3,663  00     $1 .516  75 


Craig  Colony  for  Epileptics,  Sonyea,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Pump  house Additions  and  alterations .  Clarence  A.  Foote $20 .  683  00 

Addition       1.868  00 


$22,551  00 
Deduct  5  00 


$22,546  00    $5,088  42 

Heating  work C.  A.  Foote 1 .962  00  733  75 

*Dining    room    and 

kitchen  building. .  Construction A.  E.  Stephens  Co 49 ,330  00 

Addition  21  00 


$49,351  00 


10. 189  80 


*Heating  work Edward  Towe 7.20000 

•Plumbing  and  drainage. . .  Howe   A   Baasett  Co.. 

Inc 13.590  00 

175  00 


$13,765  00 

^Electric  work A.  J.  Beuerlein 1 .448  00 

*aefri  Juration  plant.  Eiuipm^nt Karl  Vesterdahl  A  Co. .     13.510  00      1 ,413  25 


State  InstitvXion  for  Feeble-Minded  Children,  Syracuse,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract         issued 

Boiler  house.  • Reconstruction  of  heating 

system R.  Glides $4.000  00    $4,000  00 


*An  asterisk  indicates  that  the  contract  was  in  force  July  1.  1919« 
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iStale  Hospital  for  Crippled  and  Deformed  Children,  West  Haverstraw, 

N.  Y. 

CertificateB 
Buildias  Work  Contractor  Contraot         iaeued 

•Laondry Heating  work John  C.  Williams.  Inc. .     SI  .567  00 

^Equipment Troy  Laundry  Machin- 
ery Co..  Ltd 3.755  00 

Main  hospital  build- 
ing  Construction William  H.   Egan,   as- 
signed to  New  Am- 
sterdam Casualty  Co. 

of  New  York 41.923  00 

Addition  400  00 


$786  25 
2.975  00 


S42,323  00 
Deduct  794  45 


Plumbing  and  drainage. 


S41.528  56     11,160  69 
.  Joseph  F.  Egan.  Royal 
Indemnity    Co., 

bondsman $5,465  00 

Addition  405  17 


$5,870  17 
Deduct  35  40 


Plumbing  and  drainage. 


Heating  work . 


$5,834  77 
Joseph  F.  Egan,  com- 
pleted by  Royal  In- 
demnity Co.,  bonds- 
man        2,799  00 

Conkling.     Kerber     A 

Hanlon 4.625  00 

Addition  146  45 


3.607  64 


462  35 


Finishing  hardware. 


$4,771  45 

The  Lookwood  Co $909  00 

Addition  8  85 


1.144  60 


Electric  work W.  H.  Straut  &  Co 

*New  hospital  build- 
ing  Elevator Graves  Elevator  Co. . . . 

Water  supply Artesian  wells Ralph  B.  Carter  Co. . . . 

Addition 


$917  85 

917  85 

794  00 

598  50 

6.376  00 

4.887  60 

1.715  00 

95  00 

$1.810  00   1.810  00 


Prisons 
Sing  Sing  Prison,  Ossining,  N,  Y. 

Work  Contractor 


Building 
*M(SS  hall  and  kitch- 
en building  No.  4, 
detention  building 
No.  5.  outside  cell 
building  No.  7, 
clinic  building  No. 
8.  pump  house  and 

reservoir Construction P.  J.  Carlin  Construc- 
tion Co $956,780  00 


Certificates 
Contract         issued 


*An  asterisk  indioates  that  the  contract  was  in  force  July  1,  1919. 
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Building  Work  Contractor  Contract 

Mesa  hall,  etc ^Sanitary  work Kenny  Moran  Co.,  Inc.  103 . 341  76 

*£leotric  work Van  Waconer-Linn  Con« 

BtructionCo 16.365  00 

*Heatins  woilc A.  B.  Barr  Sl  Co.,  Inc .  .     59 .900  00 

*New  boiler John  W.  Danforth  Co. .     41 .847  00 


inued 


^ 


WingdcUe  Prison,  Wingdale,  N.  Y. 


Work 


Contractor 


Buildins 
♦Cell    house,    inter- 
locking    buUdinc, 
mess  hall,  central 
heating  and  light- 

lug  plant Construction Feeney  A  Sheehan  Bldg. 

Co $706,000  00 

Addition      8.013  46 


Certificates 
Contract         iseiied 


$714»013  46 
Deduct  115  30 


♦Sanitary  work. 


$713,898  16$173,990  3« 

John  J.  Kenney  Co 111  .500  00 

Addition  799  88 


$112,299  88 
Deduct  25  00 


$112,274  88    39.646  55 

♦Heating  work Edward  Joy  Co $155,000  00 

Addition  100  00 


$155,100  00  $31,281  70 

♦Electric  work Wheeler-Green  Electric 

Co 23,774  00 

Addition  989  65 


Grading. 


$24,763  65 
F  a  11  k  i  1 1  Construction 

Co.,  Inc 40.000  00 

Deduct      7.052  45 


958  80 


♦d  e  w  a  g  p    disposal 
olant Sewer  lines,  etc. 


$32,947  55     15.794  05 


New  York  Sewage  Dia- 

po«aCo 37.659  00 

Addition       1.316  00 


$38,975  00 
Deduct  377  31 


$38,597  69     14.460  00 


♦An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1918. 
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fluildinff 
Annory 


Ahmories 
Rochester  State  Armory ^  Rochester,  N.  Y. 

Certificates 
Work  Contractor  Contract         iieued 

Construction ' R.  T.  Ford  Co $86,330  00 

Addition  245  86 


$86,675  80 
Deduct  955  40 


$85,620  46  $16,621  66 

Heating  work Wm.  F.  Devendorf 4,903  00       1 .497  80 

Electric  work WheeIer»Green  Electric 

Co 2.387  00  923  30 

*Armory  and  stable.  Construction W.  F.  Martens 7,400  00 

Deduct  25  00 


$7,375  00      5.785  10 


Olean  State  Armory,  Olean,  N.  Y. 

Certificates^ 
Building  Work  Contractor  Contract         issued 

Armory Removal  of  material  and 

debris  and  construction.  D.  W.  Dean $96,361  00 

Addition  521  90 

$96,882  90  $50,613  25 

Plumbing  and  drainage. . .  Hickej  Droe 10.930  00 

Addition  30  00 

$10,960  00      5.335  41 

Electric  work O'Connell  Electric  Co. .       3 ,  867  00 

Deduct  6  72 

$3,860  28 

•Heating  work W.  H.  Simpson,  Inc 7,095  00 

Addition  750  00 

$7,845  00      2,637  51 

Troy  Armory,  Troy,  N,  Y. 

Certificates 
Building                              Work                               Contractor  Contract         issued 

Armory Test  borings C.  P.  Boland  &  Co $471  50  $471  60 

Yonkers  Armory,  Yonkers,  iV J  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

Armory Heating  work A.  B.  Barr  &  Co.,  Inc .  .     $5, 100  00 

Addition  10  00 

$5.110  00 
Deduct  17  00 

$5,003  00 
*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Normal  Schools 
Buffalo  Normal  School,  Buffalo,  N.  Y. 


Buildins 
School 


Certificate 

Work  Contractor  Contract  iasacd 

New  filter     Roberta   Filter    Manu- 
facturing Co $1.172  00    $1,172(0 


Geneseo  Normal  School,  Geneseo,  N,  Y. 

Certifintfi 
g     ^                                 Work                              Contractor  Contract         isBOcd 

•Practice  sch^l....  Electric  work A.  J.  Beuerlein %SA70  00    $2.»5  OO 

New  PaUz  Normal  School,  New  PaUz,  N.  Y. 

Certtfieaief 
Buildinis  Work  Contractor  Contract        iawied 

•Addition  to  echool.  Construction Feeney  4  Sheehan  Bid.. 

Co $88, Wl  00 

Addition  620  05 


$90,611  06 
Deduct      1.271  10 


$80,339  95  $70,759  77 

♦Electric  work Jandoufl  Electric  Equip- 
ment Co 4.590  00 

Deduct  30  00 


$4,560  00      1.253  75 

•Heating  work H.  C.  Pcten»nCo..  Inc.     17.660  00    12.641  90 

•Sanitary  work John  J.  Kenny  Co 7.660  00 

Addition      1.650  91 


Building 


$9.300  91      7.727  27 
•Hardware Sargent  A  Co 636  38 

Potsdam  Normal  School,  Potadum,  N.  Y. 

Work  Contractor  Contract 

Construction Bradley  *  We«l.  Inc.  .$237,400  00 


New  building Construction '"''^  '  ^ ^'^^^s.S^  2B 


$242,963  26 
Deduct    16.887  00 


$226,076  26  $73,944  33 

Extension  and  alterations.  Bradley  ik  Weed,  Inc. .     86,990  00 

Addition  246  42 


$87,236  42    31.345  30 

•Construction,      extension  «  #uo  n 

and  alterations Bradley  ft  Weed.  Inc .  .  Percentage       2.049  " 

•Plumbing  and  drainage. . .  John  J .  Kenney  Co. . . .     13 .442  00 

Addition      6.780  96 


$19,222  98 
Deduct  168  30 


$19.064  68      8.834  76 


•An  as:  risk  indicates  that  the  contract  waa  in  force  July  1,  1918. 
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Certificates 

BiuldiiiK                             Work                              Contractor  Contract         iaeiaed 

Boiler  house Movin«  three  boilers Levy  &,  Gilliland  Co . . .  $1 .495  00    $1 .495  00 

^Newbutldlnc Blackboards,  etc Natural    Slate    Black- 
board Co 3,575  00 

Electric  work Jandoua  Electric  Equip- 
ment Co.,  Inc 1.650  00       1.062  50 

Telephone,      clock,      fire 
alarm  system,  etc Jandous  Electric  Equip- 
ment Co.,  Inc 3.637  00 

Heatins  work R.  Gildea 5.500  00      2. 167  50 

^Wardrobes, bookcases. etc.  H.  M.  Weed 7,768  00 

*Furniflhins  hardware The  Lockwood  Co 1 ,531  00 

Deduct  45 


$1,530  55 

*  Reconstruction  Electric  work Jandous  Electric  Equip- 

buildins ment  Co 6,775  00 

Addition  185  00 


$6,960  00 
Deduct  25  00 


$6,035  00       1.147  50 

«Heatin«work R.  Gildea 30.000  00 

Addition      3.900  00 


$33,900  00      9.235  25 
*Cook  annex Construction  of  corridor. .  H.  M.  Weed 1 .500  00 


Miscellaneous  Institutions 
Agricultural  Hall,  Albany,  N,  Y, 

Certificatea 
Building  Work  Contractor  Contract  iasued 

Agricultural  hall Construction,  fourth  floor.  A.  Gander  A  Sons $1 ,943  50 

Addition  361  00 


$2,304  50    $2,304  50 

Agricultural  hall Construction,  third  floor. .  A  Gander  A  Sons 811  00  811  00 

^Agricultural  hall. . .  Construction,  third  floor. .  Bame  A  Cardell 868  00 

Addition  66  44 


$934  44 

♦Agricultural  hall. . .  Plumbing A.  J.  Eckert  Co 1 .  125  00 

Addition  64  50 


$1,189  50  884  00 

♦Agricultural  hall. . .  Electrical Finch  &  Hahn 565  00 

Agricultural  hall Electrical Kirtland  Electric  Con- 
struction Co..  Inc .  .  .  446  00  446  00 
♦Agricultural  hall. . .  Construction Bame  &  Cardell 738  00 


State  Capitol,  Albany,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract  iasued 

♦Capitol      Repairs  to  corridors Feeney  &  Sheehan  Bldg. 

Co $4,150  00 

Addition  187  20 


S4.337  20        $761  08 


*An  asterisk  indicates  that  the  contract  was  in  force  July  1.  19  H). 
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Certificatct 

Building                             Work                              Cootraetor  Contract 

*Caintol Reairancing    room     238, 

Excise  Department ....  Feen^  A  Sheehan  Bldg. 

Co S408  00 

*Capitol Waterproofing  roofs James  J.  Qorman 4,200  00 

Deduct  200  00 


4.000  00 

Capitol Altering  men's  toilet,  fifth 

floor Bame  A  Cardell 1816  00        1816  OO 

Capitol. Storm  windows  and  vesti- 
bules   BameftCaxdeU 1*165  00      1.16500 

Capitol. Metal    partitions,    rooms 

430-431 BameftCaideU 1.545  00 

Deduct  15  00 


$1.530  00      1.530  00 

Capitol Partition,  room  340 Bame  A  Cardell 148  00 

Deduct  1  00 


$147  00  147  Oa 

Capitol Partition,  room  336 Bame  A  Cardell ■>.  148  00 

1  00 


$147  00  147  00 

Capitol Bookcase,  Department  of 

Architecture Bame  A  Cardell 205  00          295  00 

Capitol Alterations,  room  414-A. .  Bame  A  Cardell 268  00         268  00 

Capitol Rooms  in  Senate  corridor.  James  H.  White  A  Son.  12. 785  00    12.530  0(> 

Capitol Rearranging      partitions, 

room  435 James  H.  White  A  Son.  3.000  00 

Deduct  05  00 


$2,005  00  714  45 
*Capitol Clock  style   18  oak,   re- 
porters* room The     Western     Union 

Telegraph  Co 12  00 

Capitol Repairs  cement  in  Court 

of  Capitol G.  W.  Davenport  Co. .  472  00         472  OO 

*CapitoI Carpets,  Executive  Cham- 
ber   W.  M.  Whitney  A  Co. .       2.631  80 

Capitol Carpets  to  replace  runners, 

Executive  Chamber. ...  W.  M.  Whitney  ft  Co. .  353  83  353  $a 

^Capitol Electric  —  east  wing Finch  A  Hahn 5.874  00 

Addition  133  00 


$6.007  00      1.139  15 

♦Capitol Electric — corridors,     east 

wing Fmch  A  Hahn 909  50  319  30 

Capitol Heating— 4th  floor,  Senate 

corridor,  east  wing W.  B.  Armstrong  Co. . .       1 ,880  00  299  00 

♦Capitol Electric      elevators — east 

end Otis  Elevator  Co 62.430  00 

Deduct  25  00 


$62,405  00    52.467  ee 

Capitol Electric  fixtures,  room  600.  Morton     Havens,     Jr., 

Inc 207  00  207  00 

Capitol Plumbing,    men's    toilet, 

5th  floor A.  J.  Eckert  Co 1,210  00       1.210  CO 

*  An  asterisk  indicates  that  the  contract  v^aa  in  force  July  1.  1919 
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C«rtifieat« 
BuikUng  Work  Coiitr»ctor  Contnet        i«ued 

Gbpitol 8«nriee  on   night   watch 

and  fire  ftkrm National   DiatrieC  Tele- 
graph Co $682  00        $682  00 

*Capitol ConTerting     room     2S8 

into  atoreroonit  Exdn 

Department Feenoy  A  Sheehan  Bldg. 

Co 408  00 

*Capitol Repain  to  corridors Feenegr  A  Sheehan  Bldg. 

Co 4,160  00 

Addition  187  20 


$4,337  20 


K^pitcd New  partition  back   of 

Speaker' ■   Lobby. 

Aeeembly  Chamber. . .  Feeney  Sl  Sheehan  Bldg. 

Co 193  00 


Capitol  Power  House,  Albany^  N.  Y. 

Certifieatea 
Building  Work  Contractor  Contract         iamed 

Power  hooae Changea  in  gate  poets. . .  The  Fhmken  Ornamental 

Iron  Works $148  00        $148  00 


Indian  School,  CaUaravgua  Reservation 

Certificatea 
Building  Work  Contimotor  Contract         issued 

•School  buikling. . . .  Warm  air  ducts Bartow.  Mentlcy  A  Co.  $90  00 

School  building Construction  work Kennedy      A     Scullen 

Construction  Co 2, 700  00 

Deduct  141  96 


$2,558  05    $1,482  80 


Schoharie  State  School  of  Agriculture,  CcbleskiU,  N.  Y, 

Ctartifieates 
Building  Work  Contractor  Contract  issued 

^ome      economics 

building Construction 8.  A.  Scullen  Co $34,973  00 

*Home      economics 

building Heating Andrew  J.  Finn 2.737  37 

*Home      economise 

building Plumbing  and  drainage.. .  Q.  E.  Engineering  Co. .       1 .960  00 

*Home      economics 

buiVliDg Electric Chas.    H.    Darmstadt, 

Inc 1.389  00 

Dairy  building Construction Bame  A  Cardell 25.342  00 

Addition      1,040  48 


$28,382  48 
Deduct  350  00 


$26,032  48    $6,513  80 

Dairy  buikling .  Plumbing  and  drainage.. .  R.  T.  Ford  Co 3,472  00 

Addition  40  00 


$3,512  00 
Deduct  87  00 


$3,425  00  625  80 

Dairy  building Electric Finch  &  Hahn 1.845  00      1,390  25 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1. 1919. 
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Cornell  Univernty^  Ithaca^  N.  Y. 

BuildlDC  Work  ContnMtor  Contmet  teiwd 

«Plaiit,         industnr 

bttildinsi Arohitoetunl  Mnrioet QrMD  k  Wkln ST.fiOO  00 

Cattle  barn H«atiiic Forwt  City   PlumbUv 

Co 58000        $90800 

Cattle  bam Plumbinc  and  drainace. . .  Forest  City   Plumbinc 

Co 2.462  00 

Addition  132  50 


$2,504  50 
Deduot  10  00 


$2.584  50       1.109  76 
Conetruetion 0.  M.  Van  Abtyne 6.000  00      1 ,468  05 


Crown  Point  Reservaiion,  Crown  Point,  N,  Y. 

Building  Work  Contraotor  Contract 

Pomp  house Painting W.  P.  OkbufF $14  58 

Deduct  2  25 


$12  83  $12  33 

Comfort  station. . . .  Painting W.  P.  Oldruff 100  00  100  00 

Band  and  gravel J.  F.  Nadeau 120  00  120  00 

Portland  cement W.  P.  OklruflF 8000  8000 

Fqrts,  Crown  Point 

and  St.  Frederick.  Repairs W.  P.  Okbuff 327  75  327  75 

Forts.  Crown  Point 

and  St.  Frederick.  Repaixs W.  P.  OUruff 410  70         410  70 

Forts,  Crown  Point 

and  St  Frederick.  Repairs W.  P.  Oldruff 405  00         405  00 

Forts,  Crown  Point 

and  8t.  Fk«derick.  Repairs J.  F.  Nadeau 13  00  IS  00 

Forts,  Crown  Point 
and  St.  Frederick.  Repairs J.  F.  Nadeau 127  00         127  00 


School  of  Agriculture,  Delhi,  N.  Y. 

CectafioatcB 
Building                            Work                             Contractor  Contract         issvsd 

Dairy  bam Construction R.  H.  Hume $400  00        $400  00 


Dunkirk  Fish  Hatchery,  Dunkirk,  N.  Y. 

Ccrtifieatfli 
Building  Work  Contractor  Contract         issued 

Fish  hatchery Construction J.  A.  Taylor $17,265  00 

Addition  104  50 


$17,369  50 
Deduct  9  00 


$17,360  50    $5.196  45 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 
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Buildins                           Work 
^nihbAtoluvy Haatiac 


Certificate* 
Cqptraotor  Contract         issued 

Hodcldna,  FiflUb  Hard- 

waraCo $1.400  00 

Deduct  40  61 


$1.3d9  39        S7d5  00 

«Fi8h  hatobary Sanitary Hodckina,  Fieldi.  Hard- 
ware Co 5,182  96  005  25 

FSahHatobery Electric Thos.   B.    Donovan   St 

Sons 615  00  615  00 


Educaiian  Building,  Albany ,  N,  Y, 

Certificates 
Building                             Wwk                              Contractor  Contract  issued 

Education  buikLinc  Mural  decoration Will  H.  Low $30,000  00    $2,866  78 


State  Instituie  of  Applied  Agriculture  on  Long  Island,  Farmingdale, 

N.  Y. 


Work 


Contractor 


Building 
Central  beating  and 

lighting  plant Boiler  plant,  ete. Albert  Wintemits $103,000  00 

AddiUon  206  53 


Certificates 
Contract         issued 


$103,206  53 
Deduct      1.386  58 


$101,819  95  $15,827  07 


Agricultural  Experiment  Siaiion,  Oeneva,  N.  Y. 

Certificates 
Building                             WoA                             Contractor  Contract         issued 
Administration,     li- 
brary and  demon- 
stration building. .  Construction P.  S.  Houok $64,26000 

Addition  678  93 


$64,938  93 
Deduct  568  81 


$64,370  12  $15,604  35 
Administration,     li- 
brary and  demon- 
stration buikling..  Heating R.  T.  Ford  Co 9.745  00 

Deduct  759  30 


$8,985  20      2,406  20 
Administration,     li- 
brary and  demon- 
stration buikling. .  Plumbing  and  drainage. . .  R.  T.  Foid  Co 5.372  00 

Addition  215  00 


$5,587  00 
Deduct  102  00 


$5,485  00   1,876  50 


*  An  asterisk  indicates  that  the  contract  was  in  foree  July  1,  1910. 
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Building 
Adminiatration,     li- 
brary and  demon- 
stration building. . .  Electric , 


Work 


Contractor 


Cectifioatci 
Contract         iHued 


Conduit,  Miller  Co.. . . .     t3.354  00 
Addition  86  00 


$8.440  00    t2.500g0 
AdminiBtrationt     li- 
brary and  demon- 
stration building. .  Electric    service    connec- 

tiona Empire  Qaa  A  Electric 

Co 1.340  00      l.S4l)00 

Adminiatration,  li- 
brary and  demon- 
stration building. .  Metal  weather  ttripa Niagara  Metal  Weather 

Strip  Co 240  00  340  00 

Administration,  li- 
brary and  demon- 
stration building. .  Hardware Albany  Hardware  and  ■ 

Iron  Co 676  00 

Addition  10  06 


6685  05 

Deduct  20  80 


$656  65  65665 

Painting  existing  buUdings  Boyd   Decorating  Co., 

Inc 2.862  00      2.862  00 


John  Boyd  Thatcher  Park 


Certifieatea 

Building 

Work 

Coatractor 

Contract         iMued 

^Administration 

building 

. .  Construction 

A.  Gander  A  Sons 

$683  00 

Addition 

265  00 

$048  00 


Health  Department,  Albany,  N.  Y. 

Certifioataa 
Bxiilding  Work  Contractor  Contract         issued 

Laboratory  bldg Construction A.  E.  Stephens.  Co $111,000  00 

Addition  786  19 

$111,786  19 
Deduct      4.500  00 

$107,286  196100,741  19 
^Laboratory  bldg. . .  Construction  sterile  rooms. 

Media  Hood A.  E.  Stephens  Co 10.600  00      3.867  50 

•Laboratory  bkig. . .  Heating The  MerriU  Co 48,082  00    37,161  60 

•Laboratory  bldg. . .  Sanitary A.  J.  Eckert  Co 55.500  00 

Addition      3.511  00 

$59,011  00 
Deduct  11  60 

$58,909  50    43.311  75 
riisk  ir.diiatt>  that  the  coMiact  ^as  in  force  July  1.  1919. 
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Bnildinc                             Work 
•Uboratory  Udc.  ■ .  Eleetrie 


Certificate* 
Contractor  Contract  i«<ied 

Gacen  it  Batkr,  Ino. .  .$  10.484  00 

958  00 


*Laboratoiy  bUf. . .  Lanodry  equipineiit. 


$11,442  00    SQ.561  70 
Laundry 

BdaduMnr  Co 4.270  00      2.60100 

^Laboratory  bUf. . .  Eleetrie  elevator GraTee  Eleetrie  Co..  Inc.      5.400  00      4. 194  75 

•Laboratory  bUf. . .  Hardware Norwalk  Loek  Co 1.788  00 

Addition  59  95 


$1,842  95 
•Laboratory  bUf. . .  Gaeoline  tank  and  pump.. .  8.  F.  Boweer  ACo..  Ine.  595  00 

*Laborato.y  bUg. . .  Electiie  ek>ck  aystem The  E.  Howard  Clock 

Co. 1.178  00 

•Laboratory  bkic. . .  Eleetrie  dumbwaitos Elerator  Suppliee  Co..      5.789  00 


School  of  AffricuUure,  MorrisviUe,  N.  7. 

Ccrtifira  te 
Buildins  Work  Contractor  Contract  iaeued 

•Laboratory        and 

daaa  room  bMc. .  Conatnietion WiUiam  L.  Fiekl $51,800  00 

Addition  685  00 


$52,485  00  $26,567  60 
•Laboratory        and 

claae  room  bUc. . .  Heatinc H.  J.  Brandelea  Co 8.676  05      2,847  50 

•Laboratory        and 

claaeroombUc...  Plumbinc  and  draina«e. . .  Murtagh  ft  Redinston .  5.400  00  3.145  00 
•Laboratory        and 

daaa  room  bklg.. .  Electric J.  E.  M.  Electric  Co. . .       2,335  00         200  00 


QiuirarUine  Station,  Hoffman's  Island,  N.  Y. 

Certificatea 
BuUdinc  Work  Contractor  Contract         iaaued 

•Power  plant Settinc    and    connecting 

two  boilera Auatin    Heating    Cor- 
poration      $4.245  00    $2,643  50 

Power  plant Moving  two  boilers North     Atlantic     Eng. 

Corp 1,414  00       1.414  00 

Kitchen.        laundry 
building.       aouth 

dormitory Conatruction.  new  toilet. .  J.  M.  Knopp 4.707  00      4,707  00 

Kitchen.        laundry 
buUding,       south 

dormitory Plumbing J.  N.  Knight  ft  Son 6.837  00 

Deduct  415  40 


$6,421  60      6.421  60 


Saratoga  Reservation^  Saratoga  Springs,  N,  Y. 

Certificates 
Buikiing  Work  Contractor  Contract  issued 

Hat  horn  drink  hall. .  Construction James  P.  Fitsgerald ....     $7, 260  00 

Addition      4.723  40 


$11,082  40 
Deduct  0  60 


$ll.g72  80  $11,972  89 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1010. 
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Schuyler  Mansion ,  Albany,  N.  Y. 

Certificates 

Building                             Work                              Contnetor  Contrmct  iwued 
BuildinsB Labor  and  material,  sani- 
tary work  of  new  sewer .  Fred  A.  Danker $423  00        M23  00 

Buikiings Iron  railing  and  trees  sup- 
port    N.    C.    Clausen  Arch, 

Iron  Co 179  00  179  00 


Sir  William  Johnson  ManaioHy  Johnstovm,  N.  Y. 

Certificates 

Building  Work  Contractor  Contract  iaoued 

CareUker's  cottage.  Construction £U  J.  Miller t3.090  47 

Deduct  166  00 

$2,824  47        S429  09 


State  Hali,  Albany,  N.  Y. 

Certificates 

Building                            Work                             Contractor  Contract         isausd 

State  hall Four  steel  cases F.  D.  Sargent $205  00        S206  00 

State  hall Derelopment  of  grounds..  M.  L.  Ryder  Xdg.  Co..  1.086  00      1 ,086  00 

State  hall Taking    down    draperies 

and  rehanging  same John  G.  Myen  Co 7  80               7  80 

State  hall Metal  screens  and  weather 

stripe. Chamberlain         Metal 

Weather  Strip  Co. . . .  1 .912  65 

Deduct  63  05 


$1,849  60  659  60 

SUte  hal' Materials  for  Judge  His- 

cock's  room Art  Metal  Construction 

Co 4  80  4  80 

^Electric  work E.  Joy  Co 9.753  00 

Addition      3.403  02 


$13,156  02 
Deduct  4  71 


$13,151  31 


Syracuse  College  of  Forestry,  Syracuse,  N.  Y, 

Certificatt* 

Building  Work  Contractor  Contract  iaaued 

Laboratory Additional    radiation    in 

laboratory     of     Forest 
Entomologist    A   Attic 

Laboratory Young  &  Power $598  00  Sd9S  00 

Forestry  building. . .  Heating Wilhard  E.  Lape 14.597  00 

Addition  551  00 


$15,148  00 
Deduct  10  00 


$15,138  00  764  OU 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 


SUMMARY 

CONTRACTS  IN  FORCE  JULY  1,  1919 

State  Hospitals 

Binghamton  State  Hospital $62,078  29 

Brooklyn  State  Hospital 669,888  24 

Central  Islip  State  Hospital 540,877  70 

Hudson  River  State  Hospital 62,000  00 

Kings  Park  State  Hospital 2,662  00 

Manhattan  State  Hospital 280,232  83 

Rochester  State  Hospital 21 ,187  47 

Utica  State  Hospital 165,042  00 

Willard  State  Hospital 3,096  00 

Total $1 ,777,063  53 

Charitable  Institutionb 

Albion  —  Western  House  of  Refuge $64 ,496  00 

Bath  —  State  Soldiers'  and  Sailors'  Home Ill ,  181  11 

Bedford  —  State  Reformatory  for  Women 10,823  00 

Eanura  —  State  Reformatory 666  00 

Hudson  —  State  Training  School  for  Girls 989  00 

Iroquois  —  Thomas  Indian  School 7 ,325  00 

Letchworth  Village,  Thiells 1 ,239,790  72 

Napanoch  —  Eastern  New  York  Reformatory 9,413  00 

Newark  —  State  School  for  Mental  Defectives —  82,299  00 

Oxford  —  Women's  Relief  Corps  Home 3,870  00 

Sonyea  —  Craig  Colony  for  Epileptics 85,295  00 

West  Haverstraw  —  Hospital  for  Crippled  and 

Deformed  Children 11,698  00 

Total $1 ,927,843  83 

Prisons 

Sing  Sing  Prison $1,178,233  76 

Wingdale  Prison 1 ,044,634  38 

Total »2, 222, 868  14 
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Schuyler  Mansion^  Albany^  N.  Y. 

Certifiotties 
Building                             Work                               Contractor  Contrmct  inued 
Buildings Labor  and  material,  sani- 
tary work  of  new  wwer.  Fred  A.  Danker $423  00        M23  00 

Buikiings Iron  railing  and  trees  8U|>- 

port N.    C.    Clausen  Arch, 

Iron  Co 179  00  179  00 


Sir  WiUiam  Johnson  Mansion,  Johnstown,  N.  Y. 

Certificates 

Building  Work  Contractor  Contract  issued 

Caretaker's  cottage.  Construction Eli  J.  Miller t3.090  47 

Deduct  166  00 

$2,824  47        S429  99 


State  Hall,  Albany,  N.  Y. 

Certificates 

Building                            Work                             Contractor  Contract         issued 

State  hall Four  steel  cases F.D.Sargent $205  00        S205  00 

State  hall Development  of  grounds..  M.  L.  Ryder  Xdg.  Co. .  1.088  00      1  .OS6  00 

State  hall Taking    down    draperies 

and  rehanging  same John  G.  Myers  Co 7  80               7  SO 

State  hall Metal  screens  and  weather 

stripe Chamberlain         Metal 

Weather  Strip  Co. . . .  1 ,912  65 

Deduet  63  05 


$1,849  60  659  60 

SUte  hal' Materials  for  Judge  His- 

cock's  room Art  Metal  Construction 

Co 4  80  4  80 

*Electrio  work E.  Joy  Co 9.753  00 

Addition      3.403  02 


$13,156  02 
Deduct  4  71 


$13,151  31 


Syracuse  College  of  Forestry,  Syracuse,  N.  Y. 

Certificatt* 

Building  Work  Contractor  Contract  issued 

Laboratory Additional    radiation    in 

laboratory     of     Forest 
Entomologist    A    Attic 

Laboratory Young  &  Power $598  00         S59S  00 

Forestry  building. . .  Heating Wilkard  £.  Lape 14.597  00 

Addition  551  00 


$15,148  00 
Deduct  10  00 


$15,138  00  764  ») 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1,  1919. 


SUMMARY 

CONTRACTS  IN  FORCE  JULY  1,  1919 

State  Hospitals 

BinghamtoQ  State  Hospital $52,078  29 

Brooklyn  State  Hospital 669,888  24 

Central  Islip  State  Hospital 540,877  70 

Hudson  River  State  Hospital 52,000  00 

Kings  Park  State  Hospital 2,662  00 

Manhattan  State  Hospital 280,232  83 

Rochester  State  Hospital 21 ,187  47 

Utica  State  Hospital 155,042  00 

Willard  State  Hospital 3,095  00 


Total $1 ,777,063  53 

Charitable  Institutions 

Albion  —  Western  House  of  Refuge S64,495  00 

Bath  —  State  Soldiers'  and  Sailors'  Home Ill ,  181  11 

Bedford  —  State  Reformatory  for  Women 10,823  00 

Eantira  —  State  Reformatory 665  00 

Hudson  —  State  Training  School  for  Girls 989  00 

Iroquois  —  Thomas  Indian  School 7,325  00 

Letchworth  Village,  Thiells 1 ,239,790  72 

Napanoch  —  Eastern  New  York  Reformatory 9,413  00 

Newark  —  State  School  for  Mental  Defectives 82,299  00 

Oxford  —  Women's  Relief  Corps  Home 3,870  00 

Sonyea  —  Craig  Colony  for  Epileptics 85,295  00 

West  Haverstraw  —  Hospital  for  Crippled  and 

Deformed  Children 11,698  00 

Total $1 ,927,843  83 

Prisons 

Sing  Smg  Prison $1 ,178,233  76 

Wingdale  Prison 1 ,044,634  38 

Total $2,222,868  14 
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Ccrtificatci 


Building 
Administration,     li- 
brary and  demon- 
stratioo  building. .  Electric . 


Work 


Contractor 


Contract 


Conduit*  Miller  Co t3,3M  00 

Addition  86  90 


93.440  90    t2,500  90 
Administration,     li- 
brary and  demon- 
stration building. .  Electric    service    connec- 
tions   Empire  Qaa  4e  Electric 

Co 1.340  00      1.34600 

Administration,  li- 
brary and  demon- 
stration building. .  Metal  weather  stripe Ifiagtn  Metal  Weather 

Strip  Co 240  00 

Administration,  li- 
brary and  demon- 
stration building. .  Hardware Albany  Hardware  and  • 

Iron  Co 675  00 

Addition  10  95 


S685  95 

Dedoot  29  30 


240  00 


9656  65         65566 

Painting  existing  buildings  Boyd   Decorating  Co., 

Inc 2.862  00      2.362  00 


John  Boyd  Thatcher  Park 


Building                              Work 
^Administration 
building Construction 


Contractor  Contract 

A.  Gander  A  SoM 1683  00 

Addition  265  00 


$948  00 


issued 


Health  Departmenty  AUxmyf  N.  F. 

Certificates 
Building  Work  Contractor  Contract         iasoed 

Laboratory  bldg Construction A.  E.  Stephens.  Co $111,000  00 

Addition  786  19 


$111,786  19 
Deduct      4,500  00 


^Laboratory  bldg. 

^Laboratory  bkig. 
^Laboratory  bldg. 


$107,286  19$100,741  19 
Construction  sterile  rooms, 

Media  Hood A.  E.  Stephens  Co 10.600  00      3.867  50 

Heating The  Merrill  Co 48,082  00    37. 161  60 

Sanitary A.  J.  Eckert  Co 55,500  00 

Addition      3,511  00 


$59,011  00 
Deduct  11  50 


$58,999  50    43.311  75 


*  An  astciitk  irdit  atej,  that  the  contiact  was  in  force  July  1,  1919. 
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Building                            Work 
'Laboratory  bidg. . .  Eleotrie , 


Certificate* 
Contractor  Contract  iaeued 

Gagen  ft  Butler,  Inc. .  .$  10,484  00 

958  00 


$11,442  00    to. 661  70 

'Laboratory  bldg...  Laundry  equipment American  Laundry 

Machinery  Co 4.270  00      2.60100 

'Laboratory  bldg. . .  Electric  elevator Qravea  Electric  Co..  Inc.      5,400  00      4 .  104  75 

'Laboratory  bldg. . .  Hardware Norwalk  Look  Co 1.788  00 

Addition  50  95 


$1,842  05 
'Laboratory  bklg. . .  GaaoUne  tank  and  pump. . .  8.  F.  Boweer  ft  Co.,  Ine.  505  00 

*Laborato.y  bldg. . .  Electiio  dock  gyatem The  E.  Howard  Clock 

Co 1.178  00 

'Laboratory  bldg. . .  Electric  dombwaiters Elevator  Supplies  Co..      5.780  00 


School  of  Agriculture,  Morrimlie,  N.  Y. 

Certifica  te 
Building  Work  Contractor  Contract  iaeued 

'Laboratory        and 

daaa  room  bldg. . .  Construction William  L.  Fiekl $51 .800  00 

Addition  685  00 


$52,485  00  $26,567  60 
'Laboratory        and 

claae  room  bldg.. .  Heating H.  J.  Brandelee  Co 8.676  95      2,847  50 

'Laboratory        and 

class  room  bUg.. .  Plumbing  and  drainage.. .  Murtagh  ft  Redingion.  5,400  00  3,145  00 
'Laboratory        and 

class  room  bklg...  Electric J.  E.  M.  Electric  Co .. .       2.335  00  200  00 


Quarantine  Station,  Hoffmanns  Idand,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

'Power  plant Setting    and    connecting 

two  boilers Austin    Heating    Cor- 
poration      $4.245  00    $2.643  50 

Power  plant Moving  two  boilers North    Atlantic     Eng. 

Corp 1.414  00      1.414  00 

Kitchen.        laimdry 
building,       south 

dormitory Construction,  new  toilet. .  J.  M.  Knopp 4.707  00      4.707  00 

Kitchen,        laundry 
building,       south 

dormitory Plumbing J.  N.  Knight  ft  Son 6,837  00 

Deduct  415  40 


$6,421  60      6.421  60 


Saratoga  Reservation,  Saratoga  Springs,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract  issued 

Hat  horn  drink  hall. .  Construction James  P.  Fitsgerald $7. 250  00 

AddiUon      4,723  40 


$11,982  49 
Deduct  9  60 


$11,972  80  $11,972  89 


*  An  asterisk  indicates  that  the  contract  was  in  force  July  1. 1919. 


SIXTH  ANNUAL  REPORT  OF  THE  DEPARTMENT   OF 

ARCHITECTURE 


STATE  OF  NEW  YORK 

Depabtment  op  Architecture 

Albany,  February  15,  1921. 

Hon,  Jeremiah  Wood,  President  of  th^  Senate,  Albany,  N.  Y.: 

Sib. —  I  have  the  honor  to  submit  herewith  for  your  considera- 
tion the  Annual  Report  of  the  Department  of  Architecture,  State 
of  New  York,  for  the  fiscal  year  ending  June  30,  1920. 

EespectfuUy  yours, 

L.  F.  PILCHER, 

State  Architect. 


ANNUAL  REPORT 


To  the  Honorable,  The  Senate,  State  of  New  York: 

Gentlemen. —  In  my  Sixth  Annual  Report  of  the  work  of  the 
Department  of  Architecture,  covering  the  period  between  July  1, 
1919,  and  June  30,  1920,  which  is  herewith  transmitted  to  your 
honorable  body,  I  desire  to  call  special  attention  to  the  fact  that 
although  we,  in  common  with  all  governmental  activities,  both 
State  and  National,  have  been  affected  by  conditions  resulting 
from  the  industrial  upheaval  caused  by  the  World  War,  the  work 
of  the  Department  has  gone  on  with  vigor,  advancing  with  satis- 
factory progress,  the  greater  part  of  the  work  previously  initiated 
or  begun  during  the  year  and  carrying  to  completion  some  of  the 
moert  important  building  operations  in  which  the  Department  has 
been  engaged. 

In  any  survey  of  the  work  of  this  Department  for  the  year 
1919—1920  there  must  necessarily  be  taken  into  consideration 
the  outsanding  fact  of  almost  complete  paralysis  of  functioning 
in  the  building  world.  During  the  period  labor  reached  its  highest 
cost  and  material,  costly  at  the  beginning  of  the  year,  had  gone 
still  higher  to  an  almost  prohibitive  mark.  Prices  of  material 
were  affected  in  the  first  place  by  the  unprecedented  rise  in  labor 
and  again,  almost  as  much  so  by  the  frequent  closing  down  of 
mills- and  factories  and  plants,  the  result  of  disagreement  over 
wages  through  the  economic  upset. 

The  conditions  mentioned  havt  been  nationwide,  but  in  no  State 
of  the  Union  have  the  effects  been  more  drastic  than  in  our  own 
State.  Here  some  of  the  largest  construction  enterprises  of  the 
country,  initiated  through  private  concerns  and  planned  many 
months  before  the  industrial  disturbance,  have  been  held  in  abey- 
ance, awaiting  the  time  when  more  settled  conditions  and  a  more 
favorable  market  would  permit  of  their  being  carried  on  without 
the  enormous  sacrifice  of  capital  which  unsettled  markets  would 
call  for.  Where  private  enterprise  is  thus  affected,  the  State,  of 
course,  is  affected  much  more  so.    In  ^he  same  ratio  as  the  State 
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demands  and  exacts  the  best  material  and  the  best  workmanship 
in  its  construction  work  so  is  the  exaction  as  to  price  by  the 
contractor. 

For  the  year,  while  the  Department  has  been  employed  to 
its  full  capacity  on  the  work  in  hand,  it  was  my  settled  policy, 
rigidly  adhered  to,  to  cut  off  absolutely  all  imnecessary  work  and 
to  curtail  as  far  as  consistent  with  the  interests  of  the  State  the 
expense  of  the  work  foimd  to  be  imperative.  This  was  done  with 
the  hope  and  the  belief  that  costs  would  in  the  not  remote  future 
reach  a  level  where  our  program  of  construction  could  be  carried 
on  with  better  advantage  to  the  State,  without  at  the  same  time 
hampering  any  of  its  activities. 

Even  with  this  policy  in  force  we  find  that  my  Department  has 
been  one  of  the  most  active  in  the  State  government;  for  essen- 
tially a  service  department  as  it  is,  its  work  is  correlated  with 
that  of  every  other  department  of  our  commonwealth. 

Summary  of  Contract  Work 

Contracts  in  force  June  30,  1919 $0,225,4&9  04 

Contracts  and   orders   from  July   1,    1919,   to 

June  30,   1920 4,445,109  30 

Special  Fund  Estimates  July  1,  1919,  to  June 

30,   1920    4,965,813  80 


Total  face  of  contracts,  special  orders  and  special 

fund   estimates   administered   from   July    1, 

1919,  to  June  30,  1920 $15,636,412  14 

Face  of  contracts  concluded,  including  special 

fund  estimates  not  included  in  contracts. . . .       7,571,770  14 


Total  contracts  in  force  June  30,  1920 $8,064,642  00 


The  expenses  of  the  Department  during  this  period  was  $2^,- 
768.13,  payroll  charges  $189,773.47  and  maintenance  and  opera- 
tion $39,9S4.66,  the  average  monthly  cost  being  $19,147.34. 

Summary  of  Work 

From  July  first,  1919  to  June  30,  1920,  there  were  338  con- 
tracts and  special  orders  in  force,  at  a  total  cost  of  $10,795,225.43. 


Depabtmbnt  of  Ahchitbctukb  7 

In  the  State  Hoapital  group  daring  1919-1920  new  contracts 
amounting  to  $2,796,686.57  were  awarded,  the  work  covering 
laundry  equipment,  remodeling  heating  system  and  fire  escapes 
at  Binghamton  State  Hospital ;  laundry  equipment,  soot  blowers, 
engine  and  generator,  addition  to  Chronic  Hospital,  construction, 
heating,  plumbing  and  electric  work  and  return  tank  connections 
at  Brooklyn  State  Hospital;  laundry  machinery,  new  boiler, 
stokers,  etc.,  fire  alarm  system,  coal  and  ash  handling  equipment 
and  artesian  well  at  Central  Islip  State  Hospital;  construction, 
heating,  plumbing  and  electric  work  of  building  for  acute  patients 
at  Kings  Park  State  Hospital ;  mortuary  and  laboratory  building, 
also  building  for  chronic  patients  at  Middletown  State  hospital; 
heating  work  at  Rochester  State  Hospital;  boiler  breeching  at 
St.  Lawrence  State  Hospital;  construction  of  building  for  male 
chronic  patients  and  the  construction  of  a  central  power  plant 
(Marcy  Division)  at  Utica  State  Hospital. 

Charitable  Institutions 

During  1919  and  1920  new  contracts  amounted  to  $67,018.9* 
for  new  work  as  follows :  Western  House  of  Refuge  for  Women, 
Albion,  remodeling  heating  system  and  repair  work;  Letchworth 
Village,  Thiells,  construction,  heating,  plumbing  and  electric 
work  of  eight  cottages  for  girls,  refrigeration  equipment,  laundry 
equipment  and  electric  elevator  in  storehouse;  State  Custodial 
Asylum,  Newark,  heating  work  of  cottage  for  inmates,  outside 
service  connections  and  painting  water  tank;  Woirien's  Relief 
Oorps  Home,  Oxford,  repairs  to  boiler  mains;  Craig  Colony  for 
Epileptics,  Sonyea,  insulation  of  refrigerator  rooms;  Hospital  for 
Crippled  and  Deformed  Children,  West  Haverstraw,  laundry 
equipment  and  sanitary  work. 

Penal  Institutions 

Contracts  amounting  to  $146,464.03  were  awarded  for  the 
construction  of  stairs  at  Dannemora  State  Hospital;  Sing  Sing 
Prison,  elevator  in  mess  hall,  heating  in  underground  mains,  elec- 
tric work,  underground  electric  conduit  boiler  grates,  water  pump- 
ing apparatus  and  fire  escapes^  At  Wingdale  contracts  were 
awarded  for  hardware  and  special  bolting  devices. 
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State  Abmories 

Contracts  for  State  armories  amounied  to  $478,972.50  being 
for  removal  of  present  buildings,  removal  of  debris,  etc.,  and 
construction  of  addition,  heating,  plumbing  and  electric  work 
at  Malone  State  armory;  Troy  armory,  construction,  heating, 
plumbing  and  electric  work. 

NoBi&IAL   SCHOOIJS 

Contracts  amounted  to  $111,275.35  for  work  on  balustrades 
and  for  painting  at  BuiPalo  Xormal  School,  painting  and  repair 
work  at  G^neseo  Normal  School;  three  new  boilers  at  Oneonta 
Normal  jSchool;  construction,  heating,  plumbing  and  electric 
work,  boiler  house  at  Potsdam  Normal  School 

Miscellaneous 

Contracts  amounted  to  $234,852.87,  being  for  repair  work  and 
electric  lighting  in  the  County  Building  at  Albany ;  repair  work 
in  Agricultural  Hall,  Albany;  construction  and  repcir  work  in 
Benson  Building,  Albany;  repairs  to  roof  of  State  Capitol  and 
also  for -electric  work  in  Executive  offices  and  storm  sash  on 
windows,  rooms  334-335  and  336.  At  the  State  School  of  Agri- 
culture, Cobleskill,  contract  was  awarded  for  sanitary  work  in 
Home  Economics  Building.  At  the  State  Education  Building, 
Albany,  a  contract  was  awarded  for  sidewalks  and  gi*ading.  At 
Geneva  Experiment  Station,  Geneva,  N.  Y.,  contracts  were 
awarded  for  painting  and  for  museum  cases;  Laboratory  Build- 
ing, Albany,  X.  Y.,  columns  in  boiler  room,  steam  pressure  steri- 
lizers, stone  vats  in  Media  preparation  room,  equipment,  floor 
coverings,  wall  cabinets,  window  shades  and  library  floor.  Con- 
tract was  awarded  for  metal  equipment  for  Income  Tax  Bureau 
of  the  State  Comptroller's  office,  for  furniture  and  teller's  cage 
work.  At  Hoffman's  island,  quarantine  station,  contract  was 
awarded  for  new  well,  trestle  repair  work,  new  chimney  construc- 
tion and  for  new  steel  buildings.  At  John  Boyd  Thacher  park 
an  administration  building  is  to  be  erected.  At  the  State  oflice 
building  contracts  were  awarded  for  shoring  foundation  walls, 
test  borings  and  fence  around  land.  At  Syracuse  Fair  Grounds 
contract  was  awarded  for  horse  stalls  and  at  Syracuse  University 
for  plumbing,  electric  work  and  extending  blackboardfi. 
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Special  Fund  Estimates 

Four  thousand  four  hundied  and  sixty-seven  special  fund 
estimates  amounting  to  $4,065,813.80  after  deducting  credit 
estimates  and  involving  in  many  eases  the  preparation  of  plans, 
working  sketches,  details  and  specifications  by  this  Department 
or  the  consideration  and  con'ection  of  such  plans,  sketches,  etc., 
as  prepared  and  submitted  by  the  institutions,  were  approved  by 
me  during  the  year. 

This  is  a  very  large  increase  over  the  number  of  such  special 
fund  estimates  submitted  to  me  in  previous  years,  due  to  the 
insertion  of  a  clause  in  the  annual  appropriation  for  the  support 
of  government  requiring  that  "  expenditures  from  appropriations 
made  by  this  act  for  repairs  and  alterations  to  buildings  and 
replacement  of  mechanical  equipment  shall  only  be  made  on 
estimates  submitted  to  and  approved  by  the  State  Architect,  in 
addition  to  approvals  now  required  by  law."  This  requirement 
brought  to  me  repair  and  replacement  estimates  from  practically 
all  institutions  in  the  State,  which  are  included  under  that  appro- 
priation act  and  increased  the  number  of  estimates  so  submitted 
by  several  thousand. 

Also  due  to  the  practice  of  the  State  Hospital  Commission  of 
requiring  the  submission  of  special  fund  estimates  covering  all 
contracts,  sixty-one  of  the  above  estimates  submitted,  totaling 
$3,000,459.62  were  for  contracts,  awarded  for  construction  work 
at  State  hospitals;  nine  of  these  were  for  Brooklyn  State  Hos- 
pital; twenty-eight  for  Central  Islip  State  Hospital;  four  for 
Hudson  River  State  Hospital ;  one  at  the  Kings  Park  State  Hos- 
pital ;  five  at  the  Manhattan  State  Hospital ;  seven  at  Middletown 
State  Hospital ;  and  seven  at  the  TJtica  State  Hospital. 

The  following  is  a  summary  of  the  number  and  total  amounts 
of  all  special  fund  estimates  passed  upon  for  the  various  insti- 
tutions : 

8ta4e  Hospitals 

EstimateB  Amount 

Binghamton  State  Hospital 270  $96,480  68 

Brooklyn  State  Hospital 327  326,  973  30 

Buffalo  State  Hospital 94  37,  675  62 

Central  Islip  State  Hospital 171  299, 488  74 

Gowanda  State  Hospital 117  22, 693  91 
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State  HotpitaU  —  Continued. 

EstunatM  Amount 

Hudson  Kiver  State  Hospital 196  164, 664  02 

Kings  Park  State  Hospital 244  418,211  91 

Manhattan  State  Hospital 230  201,  Oil  03 

Middletown  State  Hospital 133  728, 055  02 

Rochester  State  Hospital 56  21, 576  11 

St.  Lawrence  State  Hospital 142  40, 817  86 

Utica  State  Hospital 237  1, 012, 835  23 

Willard  State  Hospital 106  35, 374  50 


2,  322      14, 206,  757  83 


Ckaritahle  Intiiiutiima 

Albion  — ^Western  House  of  Refuge  for  Women 40  |7, 161  70 

BaUvia  —  School  for  the  Blind 35  5,758  66 

Bath  —  Soldiers  and  Sailors'  Home 50  21, 328  71 

Bedford  Hills  —  Reformatory  for  Women 61  6, 660  76 

Ebnira  —  Reformatory   132  30, 527  28 

Hudson  —  Training  School  for  Girls 04  16, 053  43 

Industry — ^Agicultural  &  Industrial  School 105  18,827  66 

Iroquois  —  Thomas  Indian  School 65  25, 480  17 

Napanoch  —  Eastern  New  York  Reformatory 48  14, 671  45 

Newark  —  School  for  Mental  Defectives 100  22, 158  69 

Oxford — Women's  Relief  Corps  Home 57  3, 915  88 

Randall's  Island  — House  of  Refuge 57  14, 702  98 

Ray  Brook  —  Hospital  for  Tuberculosis 70  9, 885  85 

Rome  —  School  for  Mental  Defectives 293  64, 067  46 

Sonyea —  Craig  Colony  for  Epileptics 01  41  287  66 

Syracuse  —  School  for  Mental  Defectives 72  10, 281  26 

Thiells  —  Letchworth   Village    163  50,534  77 

West  Haverstraw  —  Hospital  for  Crippled  and  De- 
formed Children  24  23, 164  35 


1, 566  $386, 468  71 


Prisons 


Auburn  Prison   

Clinton  Prison   

Dannemora  State  Hospital 

Great  Meadow  Ptison 

Matteawan  State  Hospital 
Sing  Sing  Prison 


70 

$23, 579  15 

60 

28,085  60 

50 

22, 492  79 

58 

23,  849  20 

29 

20, 525  42 

35 

30,  056  73 

302  $148,  588  89 
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Conservation  ComnUnion 

Bath  — Fish   Hatchery    

Bemufi  Point  —  Hatchery    

Boreaa  Mt.  Cabin 

Brownville  Game  Farm 

Caledonia  Fish  Hatchery 

Chautauqua  Fish  Hatchery 

Central   Islip  Nursery 

Gold  Harbor  Hatchery 

Constantia  Fish  Hatchery 

Comstock  Nursery  

Dunkirk   Fish   Hatchery 

Field  Station 

Forestry  Work  —  Division  of  Forestry 

Fulton  Chain  Hatchery 

High  Falls  Camp 

Lake  George  Station 

Linlithgo  Fish  Hatchery 

Long  Island  Game  Farm 

Margaretville  Fish  Hatchery 

Middle  Island  Game  Farm 

Moose  Riyer   Station 

Mumford  Fish  Hatchery 

Observation  Stations  

Observation  Towers  

Ogdensburgh  Fish  Hatchery 

Oneida  Fish  Hatchery 

Old  Forge  Fish  Hatchery 

Saratoga  Springs  Reservation 

Schuylerville  Canal  Ponds 

Sherburne  Game  Farm 

South  Fuller  Mt.  Cabins 

Shoreham  Game  Farm 

St.  Lawrence  Fish  Hatchery 

Tooley  Mt.  Fire  Station 

Upper  Saranac  Fish  Hatchery 

Warrensburgh  Fish  Hatchery 

White  Face  Mt.  SUtion 

White  Face  Observation  Tower 


Miscellaneous 

Albany  Laboratory   

Albany  —  Education  Building    

Albany  —  College   for  Teachers 


EfdnuttM 

Amount 

3 

$320  50 

2 

19  20 

1 

a  05 

2 

221  30 

4 

35  00 

1 

4  80 

2 

32  50 

3 

178  19 

12 

1,  749  51 

2 

107  00 

17 

5,412  16 

2 

585  07 

6 

633  15 

2 

85  75 

1 

8  25 

1 

73  TO 

3 

68  94 

1 

18  00 

4 

8S  73 

1 

9  00 

1 

116  33 

1 

106  04 

3 

367  37 

13 

378  14 

1 

4  00 

1 

11  37 

1 

7  50 

64 

33,321  67 

1 

8  41 

5 

1, 147  89 

1 

16  00 

1 

196  30 

6 

471  50 

1 

5  00 

3 

152  83 

» 

400  49 

1 

22  S9 

1 

5  82 

184 

$46, 399  34 

13 

$3, 675  49 

1 

1,200  00 

6 

651  10 
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Brockport    Normal    School 

Buffalo  Normal  School 

Buffalo  —  Institute   for   Malignant  Diaeases 

Delhi  —  School  of  Agriculture  and  Domestic  Science 

Farmingdale  —  Institute  of  Applied  Agriculture . . 

Fredonia  Normal  School 

Geneva  — ^Agricultural    Experiment    Station 

Indian  Schools    

Ithaca  —  Cornell  University  —  Collie  of  Agricul- 
ture    

New  Paltz  Normal  School 

Oneonta   Normal    School 

Plattsburgh  Normal  School 

Poughkeepsie  —  Gov.  Clinton  House 

Bosebank  —  Quarantine   Station    

Syracuse  —  College  of  Forestry,  Syracuse  Uni- 
versity     


Estimates 

Amoant 

7 

l,r29  30 

17 

2,  525  43 

1 

2,834  19 

i              2 

404  41 

10 

57, 810  4S 

2 

5,600  00 

2 

1, 028  M 

3 

843  60 

1 

1,400  00 

13 

854  15 

6 

806  75 

1 

208  00 

3 

3, 822  73 

1 

1, 199  73 

* 

4 

044  73 

93 

$87,  599  03 

ResumS 

State  Hospitals  2,  322  $4, 296,  757  83 

Charitable   Institutions    1,566  386,468  71 

Prisons    302  148, 588  89 

Conservation   Commission    184  46, 399  34 

Miscellaneous  Institutions   93  87,  599  03 

Grand  Total    4,  467  $4, 965,  813  SO 


New  PitojECTs  Considered 

During  the  year  one  hundred  fifteen  (115)  new  projects  were 
considered  by  the  Department  which  involved  the  preparation  of 
plans  and,  in  the  majority  of  cases  the  sketches,  working  drawings 
and  detailed  specifications  necessary  to  advance  the  work  to 
contract. 

The  institutional  and  departmental  work  inaugurated  during 
the  year  for  which  appropriations  have  been  made  is  as  follows: 

Job  No.  Institution                                              Work 

931 ....  Manhattan    Bakery  and  equipment. 

932 ....  Hudson    Additional  toilets  and  baths. 

933 ....  Manhattan    Alterations  to  west  stable. 

934 ....  Capitol  Repairs. 
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Job  No.  InstitutioD  Work 

935 ....  Rochester    Replacement  of  roof. 

936 Willard    Boilers,  ManhatUn  to  Willard. 

937 Newtown   Battlefield    Concrete  steps. 

938 Rome    Repairing  barn.  Bush  farm. 

939 Willard    Floors,  Chapin  House  kitchen. 

940 Sing  Sing   New  elevators. 

941 Hudson  River  State  Hospital  Repairs,  boilers. 

942 Buffalo  Normal   Painting. 

943 Buffalo  Hospital   Alterations,  Main  building. 

944 Potsdam  Normal  Alterations  to  gutters. 

945 Capitol  Filing  cases,  income  tax. 

946 Bedford    Water  supply. 

947 Newark    Painting  water  tank. 

948 Thiells     Bakery  equipment. 

949 Central  Islip    Quarantine  building. 

950 Health  Department    Filing  cases. 

951 ... .  Middletown    Toilet  and  bath  facilities. 

952 Oxford    Silo. 

953 Syracuse  Feeble  Minded Heating  plant  in  greenhouse. 

954 Oxford    Steam  pipes,  power  house. 

955 Geneva   Tablet  with  inscriptions. 

955-A . .  Agricultural  Hall   Cutting  windows  2nd  floor. 

956 St.  Lawrence   Removal  of  smoke  stack. 

957 Utica    Supports  under  printing  press. 

958 Cornell   Building  of  brick  and  natural  stone 

trimmings. 

959 Capitol   Power   House Reconstruction  scale  pit. 

960 Willard    Accommodations       for       tubercular 

patients. 

961 Utica    Bakery. 

962 Manhattan    Alterations  to  East  building. 

963 Central  Islip Fire  alarm  system. 

964. . . .  Cortland    Reconstruction,  School  building. 

965 Binghamton    Remodeling  heating  system. 

966 Canceled    

967 ....   Capitol     Storm  windows. 

968 Brooklyn    Elevators,  dining-room,  east  building. 

969 Manhattan    Remodeling  old  boiler  room  for  shop, 

new  electric  generator  unit,  over- 
head runway  and  pump  room. 

970 Great  Meadow   Hot  water  system,  greenhouse. 

971 Brooklyn    Block  plan  of  sewage  system. 

972 ....  Brooklyn    Lighting  grounds. 

973 ....  Kings  Park    Changes  in  electric  light  system. 

074 Buffalo    Extension  to  buildings. 

975 Hoffman's   Island    Wooden     trestle     supporting     water 

tank. 

976 Manhattan  Alterations  and  additions  to  dining- 
room. 
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Job  No.  Inititutloii  Work 

977 Rochester Galvanized  ventilating  duct. 

978 Sing  Sing   Fire  escape  for  HospitaL 

979 Canceled    

9S0 Agricultural  Hall   Additional  radiation,  4th  floor. 

961 Broc^lyn    Adminiatration  and  Staff  building. 

982 RandaU's  Island   j&iachinery  for  laundry. 

983 Willard    Tile  floor,  dining-room,  Edgemere. 

984 Auburn  Prison Power  plant. 

985 Kings  Park    Rewiring  of  buildings. 

986 Comstock  Reconstruction  of  Hotel  building. 

987 Thiells    Female  Infirm  group. 

988 Albion    Additional  toilet  accommodations  for 

old  cottages. 

989 Sing  Sing   Death  house. 

990 Cornell    Development  of   College   of  Agricul* 

ture. 

991 Agricultural    Hall    Painting. 

992 Agricultural    Hall    Painting. 

993 Oxford    Repairing  boilers. 

994 Schuyler  Mansion  Burglar  alarm  system. 

996 Bedford  Hills  Sewage  disposal  plant. 

996 Buffalo  Additions    and    alterations,    heating 

plant. 

997 Brooklyn    Food  corridor. 

998 ... .  Capitol  Offlce  Building  Site .  Sale  of  paving  blocks,  CongrSk  St 

999 Public  Buildings   Remodeling  County  building. 

1000 Public  Buildings   Remodeling  Benson  building. 

1001 Delhi    Poultry  house. 

1002 Capitol  Moving  State  departments. 

1003 Syracuse  Feeble-Minded  ....  Electric  wiring  at  Fairmount. 

1004 State  Fair Horse  stalls. 

1005 ....  Brooklyn    Additional  equipment   for   refrigera- 
tion. 

1006 ....  Utica    Repairs  to  heating  system. 

1007 ....  Utica    Renewing  plumbing. 

1008 Wingdale  WaU. 

1009....  Capitol Mezzanine  floor.  Insurance  Dept. 

1010 Executive  Mansion   Stalls. 

1011 Delhi    Hog  and  calf  bam. 

1012 Delhi    Grading  grounds. 

1013 West  Haverstraw School  building. 

1014 Clinton  Prison  Refrigerating     plant     and     cooling 

rooms. 

1015 Chamont  Bay Pavilion  on  Long  Point. 

1016. . . .  Capitol  Rewiring  Executive  chamber. 

1017 Potsdam Repairs    and    alterations    Cook    and 

Stowell  Annex. 
1018....  Hudson   Training   School...  Repairs  to  coal  trestle. 
1019 State  Fair Repairs  to  woodwork,  brick  buildings. 
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Job  No.           Institution  Work 

1020 State  Fair Two  balconies,  Manufacturers  bldg. 

1021 ....  S6nyea   Befrigerating  apparatus. 

1022 Sonyea  Addition  to  water  supply  system. 

1023 St.  Lawrence   Soot  blowers. 

1024 Binghamton    Extension  of  electric  lines  to  farm 

buildings* 

1025 Binghamton    Service  lines. 

1026 Binghamton    Laundry    equipment,    including    ele- 

yator. 
1027 Bath  • Electric  machinery  and  service  con- 
nections. 

1028 Bath  Additional  fire  protection. 

1029 Bath  Domestic  hot  water  system. 

1030 Bath   Additional  apparatus  in  boiler  room. 

1031 ....  Bath  Repairs  to  heating  system. 

1032 Geneseo    New  toilets. 

1033 Hudson  River  State  Hospital  Employes'  home. 

1034 Iroquois  Additional     equipment     and     water 

supply. 

1035 Oxford    Intsalling  cold  storage  plant. 

1036 Brooklyn  Armory   Installing  latrine. 

1037 Albion    Milk  house. 

1038 Public  Buildings   Alterations  to  DeGraff  building. 

1039 Capitol  Mezzanine  floor  in  Senate  Document 

room. 

1040 Cornell    Cold  storage  for  fruit. 

1041 Great  Meadow   Repairs  to  heating  system. 

1042 Hudson  River    Addition     to    carpenter     shop     and 

equipment. 

1043 Gowanda    Dairy  barn  and  silo. 

1044 Manhattan    Soot  blowers. 

1045 Utica    Emergency  repairs  and  electric  lift, 

print  shop. 


Charitable  Institutions 
Western  House  of  Refuse  for  Woinen,  Alhion 

Revised  plans  have  been  made  for  finishing  the  attic  in  the 
industrial  building.  Minor  alterations  in  several  of  the  old  cot- 
tages have  been  made. 

New  York  State  Soldiers'  and  Sailors'  Home,  Bath 

Plans  and  specifications  have  been  made  for  a  covered  corridor 
to  connect  the  new  barracks  H  and  I  with  the  mess  hall. 
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New  York  State  Training  Schools  for  Oirls,  Hudson 

Sketches  and  estimates  have  been  prepared  for  alterations  of  the 
Mclntyre  house.  It  is  proposed  to  do  this  work  by  the  spe^iial 
fund  estimate  system. 

Drawings  and  specifications  have  also  been  made  for  additional 
concrete  buttresses  to  strengthen  the  railroad  embankment  wall 
at  the  power  house. 

Leichworth  ViUage,  TMeUs 

The  bids  received  for  eight  cottages  and  service  building  for 
the  girls'  group,  and  the  addition  to  the  industrial  building,  men- 
tioned in  my  laj9t  report,  exceeded  the  funds  available  for  this 
work;  and  the  plans  and  specifications  for  these  buildings  were 
remade  and  revived,  and  contracts  let  on  the  revised  plans  and 
specifications. 

Drawings  and  specifications  have  been  made  for  window  guards 
on  the  storehouse;  and  drawings  prepared  for  the  equipment  of 
the  bakery. 

Rome  State  School  for  Menial  Defectives,  Rome 

Drawings  have  been  made  for  rebuilding  the  barn  on  the  Brush 
farm. 

New  York  State  Women's  Relief  Corps  Home,  Oxford 

The  only  work  for  this  institution  was  the  preparation  of 
drawings  for  a  fire  escape  on  building  C,  and  alterations  in  the 
cold  storage  building. 

Prisons 

Oreai  Meadow  Prison 

Plans  and  specifications  have  been  made  for  a  one-story  modem 
shop  building.  The  Department  made  a  survey  of  the  old  hotel 
property,  known  as  the  Mitchell  House,  and  developed  plans  for 
alterations  designed  to  convert  this  building  into  apartments  for 
six  families. 

Sing  Sing  Prison 

In  addition  to  completing  the  plans  for  the  future  buildings  in 
the  new  Sing  Sing  group,  drawings  have  been  made  for  a  new 


Are  escape  on  the  old  hospital  huilding,-  test  pits  on  the  sites  of 
the  proposed  prison  wall  and  the  proposed  building  for  capital 
crime  convicts. 

Sketches  have  been  made  for  a  reinforced  concrete  wall  24  feet 
liigh  around  the  new  prison,  and  for  a  building  to  house  and  care 
:for  those  convicted  of  capital  crimes.  This  building  will  contain 
cells  for  39  prisoners,  5  out-door  exercising  yards  enclosed  by 
ivalLsy  kitchen,  execution  chamber,  morgue  and  autopsy  room. 
Drawings  have  also  been  made  for  repairs  to  tho  old  arsenal 
building. 

Wingdale  Prison 

Drawings  and  specifications  have  been  made  for  sp-ecial  locking 
"bolts  on  exterior  steel  doors  of  the  new  buildings. 

Dannemora  Stale  Hospital 

Drawings  and  specifications  have  been  made  and  a  contract  let 
for  the  construction  of  fireproof  stairs  in  the  northwest  wing. 

Normal  Schools 

Specifications  were  prepared  for  exterior  painting  of  windows 
and  other  exterior  woodwork. 

Cortland 
Preliminary  studies  are  being  made  for  a  new  group  of  build- 
ings to  replace  the  school  recently  destroyed  by  fire. 

Gcneseo 
Plans  and  specifications  have  been  completed  for  an  addition 
to  this  school  which  will  provide  space  for  the  kindergarten 
department,  eight  class  rooms,  manual  training  workroom,  and 
toilets.  Also  for  alterations  and  improvements  of  toilets  and 
baths  of  the  gymnasium. 

Potsdam 
Drawings  have  been  made  for  concrete  walks  aroimd  the  new 
group  of  buildings,   and  for  alterations  and  additions  to  roof 
gutters. 
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Cornell  University 

Plans  and  specifications  have  been  made  for  additions  to  tlie 
greenhouses^  and  to  the  laboratory  building  of  tho  College  of 
Agriculture. 

Syracuse  University 

To  bettor  accommodate  tho  work  of  the  College  of  Forestrv,  it 
has  been  advisable  to  make  minor  alterations  within  the  oolloije 
building.  These  operations  have  received  tho  attention  of  this 
Department 

Laboratory,  Staff*  Departmeni  of  II call k 

Revised  plans  and  specifications  have  been  made  for  a  build- 
ing for  stabling  horses  and  housing  small  animals.  Drawings 
have  also  been  made  for  roads  and  grading,  and  for  strengthening 
floors  in  the  laboratory  building  to  support  excessively  heavy 
equipment  Specifications  were  made  for  linoleum  floor  cover- 
ings, and  for  shade  and  awnings  for  the  laboratory  building. 

N.  Y.  Slate  Agricidtural  Experiment  Station,  Geneva 

Bids  were  asked  for  and  a  contract  awarded  for  p  portion  of 
the  museum  cases  in  the  administraUon  building  recently  con- 
structed. 

Public  Euildixcs  and  Leaskd  BriLmxas 

Capitol 

For  the  capitol  building  drawings  and  sjx^cifications  have  boon 
made  for:  Repairs  to  the  roof;  metal  filing  cabinets  for  the 
Department  of  Health;  storm  sash  for  the  office^  of  Senate 
Finance  Committee  and  Assembly  Wavs  and  Means  Committee; 
new  mezzanine  floors  and  new  filing  cases  for  tho  Insurance 
Department. 

Capitol  Power  Hovse 

For  the  installation  of  heavier  scales  for  weighing  coal,  it  was 
necessary  to  make  alterations  to  provide  a  larger  scale  pit  and 
install  one  set  of  heavy  duty  truck  scales. 
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Agricultural  Hall 

Alterations  in  ihis  building  have  consisted  of  cutting  several 
new  windows,  and  changes  in  the  office  partitions. 


t 


Office  Bwilding 

Drawings  and  specifications  have  been  made  for  test  borings 
on  the  site  of  this  building,  and  for  the  removal  of  the  brick 
pavement  in  Congress  street. 

Leased  Pvhlic  Offices 

Alterations  and  improvements  have  been  made  in  the  following 
buildings  to  accommodate  the  departments  occupying  theso 
buildings: 

Drislane  Building  —  occupied  by  the  Income  Tax  Bureau. 

Albany  County  Building  —  occupied  by  the  Public  Service 
Commission. 

DeGraff  Building —  occupied  by  the  Conservation  Commission. 

Benson  Building  —  occupied  by  the  State  Employment  Bureau 
and  the  Health  Department. 

Specifications  wei*e  also  prepared  and  contract  let  for  moving 
several  of  these  departments  fiom  their  former  quarters  to  these 
buildings. 

Jidy  1,  1910 -.JtiZy  1,  1920 

Construction  Engineering 

Spec.  Sketches  Working  D.  Details  Spec.  Drawings 

State  Hospitals    30  131  121  78  75  204 

Charitable    7  11  30  41  40  7G 

Prisons    6  43  40  45  15  41 

Educational,  general,  regu- 
lative      8  32  36  1  11  16 

Armories    3  6  21  3  3  31 

Public    buildings 20  4  27     4  7 

Reservations    1  3  15  1  1  1 

Miscellaneous    10  0  16  6  28  6 

Totals   85  238  306  175  177  382 


Total  (No.  of  Specifications,  262;  Drawings,  1101). 
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State  Hospitals 

Brooklyn  State  Hospital 

Drawings  and  specifications  were  prepared  and  contract 
awarded  for  a  two-story  brick  addition  to  the  laundry  building, 
and  drawings  made  for  a  one-story  corridor  to  connect  the  recep- 
tion hospital  and  the  east  building  for  chronic  patients.  Tie 
corridor  is  being  constructed  by  the  hospital  authorities  under 
the  special  fund  estimate  system. 

Central  Islip  State  Hospital 

At  this  institution  drawings  and  specifications  were  prepared 
for  a  one-story  quarantine  building  to  take  care  of  patients  or 
attendants  taken  with  any  of  the  contagious  diseases. 

Drawings  were  also  made  for  the  construction  work  in  connec- 
tion with  the  underground  steam  connections  to  the  new  group 
for  acute  patients  and  sketches  for  a  hospital  building  in  connec- 
tion with  the  new  group  now  under  construction. 

Hudson  litver  StaJte  Hospital 

Drawings  and  specifications  are  well  under  way  for  a  three- 
stoiy  and  basement  brick  building  to  house  the  attendants 
employed  in  the  buildings  caring  for  the  tubercular  patients. 

Kings  Parh  State  Hospital 

Here  drawings  have  been  made  as  required  for  the  construction 
work  in  connection  with  the  underground  steam  connections  to 
the  new  group  for  acute  patients. 

Middletoini  State  Hospital 

At  this  institution  drawings  and  specifications  we  approach- 
ing completion  for  a  new  three-story  brick  building  to  accommo- 
date three  hundred  chronic  patients,  and  for  a  one-story  kitchen 
building  with  corridors  to  connect  this  and  a  similar  three  hun- 
dred patients  building  now  in  process  of  construction. 

Manhattan  Slate  Hospital 

Drawings  and  specifications  have  been*  prepared  for  a  rein- 
forced concrete  trestle  to  'handle  the  coal  at  the  central  power 
plant,  and  for  remodelling  the  old  east  power  house  into  a  bakerv. 
Both  projects  have  been  set  aside  due  to  excessive  cost. 
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Drawings  and  specifications  have  been  prepared  for  alterations 
and  additions  to  the  east  and  west  stables,  and  the  work  is  being 
carried  by  the  institutional  authorities  under  the  special  fund 
estimate  svstem. 

I>rawings  and  specifications  have  alto  been  made  for  addi- 
tions to  Wards  31,  32,  33  and  34,  to  provide  suitable  bath  facili- 
ties and  for  fly  screens. 

Utica^  Slate  Hosf/Ual 

Drawings  and  specifications  have  been  prepared  for  the 
remodelling  of  the  bakery  and  the  work  is  being  done  by  special 
fund  estimate. 

Utica  State  Hospital,  Ma^icy  Division 

Drawings  and  specifications  have  been  completed  and  contract 
awarded  for  the  construction  of  a  central  power  house  with  equip- 
ment, and  drawings  and  specifications  are  approaching  comple- 
tion for  the  trank  line  tunnels  and  conduits  between  the  power 
house  and  the  patients'  buildings. 

Drawings  and  specifications  for  a  su j)erintendent  s  residence, 
lal)oratory  and  mortuary  building  and  a  building  to  house  the 
tubercular  patients  were  completed,  the  work  advertised  and  bids 
rectuvcd.  The  total  of  the  lew  bids  received  being  excessive,  the 
work  was  not  placed  under  contract. 

Drawings  and  specifications  have  also  been  made  and  contract 
awarded  for  a  pump  house  in  connection  with  the  water  supply. 

^YiUaTd  State  Hospital 

The  drawings  and  sixx'ifications  for  the  building  to  accommodate 
tubercular  patients  at  this  institution  were  revised  and  the  insti- 
tutional authorities  are  about  to  constinict  the  building  by  special 
fund  estimate. 

Ihawings  and  specifications  have  also  been  prepared  for  tile 
floors  in  the  kitchen  of  the  Chapiii  building  and  for  new  fireproof 
floor  coiiHtniction  and  tile  floors  in  the  dining  rooms  of  the 
Edgemere  building. 

St.  Lawrence  State  Hospital 

Specifications  were  prepared  for  the  removal  of  two  abandoned 
smoke  stacks  at  the  power  house. 
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Agricultural  ScJiools 

No  moneys  appropriated  for  new  constniction  at  these  institu- 
tions. 

Miscellaneous 
N.  Y.  State  Agricultural  Experiment  Station.,  Geneva 
Bids  were  asked  for  and  a  contract  awarded  for  a  portion  of  the 
museum  cases  in  the  administration  building,  recently  constructed. 

Armobies 

Troop  IJ  Cavalry  Armory,  Roclieder 

Drawings  and  specifications  were  prepared  for  the  finished 
gi'ading  of  walks  and  drives  about  this  armory.  The  work  is 
under  contract. 

Infantry  Armory,  Olean 

Here  also  drawings  and  specifications  have  been  prepared  for 
the  improvement  of  the  grounds. 

Development    of   Histouical    Places  —  July    1,    1919    to 

June  30,  1920. 

The  preservation,  restoration  and  repair  of  historical  places  and 
landmarks  has  been  again  curtailed  duo  to  high  cost^,  shortage  of 
labor  and  the  more  important  demands  upon  this  department  for 
other  construction  work  which  could  not  be  postponed. 

Crown  Point  Reservation 

Very  little  work  was  done  at  Crown  Point  reservation  opposite 
Port  Henry  on  Lake  Chami>lain  since  my  hist  re^wrt  due  to  the 
small  t^um  of  money  available.  The  expense  of  the  repairs  usually 
undertaken  consists  mainly  of  labor  which  has  been  high  and 
difficult  to  secure.  Much  of  the  stone  work  previously  relaid  at 
the  French  fort  with  unfinished  surface  pointing  has  now  been 
pointed  and  should  protect  the  masonry  for  many  years  with 
minor  up-keep.  Other  walls  were  unearthed  and  repaired  adding 
to  the  outline  of  the  fort.  This  work  has  now  reached  a  point 
where  it  will  not  be  advisable  to  continue  farther  until  a  con- 
siderable sum  is  available,  as  the  remaining  portion  is  the  com- 
plicated northeast  bastion  or  citadel.  The  mounds  are  high  in  this 
section  and  the  walls  extend  deep  into  the  bank.  JfiK-h  material 
will  have  to  be  removed  once  the  work  is  started  and  the  wall?: 
reinforced  in  a  substantial  manner  or  else  they  will  be  forced  off 
by  the  frost  action.    The  most  interesting  part  of  the  old  fort  is 
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hidden  by  the  mass  of  debris  in  this  section  and  when  it  is  pre- 
served the  ruin  will  be  much  more  instructive  than  in  its  present 
incompleted  state.  Paths  have  been  extended  and  steps  placed  so 
that  the  ramparts  can  be  reached  more  readily. 

At  the  English  Fort  the  masonry  in  the  barracks  has  been 
examined  and  all  loose  or  damaged  work  repaired.  The  examina- 
tion was  necessarily  slow  and  exjxjnsive  while  the  actual  repairs 
were  minor.  The  walls  now  appear  to  be  in  first-class  condition 
and  will  require  little  or  no  attention  for  some  years.  It  should 
be  kept  in  mind,  however,  that  the  walls  have  stood  for  nearly  160 
years  and  are  now  as  they  have  been  for  nearly  a  century  without 

roofs  and  that  any  weakness  must  be  promptly  corrected  if  they 
are  to  remain  as  historic  relics. 

Minor  repairs  and  painting  of  the  roofs  of  the  comfort  station 
and  pump  house  will  shortly  be  undertaken. 

Roads,  culverts  and  guard  rails  have  been  repaired  and  im- 
proved which  adds  greatly  to  the  convenience  and  appearance 
of  the  reservation. 

Schuyler  Matiaion 

Nothing  has  been  done  during  the  past  year  at  Schuyler 
Mansion,  Albany,  N.  Y.,  except  to  extend  certain  electric  lighting 
lines  and  to  install  several  new  lighting  fixtures.  Si>ecification» 
are  in  preparation  for  general  repainting  of  the  exterior  of  the 
mansion  and  cottage  and  the  repainting  of  the  interior  of  cottage. 

Governor  Clinton  House 

Specifications  were  prepared  for  repairs  and  restoration  of  the 
Governor  Clinton  House  at  Poughkeepsie  last  year  but  after 
advertising  the  work  could  not  be  awarded  because  the  available 
funds  were  not  sufficient.  The  local  chapter  of  tlie  D.  A.  R., 
custodians  of  the  building,  have  undertaken  to  have  the  work 
done  by  purchase  of  the  material  and  the  hiring  of  labor  under 
the  special  fund  estimate  method.  The  partitions  in  the  first 
story  have  been  reconstructed  and  most  of  the  plastering  replaced 
as  the  old  was  cracked,  loose  or  fallen.  A  new  floor  lias  been  laid 
in  the  first  story  where  the  modern  flooring  was  in  bad  condition. 
Several  new  windows  have  been  installed  on  the  front  to  replace 
the  more  modern  French  windows  which  have  detracted  so  much 
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from  the  appearance  of  the  front  of  th6  house.  The  stairway 
from  the  second  floor  to  attic  has  been  reconstructed  in  what  is 
believed  to  be  the  original  location. 

Considerable  repainting  and  decoration  is  to  be  done,  electric 
lights  and  a  new  heater  is  to  be  installed  to  reduce  the  fi.re  hazard 
and  minor  repairs  are  to  be  made  to  the  plumbing.  A  new  front 
doorway  is  to  be  donated  by  the  local  chapter  to  take  the  place 
of  the  present  one.  The  repairs  are  not  yet  completed  and  it  is 
evident  that  some  work  will  remain  unfinished  when  the  funds  are 
exhausted.  The  work  thus  far  done  has  greatly  improved!  the 
appearance  and  the  old  house  should  shortly  be  open  to  the  pub- 
lic after  being  closed  for  over  two  years. 

General  Herkinier  House 
Ko  work  has  been  done  at  this  reservation. 

Guy  Park  Hov^e 

The  appropriation  made  available  this  year  has  allowed  con- 
siderable more  repairs  and  alterations  to  be  done  at  the  Guy  Park 
House  in  Amsterdam.  The  work  has  been  done  mainly  by  the 
Department  of  Public  Works  with  its  own  force  of  workmen  and 
in  accordance  with  plans  and  specifications  prepared  by  my  depart- 
ment. The  work  done  with  the  previous  appropriation  was  only 
that  necessary  to  protect  1he  building  from  further  decay  and  to 
repair  the  interior  as  far  as  }X)ssible.  With  the  new  funds  it  has 
been  possible  to  complete  the  plastering,  paint  the  exterior  wood- 
work one  more  coat,  to  complete  the  woodwork  and  painting  in 
the  first  story  rooms.  The  heating  system  for  the  main  house, 
the  decoration  of  walls  and  the  electric  lighting  fixtures  can  not  be 
completed  this  year.  The  house,  however,  can  be  used  by  the 
local  chapter  of  the  D.  A.  R.,  who  arc  custodians,  during  the 
summer  for  a  meeting  place.  Other  funds  are  now  available 
and  the  entire  work  should  be  completed  this  summer  and  fall. 

The  house  is  in  plain  view  from  the  railroad  and  the  State 
highway  and  the  repairs  thus  far  made  have  changed  it  from  a 
building  conspicuous  by  its  dilapidated  condition  to  one  which 
excites  the  interest  of  the  traveler  by  its  well  kept,  old  and  quaint 
appearance. 
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Annual  Report  Enoineekixo  Division 
During  the  year,  plans  and  specifications  were  prepared  for 
work  of  a  value  greater  than  in  any  previous  year  in  the  history 
of  the  division. .  The  total  amount  of  work,  for  which  plana  were 
prepared,  was  $2,669,782.50 ;  as  compared  with  the  previous  year, 
which  was  $2,554,836.59. 

Particular  Work 

The  following  work  has  been  cared  for  by  the  division,  which 
may  be  particularly  mentioned: 

Central  Heaiing   and  Lighting  Plants 

Plans  and  specifications  have  been  prepared  for  several  new 
central  heating  plants. 

The  new  central  heating  and  lighting  plant  designed  for  the 
new  institution  at  Marcy,  N.  Y.,  consists,  in  general,  of  a  boiler 
room  with  basement;  a  pump  room;  engine  room,  and  shop 
extension. 

The  boiler  room  is  arranged  to  accommodate  ultimately  eight 
500  H.  P.  boilers,  three  of  which  have  been  placed  under  contract 

Tiie  boiler  room  is  similar,  in  general  design,  to  the  Ward's 
Island  and  Central  Islip  boiler  rooms.  A  temporary  partition 
will,  however,  separate  the  space  to  be  occupied  by  four  future^ 
boilers,  so  that  this  portion  of  the  boiler  room  may  be  used  for 
shop  and  storage  purposes  until  it  is  required  for  boilers,  which 
will  be  installed  as  the  institution  develops. 

The  boiler  plant  is  equii)ped  with  mechanical  stokers,  over- 
head coal  bunker,  distributing  coal  weighing  larry,  automatic 
coal  and  ash  handling  apparatus.  The  coal  handling  equipment 
w^ill  receive  coal  at  grade  in  a  hopper,  either  from  coal  cars  or 
from  the  adjacent  outdoor  coal  storage.  The  coal  will  then  be 
carried  to  a  crusher  house  by  a  steel  belt  conveyor.  Thence,  it 
will  be  convoyed  bv  bucket  conveyors  to  the  overhead  coal  bunker 
within  the  boiler  house.  The  distributing  coal  larry,  which  will 
run  on  tracks  below  tjie  coal  bunker  within  the  boiler  house,  will 
bo  motor  operated  and  will  receive  (in  a  weighing  hopi)er)  coal 
from  the  overhead  coal  bunker,  where  the  coal  will  be  weighed 
and  then  distributed  by  means  of  chutes  into  the  stoker  hoppers 
in  front  of  the  individual  boilers. 
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The  ashes  from  the  boilers  will  be  dumped  into  ash  hoppers 
located  directly  below  the  boilers,  from  which  the  ashes  will  be 
taken  in  ash  cars  pushed  by  hand  and  dumped  into  a  skip  hoist 
bucket  located  outside  the  boiler  house,  and  with  which  connec- 
tion is  made  by  a  passage  through  a  tunnel  from  the  basement 
of  the  boiler  hoiise.  The  skip  hoist  will  elevate  the  ashes  and  dis- 
charge same  into  an  overhead  ash  bunker,  from  the  bottom  of 
which  the  ashes  can  be  removed  occasionally  as  requiroil,  l)y 
dumping  same  directly  into  an  ash  wagon.  The  skip  hoist  will 
operate  automatically  in  a  manner  similar  to  a  push  button  ele- 
vator, the  operator  pushing  a  button,  in  order  to  start  the  skip 
hoist,  and  the  apparatus  then  automatically  carryiiLg  a  bucket 
full  of  ashes  to  a  point  above  the  ash  hopper,  dumping  the  ashes 
into  the  ash  hopper  and  returning  for  anotlier  load. 

The  pump  room  equipment  includes  feed  water  heater,  record- 
ing feed  water  meter,  boiler  feed  pumps  of  the  centrifugal  stenni 
turbine  driven  type,  domestic  hot  water  heaters  (with  small  motor 
driven  circulating  pumps),  for  the  supply  of  domestic  hot  water 
to  the  entire  institution,  heaters  for  the  forced  hot  water  heating 
system  of  the  institution,  closed  expansion  tanks  for  the  forced 
hot  water  heating  system,  and  steam  turbine  driven  centrifugal 
pumps  for  circulating  the  water  for  the  heating  system- 
It  is  intended  that  the  buildings  of  the  institution  will 
ultimately  be  heated  by  hot  water  on  three  circuits.  The  heaters, 
expansion  tanks  and  circulating  pumps  and  turbines  arc  being 
installed  at  the  present  time  for  two  of  these  three  circuits. 

The  advantage  of  a  forced  hot  water  heating  system  for  an 
institution  such  as  is  being  built  at  Marcy  is  due  to  the  fact  that 
the  temperature  of  the  heating  medium  can  be  controlled  at  the 
power  house,  thus  making  it  possible  to  operate  the  heating 
system  with  water  temperatures  proportional  to  the  weather 
conditions. 

It  has  been  found  that  during  a  considerable  part  of  the  heat- 
ing season,  radiators  are  not  shut  off  by  hand,  as  the  conditions 
require,  which  results  in  considerable  waste.  Where  hot  water 
is  circulated  from  a  central  point,  it  is  possible  to  control  the 
temperatures,  as  required,  witliout  automatic  temperature  regula- 
tion at  each  individual  heating  unit.    A  forced  hot  water  heating 
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system,  also,  has  the  advantage,  if  expansion  tanks  of  ample 
capacity  are  provided,  of  retaining  the  same  water  which  becomes 
inert  and  non-corrosive,  so  as  to  practically  eliminate  the  internal 
corrosion  of  the  piping,  thereby  greatly  lengthening  the  life  of 
the  piping  system. 

In'  connection  with  the  pump  room  and  engine  room,  there  is 
provided  an  office  for  the  engineer  in  charge,  with  toilet  facili- 
ties for  the  various  workers  about  the  plant. 

The  engine  room  is  arranged  with  alternating  current  genera- 
tors, direct  connected  to  steam  engines,  and  with  direct  con- 
nected exciters.  The  electric  generators  will  provide  a  3-phase, 
60  cycle,  2,300  volt  current  for  use  throughout  the  institution 
grounds.  Within  the  engine  room,  thpre  is  also  piT)vided  space 
for  refrigerator  compressors  and  equipment. 

Adjacent  to  the  end  of  the  pump  room,  but  separated  by  a 
firo  wall,  is  an  extension  of  considerable  capacity  to  house  the 
various  shops  where  the  repair  work  of  the  institution  will  be 
cared  for. 

Plans  and  specifications  were,  also,  prepared  for  now  boilers 
and  boiler  room  equipment  at  the  Buffalo  State  Hospital,  includ- 
ing three  400  h.  p.  water  tube  boilers,  with  mechanical  stokers, 
and  coal  handling  equipment. 

The  coal  handling  equipment  was  arranged  to  receive  coal 
from  grade  or  from  coal  cars,  elevaite  and  crush  the  coal  and 
deliver  the  sam«  into  an  outside  coal  bunker,  from  the  bottom 
of  which  coal  can  be  taken,  as  required,  and  then  weighed  and 
distributed  in  small  dump  cars  operated  on  a  track  at  a  level 
about  eight  feet  above  boiler  room  floor,  whence  the  coal  will  be 
dumped  into  stoker  coal  hoppers  located  at  the  fronts  of  the 
various  boilers. 

Plans  and  specifications  w^re  prepared  for  new  boiler  room 
equipment,  including  boilers,  etc.,  and  a  new  heating  system  for 
tlie  'Geneseo  Normal  School  and  the  various  buildings  connected 
therewith. 

Refrigeration  EcpJpm^nt 

Plans  and  specifications  for  refrigeration  equijmient.,  with 
insulation,  etc.,  were  prepared  for  Brooklyn  State  Hospital; 
Clinton  Prison;  Letchworth  Village,  Thiells,  X.  Y.;  Women's 
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Relief  Corps  Home,  Oxford;  and  the  dining  room  and  kitchen 
building  at  Craig  Colony  for  Epileptics,  Sonyea.  These  plants 
vary  from  the  equipment  required  by  a  large  refrigerating  instal- 
lation, suited  to  the  needs  of  a  complete  institutioa  such  as  the 
Brooklyn  State  Hospital,  to  a  small  plant,  such  as  would  k 
required  for  cold  storage  room  in  connection  with  a  kit<*hen  for 
an  isolated  group. 

Underground  Service 

Plans  and  specification  were  prepared  for  undergi-ound  service 
connections  for  the  new  group  of  buildings  at  Kings  Park  Stiitc 
Hosi)ital  and,  also,  for  the  new  group  of  building.-^  at  Central 
Islip  State  Hospital,  which  work,  while  required  in  order  to 
serve  the  first  few  buildings  of  these  groups,  will  ultimately  form 
the  main  arteries  supplying  the  completed  groups. 

At  the  Kings  Park  State  Hospital,  new  service,  heating  and 
domestic  hot  water  mains  are  carried  from  the  power  house  in 
new  underground  construction  up  to  the  main  boulevard  tunnel 
thence  through  the  main  boulevard  tunnel  to  a  point  opposite  to 
the  new  group,  whence  connections  are  carrietl  in  new  under- 
ground construction  to  the  first  of  the  new  buildings. 

The  sanitary  service  connections  for  the  Kings  Park  group 
include  separate  systems  of  sanitary  and  storm  water  sewage 
piping  extended  and  connected  to  the  present  storm  and  sanitary 
sewerage  systems. 

At  the  Central  Islip  State  Hospital,  the  heating  service  for  the 
new  group  will  start  from  the  power  house  at  the  south  colonv. 
run  through  new  underground  construction  to  the  new  group, 
crossing  under  a  corridor  connecting  two  of  the  present  south 
colony  group  buildings.  These  service  lines  will  include  steam, 
return  and  domestic  hot  water  lines,  as  it  is  intended  that  the 
domestic  hot  water  will  be  heated  at  the  power  house  by  exhaust 
steam. 

Sewafje  DUposal  and  \S^aier  Supply 

Plans  and  s]>ecifications  ha\e  been  prepared  for  a  sewage  dis- 
posal i)lant  for  power  house,  Binghamlon  State  Hospital ;  water 
supply.  State  Hospital  for  the  Care  of  Crippled  and  Deformed 
Children,  West  Haverstraw;  f^ewage  disposal  plant  repairs,  Stat? 
Reformatory    for    Women,    Bedford    Hills;    additional    water 
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supply,  Bedford  Hills;  additional  water  supply,  Thomas  Indian 
School,  Iroquois;  sewage  and  water  «»upply  systems,  Sing  Sing 
Prison;  additional  water  supply,  Central  Islip  State  Hospital; 
additional  fire  protection,  Soldiers'  and  Sailors'  Home,  Bath; 
and  addition  to  water  supply,  Craig  Colony  for  Epileptics, 
Sonvea. 

The  sewage  system  at  Sing  Sing  Prison  includes  a  separation 
of  sanitary  scwere  from  storm  wa*er  sewers,  as  it  is  intended 
that  some  degree  of  purification  shall  be  provided  for  the  sewjigc 
which  is  discharged  into  the  Hudson  river.  It  is  not  essential 
that  a  high  degree  of  purification  of  the  sanitary  sewage  be 
obtained  at  the  present  time,  but  an  effort  is  being  made  for  the 
installation  of  a  sewage  disposal  plant  sufficient  to  remove  tho 
solids  and  other  objectionable  floating  matter.  In  the  case  of 
institutions  and  villages  located  along  the  Hudson  river,  it  is 
especially  important  that  the  State  should  set  a  proper  example, 
if  it  is  expected  that  the  various  communities  will  install 
apparatus  requisite  to  prevent  the  extreme  pollution  and  improve 
the  appearance  of  the  river. 

* 

Laundry  Equipment,  Elc. 

Plans  and  specifications  have  been  prepared  for  additional 
laundry  equipment  at  I^tchworth  Village;  Central  Islip  State 
Hospital ;  Binghamton  State  Hospital ;  Randall's  Island,  etc., 
which  laundry  equipment  has  been  installed  in  a  number  of  cases 
bv  the  institution. 

Grmind  Light ing.  Etc. 

Plans  and  specifications  have  been  prepared  for  electric  gi'ound 
lighting  systems  at  Kings  Park  State  Hospital  and  Brooklyn 
State  Hospital,  which  work  it  is  expected  will  be  installed  by  the 
institution  and  which  when  complete  will  give  to  each  of  these 
bcipitals  an  .up-to-date  efficient  svstem  of  outside  ligbtiuf;. 

Pl<zn  Supervision'. 

••  •  ■ 

During  the  year,,  records  of  .operation  from  the  various  State 
hospitals  and  the  larger  charitable  institutions  have  been  received, 
which  furnished  information  in  reference  to  the  operation  of  rh4e 
central  power  bouses  at  the^c  institutions. 
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Daily  log  sheets  are  kept  at  the  institution  plants,  recording 
instrument  readings,  etc.  These  cover  the  various  jJiases  of  planx 
operation.  Log  sheets  are  sent  to  this  Department  bi-monthly 
and  are  carefully  studied  and  analyzed.  A  definite  montlily 
rciKjrt,  together  with  recommendations  for  improving  efficiency, 
based  on  the  records,  as  shown  on  the  the  log  sheets  submitted, 
is  made  by  this  Department  to  the  superintendent  of  the  imsti- 
tution  through  the  controlling  Commission. 

Personal  inspection  by  Department  engineers  is  also  made  when 
necessary,  to  check  instruments,  make  testa  or  observe  actual 
plant  operating  conditions. 

The  co-operation  of  the  institutional  and  commission  authori- 
ties and  oi)erating  engineers  has  made  possible  the  considerable 
saving  in  coal,  as  indicated  by  the  following  table: 

Institution  Tons  Coal  Consumed 

11>1^1919  1919-1920 

Brooklyn    4,794  (a)     5,682 

Buffalo    12, 640  12, 210 

Gowanda 12, 095  8,607 

Hudson  River   21, 346  19. 279 

Kings    Park    25,166  21,156 

Manhattan   39, 384  24,249 

Middletown    12, 7*59  9, 967 

Rochester    8, 117  7, 938 

St.  Lawrence 16, 042  12, 960 

Totals 152,343  122,048 

(a)   Additional  building  added  to  load. 

A  summary  of  the  above  figures  shows  that  a  total  of  30,20.') 
tons  of  coal  was  saved  during  the  period  from  July,  1^10,  to 
July,  11>20,  over  the  period  from  July,  1918,  to  July,  1919,  at 
the  institutions  listed.  The  money  value  of  this  saving  of  coal 
based  on  a  price  of  $6  per  ton  is  $181,770. 

Plant  supervision  has  beep  inaugurated .  or  is  about  to  Iv? 
inaugurated  by  this  Departjufiot  at  BiDgharaton,  Central  Islip. 
Utica  State  Hospitals  and  .the  .  larger  charitable  institutions, 
namely,  Albion,  Bath,  Bedford,  Elmira,  Hudspu..  Training 
School,  Newark,  Sonyea  and  Syracuse,  and  it  is  expected  that 
a  saving  in  coal  will  be  obtained  at  these  institutions. 

The  plant  operation  records  are,  also,  proving  of  value  is 
oonnection  with  the  deiigDi  etc.,  of  new  plants. 
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Financial  Statement  for  the  Fiecal  Year  Endi^ft  June  3#,  1929 

Payrolls  From  July  I,  1919,  to  June  30,  1920 

July,  1919   $14, 617  24 

August,  1919   14,  737  84 

September,  1919   14, 638  74 

October,   1919    13, 514  27 

Xovember,   1919    13, 297  03 

December,  1919 13,  526  35 

January,    1920    13, 197  40 

February,    1920    13, 102  51 

March,    1920    11, 823  63 

April,    1020    12, 856  92 

May,   1920    13, 269  30 

June,  1920  12,  999  57 

Total    $162,  679  86 

Appropriated  by  chapter  177  — 1919    I $179,  435  00 

Appropriated  by  chapter  165  —  1920  II 376  00 

$179,810  00 

Paid  from  July  1,  1919,  to  June  30,  1920 162, 679  86 

Balance,  June  30,  1920 $17, 130  14 

Maintenance  and  Operation 

July,  1919   $4,  928  49 

August,  1919  3,  781  72 

September,  1919   2, 898  22 

October,   1919    3, 844  97 

November,   1919    2, 770  21 

December,    1919 2,935  04 

January,   1020    2, 767  56 

February,    1920    2, 334  29 

IMarch,    1920    2, 526  91 

April,   1920    2, 407  36 

May,   1920    6, 149  71 

June,    1920    2, 650  18 

Total     $39, 994  66 

Appropriated  by  chapter  177  —  1919    I $31,  477  47 

Appropriated  by  chapter  165  —  1920  11 12, 000  00 

Bailee  in  ch^ter  151—  1918  1 4,  «^1  8J 

-p..,^^,— ,  $48,429  28 

Paid  from  July  1,  1919,  to  June  30,  1^0 ^     $39>  994  66 

Lapsed    2, 623  99 

42,618  65 

Balance  June  30,  1920 

2  133) 
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Recapitulation 

Office  maintenance  $162, 679  SC 

Maintenance    and   operation 39, 094  66 

Total    $202,674  52 


Statement  of  Contracts  in  Force,  Contracts  Completed,  and 
Certificates  Issued  on  Contracts  During  the  Fiscal  Year 
July  1,  1919  to  June  30,  1920,  Inclusive 

State  Hospitals 

Binghamton  Slate  Hospital,  Binghamton,  iV.  Y, 

Certificates 
Buildins  Work  Contractor  Contract         iasuod 

Chronic Bumpers  for  toilets Peter    Keclcr   Building 

Co 160  00  SOO  00 

Chroaic Repairs  to  coal  trestle. . .   Lehigh  {Structural  Steel 

Co 24.284  00 

Addition  574  72 


241858  72    24.838  73 

Power  plant Sanitary  work F.  N.  Ixiwia  Co 4,072  50      4,072  30 

^Power  plant Laundry  equipment Troy  Laundry  Machin« 

ery  Co.,  Ltd 11 ,000  00 

^Power  plant Rcmodelins   heating  sys- 
tem   Bayer       Steam       Soot 

Blower  Co 1,250  00 

•Power  plant Fire  escapcj Wcat  Side  Structural  Co.       1 ,  596  00 

•Boiler  plant Heating Gaylord  EngineeriuR  ic 

Construction  Co 17 ,  803  00 

Deduction  63  10 


17,820  81 


Brooklyn  Slate  Hospital^  Brooklyn,  N,  Y. 

Certifiemtei 

Building                             Work                               Contractor  Contract         issued 

Reception  hospital..  Elevator  door  locks Rangcley    Construction 

Co $45  90          ^15  00 

Reception  hospital. .  Plumbing  and  drainage. . .  John  J.  Kenney  Co..  Inc.  17,232  00 

Addition  280  00 


17.512  00 
Deduction  150  00 


Power  house Heating . 


17.362  00 

W.  6.  Armstrong  Co. . .     19,048  00 

Addition  221  00 


20,169  00 
Deduction  10  00 


Chronic  hospital. . . .  Construction. 


20.159  00 

P.  J.  Brenaan  &  Sons. .  234.800  00 

Addition  627  21 


•    235.427  21 
Deduction      4.742  65 


300  00 


4,196  00 


230.684  56  46,300  81 


•  As  ast«risk  indlcatM  that  ooatrset  wai  in  foro«  June  30,  1930i 
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RECAPITULATIOIf 

Office  maintenance  $162, 679  S6 

Maintenance    and   operation 30, 994  66 


Total    $202,  674  52 


Statement  of  Contracts  in  Force,  Contracts  Completed,  and 
Certificates  Issued  on  Contracts  During  the  Fiscal  Year 
July  1,  1919  to  June  30,  1920,  Inclusive 

State  Hospitals 

Binghamton  State  Hospital,  Binghamton,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         iasuod 

Chronic Bumpers  for  toileta Peter    Keclcr   Building 

Co 160  00  SOO  00 

Cbruiiic Repairs  to  coal  trestle. . .   Lehigh  ^Structural  Steel 

Co 24.284  00 

Addition  574  72 


241858  72    24.858  73 

Power  plant Sanitary  work F.  N.  Ixjwia  Co 4,072  50      4,072  50 

•Power  plant Laundry  equipment Troy  Laundry  Machin« 

cry  Co.,  Ltd 11,000  00 

•Power  plant Remodeling  heating  sys- 
tem    Bayer       Steam       Soot 

Blower  Co 1,250  00 

•Power  plant Fire  escapcj West  Side  Structural  Co.  1 ,  596  00 

•Boilor  plant Heating Gay  lord  Engineering  & 

Construction  Co 17 ,  893  00 

Deduction  63  19 


17.829  81 


Brooklyn  State  Hospital,  Brooklyn,  N.  Y. 

Certificate! 

Building                             Work                               Contractor  Contract         issued 

Reception  hospital . .  Elevator  door  locks Rangcley   Construction 

Co $45  90          W5  00 

Reception  hospital. .  Plumbing  and  drainage. . .  John  J.  Kenney  Co.,  Inc.  17,232  00 

Addition  280  00 


17,512  00 
Deduction  150  00 


Power  hoxise Heating . 


17.362  00 

W.  B.  Armstrong  Co. . .     19,948  00 

Addition  221  00 


20.169  00 
Deduction  10  00 


Chronic  hospital ....  Construction . 


20.159  00 

■P.  J.  Brenaan  &  Soos. .  234,800  00 

Addition  627  21 


•    235.427  21 
Deduction      4,742  65 


300  00 


4,196  00 


230,684  56  46,306  81 


•  As  astsriik  indloatfs  that  ooatraet  wai  in  foros  Juns  30,  1020. 

1301 
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Bailding  Work 

Chronic  hotpital. . . .  Heating 

Chronic  hospital . . .  Construction. . . . 


Certificates 
Contractor  Contract         issued 

E.  RuUlerCo 140.342  00    SO. 605  15 

W.  F.  Plass  &  Bro.,  Inc.  172.000  00 
Addition      3,212  40 


176.112  40 
Deduction      2.785  00 


173,327  40       1.000  00 

Reception  building. .  Electric  elevators Otis  Elevator  Co 19,050  00      5.180  33 

Chronic Hardware The  Lockwood  Co 3,225  00 

Addition  472  00 


Chronic , 


3.697  00      3,097  00 
Plumbing  and  drainage. .  Peter   Kecler   Building 

Co 19,422  00 

Addition       1.315  00 


20.737  00 
Deduction  2  00 


^.735  00 
Chronic Electric  work Jandoua  Electric  Equip- 
ment Co.,  Inc 12,790  00 

Deduction  11  50 


35,020  00 
Deduction  15  04 


Laundry  building. . .  Sanitary  work T.  E.  O'Brien,  Inc 1,598  00 

Laundry  building. . .  Electric J.J.  Gallagher  Co.,  Inc.  1 ,585  00 

Laundry  buiiding. . .  Laundry  equipment American  Laundry  Ma- 
chinery Co 9.141  50 

Deduction  56  00 


100  00 


12.778  50      3.726  00 

Chronic Refrigeration  equipment. .  Karl  Vesterdahl  &  Co. .       3.470  00      1,387  50 

Dining  room Finishing  hardware The  Lockwood  Co 560  00 

Dining  room Heating  wOTk E.  Rutsler  Co 4.479  00 

Dining  room Sanitary  work Altman  Plumbing  Co. .       3,685  00 

Deduction  55  86 


560  00 
835  90 


3.629  14       1.610  39 

Dining  room Electric  work T.  F.  Jackson 2,437  00  732  75 

Laundry  building. . .  Construction P.  J.  Brennan  ic  Sons. .     34 ,870  00 

Addition  150  00 


35.004  06      6.011  46 


312  63 
344  00 


9.085  60       1.813  25 

Laundry  building. . .  Sewage  disposal  system.  .  Murphy  Bros 22.483  00 

Addition  200  00 


22.683  CO     12.624  93 

fLauad^  ^uiidvi^. .  Laup^Liy.  equipment Troy  Laundry  Machin- 
ery Co.,  Ltd 11 .600  00 

^Power  houas i^t  blowers Bayer      Steam      Soot 

BlowcrCo 2.060  00      1.177  25 

^Power  house.  *.  . . .  HQturn  tank  connections.  Austin  Engineering  Co.  7,875  00 

^Power  house Engine  and  generator T.  F.  Jsckson 9, 187  00      6.953  00 

^  An  ftsterisk  indicates  that  pontrf  ct  w{^  in  force  Juno  30,  1920, 
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Buiklinc  Work 

DiAins  room Construction. . . 


Certificates 
Contractor  Contract         issued 

Rangeley    ConstrucUon 

Co $53,647  00 

Addition  111  50 


53,758  50 
Deduction  962  00 


•Chronic , 


52,796  50    10.399  97 
Construction  of  addition.  White-Johnson  Co..  Inc.  119,900  00 

Addition  262  20 


♦Chronic Banitary  work 

•Chronic  (East). . . .  Sanitary  work 


120.162  20    48.907  47 

T.  E.  O'Brien.  Inc 2.300  00  668  53 

T.  E.  O'Brien,  Inc 30.500  00 

Addition  42  83 


30,542  83 
Deduction  94  90 


30,447  93      3.434  00 

•Chronic  (£a'$t) Heatinc Adams,    Brits    A    Co., 

Inc 9.200  00      1,572  50 

•Chronic  (East) ....  Electric Jandous  Electric  Equip- 
ment Co..  Inc 1 ,498  00          170  00 

•Chronic  (East) Return  tank  connections.  Austin  Engineering  Co.  7,875  00 

•Reception  hospital .  Linoleum Standard  Carpet  Co . . .  837  25 


Central  Islip  State  Hospital^  Central  Islipy  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

•Acute  patients.  .  . .  Construction Wm.     L.     Crow    Con- 
struction Co $289,900  00 

Addition  522  72 


290.422  72 
Deduction  34  00 


290.388  728100.747  60 

•Acute  patients Heating W.  B.  Armstrong  Co. . .     22.842  00      8.462  60 

•Acute  patients.  .  . .  Sanitary  work Jaroho  Brothers.  Inc. . .     24,000  00     10,391  25 

•Acute  patients. . . .  Electric  work G.  E.  Engineering  Co., 

Inc 6,586  00      1.575  05 

•Acute  patients.  . . .  Laundry    machinery American        Laundry 

Machinery  0 5.300  00      1.92100 

•Acute  patients. . . .  Laundry  machinery. .....  American  Laundry 

Machinery  Co 12,200  00      5,100  00 

'  •Central        heating 

plant New  boiler,  stokers,  etc. . .  Chute.  Thornton   ft 

Bayley 81.600  00    55,717  50 

^Central         heating 

plant Fire  alarm  system G.  E.  Engineering  Co., 

Inc 12, 1.50  00  828  76 

•Central        heating 

plant. Coal    and    ash    handling 

equipment Guarantee  Construction 

(^ 59.350  00    43.700  50 

•  An  asterisk  indicates  that  contract  was  in  force  June  30.  1920. 
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Butldinc  Work 

Central          heating 
plant New  boilers. ... 


Contractor 


Ccrtificatea 
Contract         issued 


The  Babcock  &  Wilcox 

Co i66.933  00 

Addition       1.867  00 


OS. 800  00  $11,597  55 
C-entral  heating 

plant Artesian  well A.  J.  Connolly 4 ,  720  00 

Addition  247  80 


4.0G7  80      4.9C7  80 
Central  heating 

plant Heating W.  B.  Amstrong  Co 20, .^^SS  00    2i>.  143  00 

Power  house Construction B.  S.  Bayner 89,660  00 

Addition  825  20 


00,485  20 
Deduction  873  45 


80.011  75     16.040  00 

Power  house RaniUry  work ChriEtopher  Nally 3.207  00  936  55 

Laundry Equipment The  American  Laundry 

Machinery  Co 9. 188  00 

Deduction  18  00 


9.170  00      2.404  00 


Hudson  River  State  Hospital^  Pou<jhkeepsiey  N,  Y. 


Building  Work 

Laundry Water  supply. . 


Certificatea 
Contractor  Contract         issued 

The         Baker-Dunbar- 

Allen  Co $52,000  00 

Addition      4,601  19 


56,601  19  $30,272  13 


Kings  Park  State  Hospital^  Kings  Park^  N.  Y, 


CcrtiGcatos 

Work                               Contractor  Contract         issued 

.  Construction M.  Kantrowits $277,700  00  $28. 103  SP 

.  Heating A.  B.  Barr  ft  Co..  Inc. .  21 .800  00 

.  Sanitary W.  B.  Armstrong  Co.. .  31 .6C0  00          53S  03 

.  Electric G.  E.  Engineering  Co., 

Inc 0.375  00          204  00 

,  Sanitary  woik Gacfoid  Co.,  Inc 8,320  00      6,800  00 

,  Heating       service       con- 
nections    W.  B.  ArniFtrong  Co. . .  124 .000  00 

Employeee'  home. . .   Electric  work Commercial    Construc- 
tion Co 2.662    0          463  90 

Chronic Additional  excavation W.  B.  Armstrong  Co. .  .  70  00            75  00 


Building 

*Acute  patients . 
*Acute  patients . 
*Acute  patients . 
*Acute  patients . 

*Acute  patients . 
*Acute  patients. 


*  An  asterisk  indicates  that  co:>tract  was  in  force  June  30.  1020. 
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Manhattan  State  Hospital  Ward^s  Island,  N.  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

'IDining        room  — 

main  building. . . .   Construction White- Johnson  Co.,  Inc.  S79,800  00 

Addition      8.503  33 


88.303  33 
Deduction  75  00 


*r>ining         room—  88.228  33  $07,850  29 

main  buiMirg. . . .   Heating G.  E.  Enginccrirg  Co., 

Inc 3.740  00      2,307  75 

♦Dining        room  — 

main  buildir  g. . . .   Fanitarj'  work G.  E.  Engirccrirg  Co., 

Inc 2,305  00 

Deduction  15  00 


•Dining         room—  2,380  00       1,227  78 

main  buildir.g.  . . .   Electric  woik CI  nrlcs  H.  DarniEtadt, 

Inc 2,079  00  760  75 

♦Dirirg         room  — 

main  buildirg. . . .   Repairirg  fire  alarm Gamcwell  Co 76  05 

♦Dining         room  — 

main  buildirg.  . . .   Heatirg.  power  plant.  .  .  .  Walker  A  Chambers. . .     80,720  00 

Addition  200  00 


89,920  00 
Deduction  017  33 


♦Dining        room —  89,002  67 
main  buildicg ....  Coal    ard    ash    hardlirg 

apparatus Gifford-Wood  Co 45,950  00 

Addition  1.503  65 


47,453  65    47,453  65 

Middletovm  State  Hospital,  Middletown,  N.  Y. 

Certificates 
Building                             Work                             Contractor  Contract         issued 
♦Moituary  and  lab- 
oratory   Construction A.  E.  Stephens  Co S28,800  00 

Addition  627  11 


•Mortuary  and  lab-  29.427  11  $10,849  70 

oratory Heating Charles  H.  Darmstadt, 

Inc 2,987  00  964  75 

♦Mortuary  and  lab- 
oratory    Plumbing Charles  H.  Darmstadt, 

Inc 2,395  00 

♦Mortuary  and  lab- 
oratory    Electric Charles  H.  Darn^stadt, 

Inc 729  00  175  44 

♦  Chronic  patients..  Construction A.  E.  Stephens  Co 283,330  00 

Addition  328  90 


283,658  90 
Deduction  44  55 


283,614  35  145.640  21 


♦  An  asterisk  indicates  that  contract  was  in  force  June  30,  1020. 
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Certificates 


Building                             Work 
^Chronio  patient*.. .  Hefttirg 


Contractor  Contract 

Charles  H.  Darmstadt. 

Ino $38,092  00 

Addition  625  00 


39.617  00  $15,005  62 

*Chronio  patients. .  Sanitary Charles  H.  Darmstadt, 

Inc 32,392  00 

Addition  230  00 


32.622  00     18.301  02 

*Chronic  patients. . .  Electric Charles  H.  Darmstadt. 

Inc 8,489  00 

Addition  120  00 


*Chronio  patients, . .  Return  tank  and  connec- 
tions   H.  J.  Brandeles , 


8.600  00      4.295  90 
2.825  00 


Rochester  State  Hospital^  Rochester,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

*  Main  buikUng Heating  ventilating  ducts.  C.  H.  Davis $1. 107  00 

St,  Lawrence  State  Hospital^  Ogdensburgy  N,  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

* Boiler  breeching MurUgh  A  Reddington    $9,100  00    $8,900  00 


Utica  State  Hospital,  Vtica,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

*  Chronic     patients 

(male) . . .' Construction Warren  Moore  &  Co. .  .$857,565  00  $38,641  00 

(male) Heating   '. Globe   Automatic 

Sprinkler  Co 88.600  00 

*  *Chronic       patients 

(nuile) Sanitary H.  C.  Petersen  Co..  Inc.    66,842  00 

*Chroric       patients 

(male) Electric  work Charles  H.  Darmstadt, 

Inc 20.780  00 

•Marry         division 
central         power 

plant Construction Pt*ter    Kepler    Building 

Co 200,840  00     16.312  50 

•Marcy  division 
central         power 

plant Heating Shovlin  Engineerirg  Co. 

Inc 279. 49S  00       4.7:J0  6,5 

•Marry  division 
central  power 
plant SaniUry  work A.  J.  Eekert  Co 10,3S2  03 

*  An  asterisk  indicates  that  contract  was  in  force  June  30.  1920. 
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Certtficatea 
Buildinc  Work  Contractor  Contract         iaauod 

•Marcy         division 
eentral  power 

plant Electric  work Langdon   ft   Hug hoa 

Electric  Co t20,131  00 

Mortuary    and   lab- 
oratory   Construction Laporte  &  Goodman. . .     23,900  00 

Deduction  M  00 


23.836  00  $10,444  05 
Mortuary    and   lab- 
oratory   Heating Mohawk  Valley  Heating 

Co 2,517  00      2,517  00 

Mortuary   and   lab- 
oratory   Plumbing  and  drainage.. .  Wicks,  Hughes  ft  Co. . .       2, 210  00 

Deduction  30  00 


2,180  00      2,180  00 
Mortuary   and   lab- 
oratory   Electric Langdon      ft      Hughes 

Electric  Co 853  00  853  00 

Central  heating  plant  Construction  and  plumb- 
ing  '. R.  O.  LbydCo 27.832  00 

Addition  72  00 


27,904  00 
Deduction  122  53 


27,781  47    27.781  47 
Central  hcatirg  plant  Hratiog  work McNaull  Boiler  Manu- 
facturing Co 58.120  00    58.120  00 

^Contral        heating 

plant. Hcatirg  work-boilers W.  B.  Armstrong  Co. . .     30 ,  640  00 

Addition  307  12 


39.947  12 
Deduction  25  00 


39.922  12     31.356  00 


WUlard  State  Hospital,  Willard,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Brookside Tile  floor H.  A.  Fey $343  00        $343  00 

*  Chlorinating  plant.  Sanitary  work Wallace  ft  Tiernan  Co.. 

Inc 1,345  00          935  00 

Chapin  house Tile  floor  construction. . .   Conroy  Marble  ft  Tile 

Works 1.346  00 

Addition  305  00 


1.651  00       1,651  00 

Pines  building Tile  floors  construction.. .  Eugene  G.  Sackett  Co.       1.750  00 

Deduction  8  00 


1.742  00       1.742  00 


*  An  a::t jrldk  inUic«tcs  that  contract  was  in  forco  June  33,  1920. 


42  . '       Annual  Rkpokt  of  tub 

Charitable  Institutions 
Western  House  of  Refuge  for  Women,  Albion,  N.  Y. 

CcrtificatflB 

Building  Work  Contractor  Contract 

•Nw  cottage Construction Loo  J.  Held S29, 119  00 

Addition  299  23 


29,418  23  $22,234  30 

♦New  cottage Heating Arcnsnicyer,    Warnock, 

Zahrndt,  Ine 4 .  121  00       2. 307  7o 

*Ncw  Cotlage Plumbing  and  drainage. . .  J.  J.  Brcanahan 5.985  00 

Addition  403  00 


6.390  00      3.S17  95 

*Ncw  Cottage Pluxubing  and  drainage. .  J.  J.  Breanahan 5,985  00 

Addition  405  00 


6.300  00 

•New  cottage Electric E.  Joy  Co 1 .373  00 

Addition  15  00 


1.388  00 

♦New  cottage Remodeling   heating   sya- 

tem J.  W.  Danforth  Co..  Inc.       8, 187  00       6, 742  20 

New  cottage Repairs  to  steam  lines JM.  J.  Hawkins 11 ,947  00 

Deduction  50  00 


11,897  00      9.957  30 
New  cottage Two  new  boilers W,  F.  Devcndorf  &  Co.     1 1 ,  950  00      6 .  249  7:» 


Soldiers^  and  Sailors^  Home,  Bath,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract         issucil 

^Barracks  H  and  I. .  Construction T.  II.  McIIalc  &  Son.. .  $71 , 500  00 

Addition       1.008  10 


72.508  10 
Deduction  130  94 


72.377  16  $59,703  13 
'^Barracks  H  and  I. .  Heating Austin     Heating     Cor- 
poration   7.575  00         5.142  oO 

^Barracks  H  and  I.  Electric H.  £.  Rising 2.208  50         1.075  25 

^Barracks  H  and  I .   Heating,  construction,  re- 
pairs    W.  B.  Armstrong  Co. .  7,700  00      4,040  90 

^Barracks  H  and  I. .  Sanitary  work Jac.    Abrams    &    Bro., 

Inc 5,431  50 

Deduction  5  20 


5,426  30       4,271  35 

Mess  hall Sanitary  work Hogg-Lynn  Co.,  Ine ....       1 ,092  00 

Addition  193  00 


Mess  hall Repairs   to   heating   con-  ^  1.285  00  40J  S5 

struction Hogg-Lynn  Co.,  Inc .  .  .     12, 779  1 1 

Deduction  143  00 


12,636  11       2,219  S2 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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New  York  State  Reformatory  for  Women^  Bedford,  N.  Y. 

Certificates 
Buildinc  Work  Contractor  Contract         iasued 

Laundry Re-modcliog K.  Vcstcrdahl  &  Co $9,940  00 

Deduction  30  00 


9.970  00  $4,474  35 

Laundry Screens  and  guards C.  L.  Doolcy,  Iiir 013  00 

Addition  506  00 


1.500  00 
Dcxluction  119  25 


1.389  75      1.3S9  75 


New  York  Slate  Reformatory,  Elmira,  N.  Y, 

Certificate! 
Building  Work  Contractor  Contract         issued 

*Trade  school fireproof  doors United  Metal  Covered 

Door  and  Sash  Co.*. .         $605  00 


New  York  State  Training  School  for  Girls,  Hudson,  N.  Y, 

Certificates 
Building  Work  Contractor  Contract         issued 

Cottascfl  5,  7  and  10  Electric Ma:k  &  Mack $980  00 

Addition  50  00 


1.039  00        $035  25 


Thomas  Indian  School,  Iroquois,  N,  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

♦Ice  house Refrigeration  equipment. .   Mollcnbrrg-Bcta      Ma- 
chine Co $7.325  00    $6.125  10 


Letdtworth  Village,  Thiells,  N,  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

♦Eight     cottages  — 

girls'  group Conistruction , . . .  Peter    Kcclcr    Building 

Co $120,800  00 

Addition  279  12 


427.079  12  $38,193  13 
♦Eight     cottages  — 

girb'  group Heating J.  C.  Williains.  Inc 132,872  00      3,451  00 

♦Eight     cottages  — 

girls'  group San'tary  work C.  H.  Darmstadt,  Inc. .    35,077  23 

♦Eight     cottages  — 

girls*  group Elect;  c W!;  'slor-G.  jcn  Electric 

Co 7.677  00 

♦An  asterisk  indicates  that  contract  wai  ia  force  Juae  30.  1920, 
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Buildiiig 
^Service  building. 


Certifir«t«B 
Work  Ck>ntrsctor  Contract         iasuod 

Hardware Albany     Hardware     ft 

ft  Iron  Co $39  03 

.  W.  Nygren 7.500  00    $1.500  00 


Architectural  Bervioee. 
Architectural  serviees . 
Architectural  servicea . 


W.  Nygren Peroentase 

W.  Nygren Percentage 


^Service  building. . . 
^Service  building . . . 
^Service  building . . . 
■^Central        heating 

plant Steam  and  heating  plant 

equipment The  Merrill  Co 46, 9M  00 

Addition  680  00 


1.400  00 
2.800  00 


408  00 


47.664  00    27.016  48 
^Central        heating 

plant Elcctrie  work W.  H.  Straut  Co 830  00 

^Storehouse Refrigeration  equipment. .  Mayer  Ice  Machine  Co.  3.400  00 

*C6ntral        heating 

plant Construction G.  B.  Wright  Co 32.200  00 

Addition  45  77 


32.245  77 
Deduction  742  00 


^Laundry  building. .  Heating. . 


31.503  77    20.103  17 

J.  J.  HoranftCo 4.482  00 

Addition  122  00 


4.604  00 

^Assembly  hall Bronae  butts Albany     Hardware     ft 

lion  Co 28  00 

■^Central        heaUng 

plant Boiler  equipment Heine  Safety  Boiler  Co.    67. 500  00    53.963  95 


^Central         heating 

plant Plumbing  and  drainage. . .  O.  £.  Engineering  Co. .     $3,789  00    $2,385  10 

^Laundry  building. .  Equipment Troy      Laundry      Ma> 

chineryCo 3.278  00  580  00 

"^Laundry  building. .  £qu4>ment Troy      Laundry      Ma- 
chinery Co 3.000  00      2.316  25 

^Eight         cottages. 

boys'  group Plumbing  and  drainage.. .  Wells  ft  Newton  Co 37,952  00 

Addition  205  00 


38.157  00 
Deduction  75  00 


38.082  00    21.451  04 

^Storehouse Electric  elevator Otis  Elevator  Co 5, 185  00      4,335  00 

■^Eight         cottages, 

girls*  group Architectural  services. . . .  W.  Nygren 8,000  00 

^Attendants'  home..  Plumbing  and  drainage.. .  Wells  ft  Newton  Co.  .  .  11,700  00 

'Attendants'  home..  Heating  work Miller  ft  Brady,  Inc.  . .  8.668  00 

•Attendanta'  home. .  Heating Miller  ft  Brady,  Inc . .  .  4.477  00 

'laundry  building. .  Equipment Troy      Laundry      Ma- 

*Undcrground  chinery  Co 9  707  00 

tunnel Distributing  piping Almirall  ft  Co..  Inc 29,242  00 

Deduction  759  00 


2.065  43 
1.258  00 
2.800  75 


28.483  00     18.565  70 


■^An  asterisk  indicates  that  contract  was  in  force  June  30.  1920. 
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Bttildiiic  Work 

AttencUtnU'  home. .  Conatnietion. . . 


CertiflcAtM 
Contractor  Contract         iMued 

P.  Keeler  Buikling  Co.  t8l,822  00 
Addition  747  03 


82,660  03 
Deduction      1.378  50 


81,100  53  838,432  06 


Att^ndantJi*      home 
completion Construction. 


P.  Keeler  Building  Co.     68.850  00 
Deduction  108  00 


Afv-e.-nbly  hall Construction. 


68.742  00    48,646  00 
P.  Keeler  Building  Co..  346.222  00 
Addition      7.950  38 


354.172  38 
Deduction      9.030  30 


345.142  08 


Cottages   E.  F.   G 

and  H Construction. 


Kelly  A  Kelly.  Inc 112.500  00 

Addition      0.710  86 


122.210  86 
Deduction      2.028  00 


120.182  86  19.000  00 

AttendanU*  home. . .  Plumbing  and  drainage .  A.  J.  Eckert  Co 16 . 090  00    16. 900  00 

^Cottages  E.  F,  O 

and  H Heating Adams,  Briti  A  Co 25.841  00 

Addition  210  00 


26.051  00      6,383  50 


CotUiee    E.    F.    Q 

and  H Plumbing  and  drainage.. .  The  R.T.  Ford  Co. . . .     17.366  00 

Addition  342  80 


17.708  80 
Deduction  107  44 


17.601  36      3.634  68 

Cottage!   E,    F.   G 

and  H Underground  work J.  C.  Williams,  Inc. . . .       2,797  00       1.797  00 

Laundry Construction Harriman        Industrial 

Corporation 22.315  00 

Addition  702  00 


23.017  00 
Deduction      2,265  00 


20.752  00      8.681  10 
Cottages    E.    F.    G 

and  H Electric Mack  A  Mack 

^Attendants'  home. .  Electric W.  H.  Straut  Co 

Attendants'  home.. .  Underground  electric  work  C.  Nally 35.700  00 

Addition      4^036  50 


2.498  00  581  25 

2.000  00       1,411  00 


39,736  60    22,651  50 


*  An  B9terl8k  indieatw  that  contract  was  in  force  June  80, 1920. 
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Building                         Work 
Eight  cottages Hardware 


Contractor 

Albany    Hardware     9t 

Iron  Co 16,800  00 

Addition  9  91 


Certifieaifli 
Contract        imud 


Eight  cottages Heating 


6.809  91     S6.809  91 

J.  C.  WilUanis.  Inc 76 ,  767  00 

Addition  50  00 


76.817  00  39.493  oO 

Eight  cottages Electric G.  E.  Engineering  Co. .  6.88S  03       4.552  20 

*AttendanU'  home..  Electric W.  H.  Straut  Co 2,400  00       2, 102  50 

Attendants*  home.. .  Hardware Albany     Hardware     ft 

Iron  Co 1.484  84       1,484  &4 

Storehouse Construction George  T.  Kelly 48.888  00 

Addition  140  00 


49.028  00 
Deduction  476  20 


48.551  80      9.109  75 

Storehouse Electric Mack  A  Mack 1.865  00          445  50 

Cold  storage Refrigeration  equipment. .  The    Carbondale    Ma- 
chine Co 27.000  00      7.373  50 

Central  heating 

plant Construction  chimney P.  Kecler  Building  Co. .  18.750  00 

Addition  34  00 


Female  group . 


Heating-underground  18.784  00     17.034  00 

piping John  C.  WUliams,  Inc. .     52.674  00 

Addition      1.830  00 


54.524  00 
Deduction  50  00 


54.474  00    26.228  50 

Power  house Ramp P.  Kceler  Building  Co. .  321  00  321  00 

Power  house Service  connections Mack  &  Mack 8.467  10 

Addition  76  50 


8.543  60      3.459  90 
Power  house Underground  electric  work  W.  H.  Straut  Co 3,730  00       1 ,  137  50 


State  School  for  Mental  Defectives,  Newark,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

^Cottage  for  inmates  Construction T.  H.  McHale  ft  Son.. .  $41,375  00 

Addition  336  00 


41.711  00  $33,302  25 
Deduction  446  60 


*Cottage  for  inmates  Heating. 


41,364  40 
Jamieson-McKinney 

Co..  Inc 3,900  00 

Addition  148  75 


4.048  75      3,384  19 


*  Ad  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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fiulkluis  Work 

^CotUse  for  inmAtcs  SaaiUry  work. . 


Contractor  Contrftct 

JamiesoQ-MeKuiney 

Co..  Inc $3.W5  00 

Ad<fitlon  236  30 


iasucd 


4.231  50    $3,323  50 

Cottage  for  inmates  Heating Murtau^^h  ft   Reddins- 

ton 6.685  00      5.440  00 

^Cottage  for  inmates  Alterations     to     heating 

plant Wm.    F.   Devendorf   A 

Co 31.500  00     10.457  50 

*Cottage  for  inmates  Electric Edward  Joy  Co 1,529  00 

^Cottage  for  inmates  Outride  conncrtions Jam:esou-McKinney 

Co..  Inc 6.550  00      5.363  50 

^Cottage  for  inmates  Painting  water  tank John  Finn  A  Son 500  00  500  00 


Hospital  for  Menial  Delinquents,  Napanoch,  N.  Y. 

CerttBcatea 
Building  Work  Contractor  Contract         issued 

*H capital  building. .  Structural  steel  and  iron 

and  stair  work Montour  Steel  Co S9.461  00 

Deduction  48  00 


0.413  00 


Women^s  Relief  Corps  Home,  Oxford,  N.  Y, 

Certificatea 
Building  Work  Contractor  Contract         issued 

^Building Repairs  to  boiler  mains. . . .  W.  P.  Boname $495  00 

Sewage  disposal  plant Nosh  A  Griffin 4 ,565  00 

Addition  282  40 


4,847  40        i060  43 

Refrigeration  plant Shipley  Construction  & 

Supply  Co 3.870  00  643  40 


Craig  Colony  for  Epileptics,  Sonyea,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

^Dining  room Inr>uIat)on  of  refrigerater 

room C.  A.  Foote 13,050  50 

^Dining  room ConEtrurtlon A.  E.  btephens  Co 49.330  00 

Addition  423  50 


49.753  60  $30,563  70 

♦Dining  room Heating Edward  Towe 7,20000      7,20000 

♦Dining  room Plumbing Howe    A    Baiisett   Co., 

Inc 13,690  00 

Addition  175  00 


13.765  00    13.765.00 

♦Dining  room Electric A.  J.  Beuerlein 1.448  00      1,448  00 

♦Dining  room Refrigeration  equipment. .  K.  Vesterdahl  &  Co.. . .     13,510  00      1,000  00 


*  An  asterisk  indicates  that  contract  was  in  foroo  June  30, 1920* 


4d  A^NtAL  fiEl?0&T  6P  fttt 

M^apital  far  Crippled  and  Deformed  Children,  West  Haverstraw,  AT.  Y 

Certificates 


Building                            Work                              Contractor  Contract 

*LauDdry Equipment John  C.  Williama,  Inc. .  $2,377  00 

■^Laundry Sanitary  work Suburban    EngineerinK 

Co 11.490  00 

^Laundry Heating John  C.  Williama.  Inc. .  1,567  00        $780  75 

"^Laundry Equipment Troy  Laundry 

Machinery  Co.,  Ltd....  3,755  00          780  00 

HoipiUl Elevator Gravee  Elevator  Co. . . .  0.376  00       1 .488  50 


Normal  Schools 
Buffalo  Normal  School,  Buffalo,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

^School Construction  work  of  re- 
moval of  present  rail- 
ings  August   Peine   ft   Sons 

Co.,  Inc $2,400  00 

School Painting William  Rein,  Inc 730  00        $739  00 


Geneseo  Normal  School,  Geneseo,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

School Repairs,  exterior  painting 

of  buildings Fred  Van  Woert $3,266  00 

Addition  103  00 


School Construction,    repairs    to  3,360  00    $3,369  00 

roofs  and  reconstruction 

of  gutters Morrey  &  Cole.  Inc. ...  1 ,  500  00 

Addition  15  00 


1,605  00      1,605  CO 

School Electric-electric  lights  in 

practice  school A.  J.  Beuerlein 3,470  00      1,175  00 


New  Paltz  Normal  School,  New  PaUz,  N.  Y. 

C-ertificates 
Building  Work  Contractor  Contract         issued 

*New  buildings Express  charges  for  finish- 
ing hardware Feeney      A      Sheehan 

BuUdingCo $8  06 

*New  buildings. . .  Panic  bolt  equipment  on 

three  main  doors Feeney       ft      Sheehan 

Building  Co 105  00 

•School  buikling. . . .  Heating  work,  addition.. .  H.  C.  Peterson  Co..  Inc.     17.560  00    $1,887  00 
School  building Construction  work,  addi- 
tion    Feeney       ft      Sheehan 

Building  Co 80.991  00 

Addition  845  05 


90.836  05 
Deduction      1.466  10 


89.369  95     10.552  18 


*  An  ftsterisk  indicates  that  ooatraot  was  i&  loroa  June  30»  1920. 
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Contnetor 


Buiklinc  Work 

Addition    to    sebool 

buikling Hardware Sargent  A  Co 

Addition    to    Mtiool 

building Sanitary John  J.  Kenney  Ck>. . . .      7,060  00 

Addition      1,650  01 


Certificates 
Contract        ianied 


S535  88        S535  38 


0.300  01      1.673  64 


Addition    to    achool 

building Electrio, 


JandouB  Electric  Equip- 
ment Co 4,600  00 

Addition  48  00 


4,638  00 
Deduction  80  00 


4,608  00      3,364  26 


Oneonta  Normal  School^  Oneonta^  N.  Y. 

Certifieatee 
Building  Work  Contractor  Contract         iasoed 

♦Buikiing Three  new  boilers W.  B.  Armstrong  Co. .     $17,600  00 


Potsdam  Normal  School,  PoUdam,  N.  F. 

Certificates 
Building  Work  Contractor  Contract        issued 

*Reeonstruetion 

buiklings Heating R.  GUdea $30,000  00 

Addition      3.000  00 


33.000  00  $4,670  80 

*Boiler  house Heating H.  J.  Brandeles 36,000  00    27,416  76 

^Additions Heating R.  GUdea 5,600  00          360  65 

*New  building Interior  telephones,  etc. . .  Jandoua  Electric  Equip- 
ment Co 3.637  00      2,817  76 

^Reconstruction 

buiUings Hadware The  Lockwood  Co 1 ,631  00 

Deduction  46 


Boiler  house. 
New  building. 


1.630  66 
Electric Hudson  Electric  Engi- 
neering Co 1.107  00      1.107  00 

Construction H.  M.  Weed 7,768  00 

Addition  20  00 


7.788  00      7,788  00 

New  buildings Completing     balance     of 

work  remaining  undone 
'    on  contracts  nos.  5761 

and  6010 Bradley  ft  Weed.  Inc. .    Percentage    10,020  22 

Cook  Annex Construction  of  corridor..  H.  M.  Weed 1.600  00 

Deduction  0  33 


1,400  67       1,400  67 


*  An  asterisk  indicates  that  contract  was  in  force  June  30»  1020. 
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Building  Work 

Boiler  houM Conitniotion. . . 


Contraetor  Contract 

H.  M.  Weed 942.900  00 

Addition      2,583  00 


44.883  00  t44,88S  00 

Boiler  houM 8«nitary H.  C.  Petersen  Co..  Inc.      1.635  00      1.635  00 

Boiler  houM Conetniotion  and  <*"*«^^"|[ 

concrete  wallDi Angelo  Detano 1.820  00 

Addition  25  00 


1.845  00       1.845  00 
Reconstruction 
buildings Eleetric Jandous  Electric  Equip- 
ment Co 1.650  00  587  50 

Reconstruction 

buildings Plumbing  and  drainage. .  John  J.  Kenney  Co 13.442  00 

Addition      5.780  08 


Reconistruction 

build  ngs Electric , 


19,222  98 

Deduction  168  30 

10.054  68 

Jandous  Electric  Equip- 
ment Co 6.775  00 

Addition  185  00 

25  00 


Deduction      6.960  00 


New  building. 


25  00 


6.035  00      2.727  50 
Construction      work      of 

equipment Natural    Slate    Black- 
board Co 3.575  00      3.575  00 


State  Prisons 
Dannemora  Prison 


Certificat< 


Contraetor 


Contract 


Building  Work 

"^Northwest  wing .  Constuction   work   of 

stairs,  etc West    Side    Structural 

Co $4,964  00 


Building 
*New  buildings. 


Sing  Sing  Prison 

Certificates 
Work                               Contractor  Contract         issued 
Construction P.  J.  Carlin  Construc- 
tion Co $956,780  00 

Addition    16.913  40 


973.603  40 
Deduction      3.792  00 


969.901  40  $110,903  24 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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Certificates 
Building  Work  Contractor  Contract         iaaued 

*New  buildins* Heating A.  B.  Barr  ft  Co..  Inc. .  tSO.OOO  00 

*New  buildings Sanitary Kenny  Moran  Co.,  Ino.  103,341  76 

Addition  814  76 


104,166  52 
Deduction        29  30    $2,386  01 


*New  building! Eleotrio 


104,127  02 
Van- Wag  oner- Linn 

Construction  Co 16, 366  00 

Addition  86  00 


16,451  00 

*New  buildings New  boilers John  W.  Danlorth  Co. .     41 ,847  00     11 ,475  00 

*New  buildings Heating  —  under-ground 

mains A.  B.  Ban*  ft  Co 02,036  00 

*New  buildings Electric,        under-ground 

electric  conduit Jandous  EHectric  Equip- 
ment Co 13,580  00 

*New  buildings Boiler  grates Washburn   ft   Granger 

Inc 2,664  00 

■^New  buildings Sanitary      work       water 

pumping  apparatus F.  N.  Lewis  Co.  Inc. . .       8,700  00 

"^New  buildings Construction  fire  escapes.  James  McKinney  ft  Son      1,860  00      1,860  00 

*Mes8  hall Elevator Wheeler-McDowell  Ele- 
vator Co 4,560  00 


Wingdale  Prison 

Certificates 
Building  Work  Contractor  Contract         issued 

^Industrial  prison.. .  Construction Feeney    ft    Sheehan 

Building  Co $706,000  00 

Addition      9.036  95 


715,036  95 
Deduction       1,679  97 


713,356  988249,464  80 

'New  farm  and  in- 
dustrial prison. . . .  Heating     work       central 

heating     and     lighting 

plant Edward  Joy  Co 155,000  00 

Addition  100  00 


155,100  00  70,259  30 


^Heating  and  light- 
ing plant Sanitary. 


John  J.  Kenney  Co 111,500  00 

Addition      1,571  58 


113,071  58 
Deduction  25  00 


113.046  58     22.087  10 


*  An  asteridc  indicates  that  contract  was  in  force  June  30.  1920. 
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Certificmte 


Contractor 


Ck>ntract 


BuUdinc  Work 

*New  farm  and  in- 
dustrial prison. . . .  Electric     central    heating 

and  lichting  plant Wheeler-Green  Electrie 

Co t28.774  00 

Addition  989  05 


24.763  65  $12,311  90 

*Cell  hall Special  bolting  devices . . .  James  McKinney  A  6on  534  00 

*New  farm  and  in- 

dustrial  prison. . . .  Hardware The  Lockwood  Co 1 ,470  00 

*New  farm  and  in- 
dustrial prison Dam  gate  house  etc Samuel  Beskin 202,690  60    12,060  OO 


Armobies 
Malone  Armory^  Malone^  N.  Y. 


CertxficatflB 


Contractor 


Contract 


Buikiing  Work 

■^Armory Removal  of  present  build- 

ings  debris  etc.  for  con- 

BtrucUon  of  addition. . .  J.  D.  Flack S31,305  00 

Deduction  25  00 


♦Armory, 


31,370  00  619,532  15 
Heating Ryan  Plumbing  A  Heat- 
ing Co 5.417  00 

Addition  110  00 


5.527  00 
Deduction  220  00 


"^Armory Sanitary. 


Ryan  Plumbing  ft  Heat^ 

ing  Co 

Addition 


5,307  00      2.112  25 

810  00 
520  00 


1,330  00 


306  00 


♦Armory EHectric  work*. 


The    Croker    National 
Fire  Prevention  Engi- 
neering Co 


1.675  00 


Troy  Armory^  Troy^  N.  Y. 


Certificates 


Building  Work  Contractor  Contract 

♦Armory Construction Peter    Keeler    Building 

Co $379,140  00 

Addition      1.090  00 


•Armory, 


380,230  00  $49,457  13 

HeaUng Ryan  Plumbing  ft  Heat^ 

ingCo 22.000  00 

♦Armory Plumbing  and  drainage. . .  Edward  Joy  Co 29,990  00 

Deduction  30  00 


♦Armory, 


29,960  00      4,037  50 
Electric Bamum  Brothers  Co. . .       6,950  00 


♦  An  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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Olean  Armory^  Olean^  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         iaeued 

Removal  of  material  and 

construction  work D.  W.  Dean $96,361  00 

Addition  521  00 


96.882  90 
Deduction  M  00 


96,828  90  $46,216  66 

AxTDory Heating W.  H.  Simpson  Inc. . . .       7,095  00 

Addition  705  00 


7.890  00      5.252  49 

Armory Plumbing  and  drainage. . .  Hickey  Bros 10,030  00 

Addition  214  50 


11.144  50       5.809  09 
Armoty Electric O'ConneU  Electric  Com- 
pany        3,867  60 

Deduction  6  72 


3,860  88      3.860  88 


Troop  H  Armory,  Rochester,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Armory Construction        including 

plumbing  work W.  F.  Maitens $7,400  00 

Deduction  25  00 


7.375  00    $1,589  90 


Miscellaneous 
County  Building 

Certificates 
Building  Work  Contractor  Contract         issued 

•County  building. . .  Construction Bame  A  Cardell $5 .  154  00 

Addition  573  00 


5.727  00 
Deduction  14  40 


5.712  60    $2,337  50 
•County  building. . .  Electric Finch  A  Hahn 2.700  00 

■■  '-    ■  ■  ■  — ^  I 

Agricultural  HaU 

Certificates  I 

Building  Work  Contractor  Contract         issued 

Agricultural  HaU . . .  Construction  work,  second 

floor Bame  A  Cardell $866  00 

Addition  23  81 


889  81         $889  81 
Agricultural  Hall . . .  Electric       reconstruction 

third  floor Finch  A  Hahn 565  00  565  00 

*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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Aknval  Bbpobt  of  thb 


BuikUng  Work 

Agricultural  Hall . . .  Plumbing  work. 


Contractor  Contract 

A.  J.  EokertCo $1.125  00 

Addition  64  60 


Agricultural  Hall . . 


Construction    third  floor, 

rear Bame  A  Cardell 

Addition 


1.180  50        $305  50 

868  00 
66  40 


034  40 


934  40 


Agricultural  Hall . 


^Agricultural  Hall. 


Removal  of  ddnis  and 
conitnaotlon  of  enlarge- 
ment and  improvement 
of  toilet  aocommodations  Bame  A  Cardell 

Additional  painting Joaeph  F.  Leddy 

Addition 


738  00 

477  00 

46  00 


738  00 


Agricultural  Hall . . .  Alteration!  to  lecond  floor.  James  H.  White  A  Son. 


623  00 
370  00 


370  00 


Benson  Building 


Building  Work  Contractor 

■^Benson  Building. . .  Conatruction MoCann  Building  Co . 

■^Benson  Building. . .  Heating W.  B.  Armstrong  Co . 


Certificatea 
Contract         issued 

$6,730  00 
1.578  00 


Capitol 


Contractor 


Contract         issued 


Building  Work 

Capitol Construction  work,  repairs 

to  roof United  Roofing  Co $2,600  00    $2,600  00 

*Capitol Electric  work,  rooms  201, 

202  and  203  —  Execu- 
tive Offices Finch  A  Hahn 543  00 

*Capitol Velvet    carpet    Assembly 

Committee   Room    No. 

234 W.  M.  Whitney  ft  Co. .  390  00 

Addition  7  60 


867  50 
Capitol Removing    Sheldon    Me- 
morial   Albany     Trucking      A 

Storage  Co 60  00 

Capitol Constructing   etc.,    storm 

sash  for  Rooms  334,  335, 

336 Bame  A  Cardell 2,398  00 

Capitol Four  cases  for  flags M.   L.   Ryder  Building 

Co 1.500  00 

Capitol Repairs  to  corxidors Feeney    A   Sheehan 

BuiMingCo 4.150  00 

Addition  187  20 


60  00 

2.398  00 
1.500  00 


4.337  20 


761  08 


Capitol Converting  Room  238  into 

a  storeroom  for  Excise 

Department Feeney    A   Sheehan 

Building  Co 


498  00 


498  00 


*  An  asterisk  indicates  that  contract  was  in  force  June  30,  1920. 
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Certifieatcs 
BuildinK  Work  Contractor  Contract 

Capitol Waterproofing  and  ttfini 

of  roofs James  J.  Gorman •4,200  00 

Deduction  200  00 


4,000  00    $1,800  25 

Capitol Electric  elevators,  east  end  Otis  Elevator  Co 62,430  00 

Deduction  25  00 


02.405  00      0.037  34 

Capitol. , Labor    and    material   for 

taking  up  present  car- 
pets in  rooms  201-201-A 
ft  203,  Executive 
Chamber W.  M.  Whita^sr  ft  Co. .      2.531  80      2.531  80 


CaUaraitQua  Reservation 

Certifioates 
Building  Work  Contractor  Contract        issued 

School  buikiing Warm  air  duets Bartow.  Mentley  ft  Co.  $90  00  $90  00 


Schoharie  SiaU  School  CcbleskiU,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract        issued 

•Economics  building  Sanitary  work  of  service 

connections Andrew  J.  Finn $2.200  00 

^Economics  building  Electric Charles  H.  Darmstadt. 

Inc 1.33000    $1.365  50 

Economics  building.  Heating Andrew  H.  Finn 2.737  37      2,737  37 

Economics  buikiing.  Plumbing O.  E.  Engineering  Co. .  1 ,060  00 

Deduction  7  84 


1,052  16       1.052  16 

Economics  building.  Construction 8.  A.  Scullen  Co 34.073  00 

Addition  188  84 


35,616  84 
Deduction  32  50 


35.129  25  35.120  25 


ComeU  College  of  AgricvUure,  Ithaca^  N.  Y. 

Certificated 
Building  Work  Contractor  Contract         is«ued 

*PIant          industry 
buildings Architectural  services ....  Green  ft  Wicks 7.500  00 


*  An  asterisk  indicates  that  contract  was  in  force  June  30.  1020. 
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Dunkirk  Fish  Hatchery ^  Dunkirk^  N.  Y. 


Building                             Work 
Fish  hatchery Hemting 


Contraetor  Contract 

Hodgkins.  Fiekia  Hard- 
ware Co.,  Ino $1.400  00 

Deduction  40  61 


$1,350  30        $356  39 
Fish  hatchery Sanitary Hodgkins,  Fiekls  Hard- 
ware Co..  Inc 6.132  06      1.124  21 


Educaiion  Building^  Albany^  N.  Y. 

Certificates 
BuiUUng  Work  Contractor  Contract         issued 

Buikling Reconstruction,  scale  pit.  Peter    Keeler    Building 

Co $3,302  00 

Addition  05  00 


$3,487  00    $3,487  00 
Building Sidewalks  and  grading . . .  The      Clements      Con- 
tracting Co 7.275  00      7.275  00 


Experiment  SkUion^  Geneva,  N,  Y. 


Work 


Contractor 


Building 

*  Ad  ministration 

building Painting Fairfax  Bros..  Co..  Inc.      $306  70 

^Administration 

building Museum  cases Business     furniture     ft 

Supply  Co 5.000  00 

Addition  210  00 


Certificate) 
Contract         issued 


6,200  00    $4,343  50 
^New  building Concrete  sidewalks George  R.  Hennessey . .  300  84 


Health  Department,  Albany,  N.  Y, 


Certificates 


Work 


Contractor 


Contract 


Building 

^Laboratory     build- 
building Furniture The  Newton  A  Hoit  Co.    $6,261  00 

Deduction  07  25 


6.163  75    t4.676  80 

^Laboratory    build- 
ing    Columns  in  boiler  room . .  James  MoKinn«y  ft  Son  325  00 

^Laboratory     build- 
ing   Steam  preesure  sterilisers.  American  Steriliser  Co.       5.248  50      4.063  85 

*Laboratory     build- 
ing  Stone  vats  in  Media  prep- 
aration room A.  J.  Eckert  Co 382  00 

'Laboratory     build- 
ing   Latches Norwalk  Look  Co 25  00 

'Laboratory     build- 
ing     Re-arranging  lummus  still.  Bramball  Deane  Co. . . .  655  00 

*  An  asterisk  indicates  that  contract  was  in  force  June  30.  1020. 
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Building  Work 

^Laboratory     build- 
ins ApparatuB 


Contractor 


Certifieatat 
Contraot         inued 


Bramhall  Deane  Go. . . .  $13,060  00 
Addition  IM  00 


13.205  00  $10,203  50 

*Liaboratory    build* 

ing Floor  oovwings John  O.  Myers  Ck> 4,325  00 

*Laboratory     build- 
ing   Eleetrio  clock  system The  B.  Howard  Clock 

Co 1,17800       1.17800 

Laboratory  building.  Temp<n«ry  shores Peter    Keeler    Building 

Co 28  90  28  90 

Laboratoiy  building.  Wood  wall  cabinets Hurts  Bros 4.250  00 

Deduction  35  00 


Laboratory  building.  Sanitary. 


4.215  00      4.215  00 

A.  J.  EckertCo 65.500  00 

Addition      4.377  93 


50.877  93 
Deduction  11  50 


59,866  43  16.554  68 

Laboratory  building.  Construction  of  shades  and 

awnings Wm.  M.  Whitney  ft  Co.      1 .322  00 

Deduction  101  20 


1.220  80       1.220  80 

Laboratory  building.  Door  stops Albany     Hardware     ft 

Iron  Co 24  50  24  50 

Laboratory  building.  Library  floor David  E.  Kennedy 910  00 

Deduction  25  00 


885  00  885  00 

Laboratory  building.  Sterile  rooms,  etc A.  E.  Stephens  Co 10.600  00      6.732  50 

Laboratory  building.  Heating The  MerriU  Co 48.082  00     10,920  40 

Laboratory  building.  Electric Gagen  ft  Butler.  Inc. . .     10,484  00 

Addition  958  00 


1,880  30 
1,660  00 


11.442  00 

Laboratory  buikling.Laundry  equipment American  Laundry 

Machinery  Co 4,270  00 

Laboratory  building.  Electric  elevator Graves    Elevator    Co., 

Ino 5.400  00       1,205  25 

Laboratory  building.  Hardware Norwalk  Lock  Co 1.783  00 

Addition  59  95 


1.842  95  1,842  95 

Laboratory  building.  Gasoline  tank  and  pump. .  S.  F.  Bowser  ft  Co.,  Inc.          595  00  505  00 

Laboratory  building.  Electric  dumbwaters Elevator  Supplies  Co., 

Inc 5.780  00  5,789  00 


*  An  asterisk  indioates  that  contract  was  in  force  June  30,  1920. 
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Income  Tax  Deparimeni^  Albany^  N.  Y. 

Certificates 
Building  Work  Contraetor  Contnust        iMoed 

Metal  equipment The  Canton  Art  Metal 

Co U8.377  00 

Deduction  500  00 


17.877  00  $17,877  00 

Furniture Clayton  E.  Maretera. . .     22,630  00    18,3S5  50 

Teller's  cage  work Feeney      ft      Sheehan 

BuiklingCo 1,975  00      1.168  75 

Quarantine  Station,  Hoffman  I  eland,  N.  Y. 

Certificates 
Building  Work  Contraetor  Contract         issued 

Prudential   type   of   steel 

buiklings Blaw-Knox  Co $14,033  00 

TresUe Repairs C.  Livin«rton  Hiker. . .       2.440  00        $820  25 

Chimney Construction The  Bust  Engineering 

Co 1,400  00       1.400  00 

Boilers Setting     and     connecting 

two  boilers Austin     Heating     Cor- 
poration        4,245  00       1.60150 

*Newwen WeU A.  J.  ConnoUy 8,300  00      5,000  12 


John  Boyd  Thacher  Park 

Carta6eates 
Building  Work  Contractor  Contract         issued 

Adminiiti  ation 

building Constiuction A.  Gander  ft  Sons $683  00 

Addition  265  00 


048  00        $048  00 


Induetrial  Commiesion,  Albany^  N.  F. 

Certificates 
Building  Work  Contractor  Contract         issued 

•125    E.    27th    St., 
New  York  City. . .  Removing    plaster    parti- 
tion   Eastern    Construction 

Co $420  00 


School  of  Agriculture,  MorrievtUe,  N,  Y. 

Certifieat<« 
Building  Work  Contractor  Contract         ivued 

•Laboratory  and  class 

room  buikUng Construction William  L.  FSeM $51,800  00 

Addition      1.815  00 

$53,615  00  $11,334  75 
•Laboratory        and 
class  room  build- 
ing  Electric J.  ft  M.  Electric  Co....       2.335  00       1.313  25 

I 
•  An  asterisk  indicates  that  contract  was  in  force  June  30,  1020. 
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Certificatas 
Building  Work  Contractor  Contract         iasued 

''Laboratory  and 
claaB  room  build- 
ing    Heating H.  J.  BrandeleM  Co.. . .     $8,676  95    $3,146  00 

^Laboratory  and 
claaa  room  build- 
ing   Plumbing  and  drainage. . .  Murtaugh  &  Redding 

ton 6,400  00      2,256  00 

Laboratory  and  obwa 
room  building. .. .  Hardware Lockwood  Co 560  00  660  00 


Saratoga  Reservation,  Saratoga  Springs,  N.  Y. 

Ceitificatee 
Building  Work  Contractor  Contract         iesued 

*Xiaboratoiy        and 
claBS  room  build- 
ing     Removing  tin  roof James  Ackroyd  &  Bona        $308  00 

Laboratory  and  claae 

room  building. . . .  Construction Peter    Keeler   Building 

Co 6M  00 

Addition  36  28 

730  23        $730  28 


Newtown  Battlefield 

Certificates 
Building  Work  Contractor  Contract         issued 

Concrete  steps Construction Pulford     d;     Dempaey 

Construction  Co $775  00 

Addition  17  70 

792  70        $792  70 


State  Office  Building,  Albany,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Concrete  steps Shoring  foundation  walls.  McCann  Building  Co...  $298  00        $298  00 

Concrete  steps Test  borings P.  J.  Healey 6.600  00      6,600  00 

Concrete  steps Model Numann  d;  Even 840  00          840  00 

Concrete  steps Fence Bame  d;  Cardell 2,850  00 

Addition  34  00 


2.884  00      2.884  00 


Schuyler  Mansion,  Albany,  N.  Y. 

Certificates 
Building  Work  Contractor  Contract         issued 

Mansion Switch  on  hall  light Morton  Havens.  Jr $18  50  $18  50 

Mansion Installing    and    repairing 

fixtures Morton  Havens.  Jr 16  61  16  61 

Mansion Fixtures E.  F.  Caldwell  A  Co., 

Inc 371  50  371  50 


*  An  asterisk  indicates  that  contract  was  in  force  June  30  1920. 
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StaU  Fair,  Syracuse,  JV.  Y. 


Certificate" 


Building 
*Hone  stalls. . 


Building 
State  hall 


Work  Contractor  Contract 

ConstrueUon O'Brien      Construction 

Co $48,778  00 


StaU  HaU,  Albany,  N.  Y. 


Work 


Electric, 


Contractor 

Edward  Joy  Co 

AddiUon 


Contract 

$0,753  00 
3.403  02 


Building 
4«tatehaU 


13.156  02 
Deduction  4  71 


13.151  31        $645  00 


State  DepartmenU 


Work 


Moving. 


Contractor 
D.  E.  Long  d;  Sons. 


Certificates 
Contract         issued 


$6,550  00    $5,567  50 


Syracuse  Univereity,  Syracuse,  N.  Y, 


Certificates 


Building 


Work 


Contractor 


K>>llege  of  forestry .  Plumbing Young  d;  Power. . . 

K}ollege  of  forestry.  Electric Conduit-Miller  Co. 

^College  of  forestry .  Extending  blackboards.  ...  W.  C.  Howell 


Contract 

$475  00 

66  00 

129  50 


*  An  asterisk  indicates  that  contract  was  in  force  June  30. 1920. 


SUMMARY 

CONTBAOTS  nf  FOBCB  JUNK  3(^  1920 

state  HoMpitdU 

Binghamton   $31, 675  81 

Central  Islip  614, 416  72 

Hudson  RiTcr   66,601  19 

Brooklyn    248,003  88 

Kings  Park   469, 795  00 

ManhatUn   185, 506  06 

Middletown    402,  825  46 

Rochester 1, 107  00 

St.   Lawrence    9, 100  00 

Utica  1, 590, 669  12 

Willard    1, 345  00 


$3, 511, 045  23 

Oharitahlea 

AJbion     $49, 604  23 

Bath    95, 286  96 

Elmira    665  00 

Iroquois    7,  325  00 

Thiells    920,  616  05 

Napanoch   .• 9, 413  00 

Newark   64, 408  65 

Oxford    495  00 

Sonyea    3,  656  00 

West  Haveratraw 13, 867  00 


$1, 165,  235  89 


Prisofis 

Dannemora $4, 964  00 

Sing   Sing    1, 314,  666  62 

Wingdale    1, 210, 961  71 


$2, 530, 592  33 


Armariea 

Malone    $39, 682  00 

Troy    439, 140  00 


$478,822  00 
[611 


62      Annual  Rbpobt  of  Dsfabthbnt  of  Abchitectuse 

NormaU 

Buffalo    *..... $2, 400  00 

New  Paltz   17, 763  06 

Oneonta    17, 600  00 

Potsdam   , 80,  567  66 


$118,231  21 


Mi§oeUcmeou$ 

Hoffman  Island   $23, 233  00 

Agricultural  Hall 623  00 

Benson  Building   8, 306  00 

Capitol  900  50 

Cobleskill  3,530  00 

Cornell  7,  600  00 

County  Building    8, 412  60 

Geneva   6, 996  64 

Income  Tax 42, 482  00 

Industrial   Commission    420  00 

Laboratory  Building    31, 607  25 

Morrisville 70,  686  25 

Saratoga 308  00 

State  Departments    6, 550  00 

Syracuse  Pair  48, 778  00 

Syracuse  University   670  50 


$260,716  34 


RBCAFITULATIOir 

Hospitals  $3,611, 046  23 

Charitables 1, 166, 236  89 

Prisons  2,630,602  33 

Armories 478,  822  00 

Normals 118, 231  21 

Miscellaneous 260, 715  34 

ToUl $8, 064, 64a  00 
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